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MONTHLY  CONSTRUCTION  REPORT 
Month  Endina  January  31.  1962 

lx)F 

Project  Nymber 
and  Location 

Mileage 

Contractor  and 

Bid  Price 

Type 

Contract 

Awarded 

Date  of 
Comp. 

Work  Pro-  Men  % 
Began  Gress  Emp.Com 

DISTRICT  ONE  - MISSOUU 

Division  110  - Missoula 

I 90-1  (6)  43  Unit  1 

6,686 

Zook  Bros.  Const. 

Gr. , Agg.  Surf.,  P.M.S. , 

1/21/60 

330  Cal. 

3/29/60  Susp.  97 

Superior  - East  and  West 

$1,096,572.11 

Dr. , G 17.25*  Sep. 

Days 

9/16/61 

I 90-3  (8)  180  Unit  1 & 

8.603 

Holland  Const.  Co. 

Gr. , Agg.  Surf.,  P.M.S. , 

5/25/60 

300  Cal. 

6/13/60  Susp.  99 

F 184  (14),  Deer  Lodge-No. 

& So.  & Bearmouth-Deer  Lodge 

$1,565,955.46 

and  Drain 

Days 

9/28/61 

I 90-3  (8)  180  Unit  3 

8.603 

Colorado  Fuel  & Iron  Fencing  and 

5/25/60 

100  Cal. 

6/21/60  Susp.  93 

Deer  Lodge-North  & South 

$54,373.04 

Cattle  Guards 

Days 

7/20/61 

I 90-3  (10)  180 

8.603 

Highway  Stee. 

Signing  and 

7/5/61 

150  Cal. 

9/27/61  Susp.  87 

Deer  Lodge-North  & South 

$27,357.04 

Delineation 

Days 

12/8/61 

R.O.W.  F 90  (5) 

— 

Bohleen  G Duke 

Fencing 

1/26/62 

60  Cal. 

Not  Started 

Idaho  Line  - Noxon 

$1,404.94 

Days 

F-FG  215  (7) 

0.252 

Sletten  Const. 

Gr. , Agg.  Surf.,  P.M.S., 

9/27/61 

6/30/63 

10/16/61  Good  14-9 

Higgins  Ave,  - Missoula  Road 

$988,381.36 

Dr.  G 972.0’  S G C Str. 

S-SG  272  (2) 

1.731 

Naranche  & Konda 

Surf. , P.M.S. , and 

7/19/61 

50  Cal, 

8/16/61  Susp.  79 

N.  W.  Frenchtovm  Wye  - West 

$46,331.95 

Seal  Coat 

Days 

9/12/61 

S 291  (6) 

5.406 

Peter  Kiewit  Sons 

Gr. , Cem.  Stab.  Base, 

7/19/61 

150  Cal. 

Not  Started 

Avon  - Helmville 

$336,918.99 

P.M.S.  and  Drain 

Days 

S 328  (1) 

Conner-Cutoff 

SMP  3199-61 

1.215 

Bud  King  Const. 
$228,546,43 
Mountain  Const, 

Gr, , Surf,,  R.M.O. ,Dr. 

G 2 Cone.  Struct. 

Crushing  G Stockpiling 

4/19/61 

6/29/61 

200  Cal. 
Days 

120  Cal. 

6/29/61  Susp.  80 
11/28/61 
8/4/61  Saspo  61 

Mineral  & Missoula  Counties 

$79,335.00 

Days 

. 12/21/61 

Division  120  - Kalisoell 

S 7 (6)  Unit  1 

6.549 

United  Paving 

Gr. ,Agg.Surf . G Dr. 

3/22/61 

150  Cal. 

4/12/61  Shut.  94 

Kalisoell-Half  Moon 

$457,921.94 

Days 

ll/9^1 

S 65  (4)  Unit  1 

Clearwater -Big  Fork 

F 102  (2)  & F 270  (11) 

4.858 

Zook  Bros,  Const. 
$512,338.14 
Highway  Steel 

Gr, , Agg. Surf. .P.M.S. 

G Drain 

Guard  Rail 

11/22/60 

10/25/61 

180  Cal. 
Days 

40  Cal. 

11/9/60  Shut.  91 
10/25/61 

Not  Started 

Poison-Big  Fork-Haines  Corner 

$12,908.00 

Days 

F 191  (20)  Unit  1 
Pablo-Kalispell 

S 325  (1)  Unit  2 

7.300 

Curtis  Const.  Co. 
$281,156.53 
C.B.Lauch  Const, 

Gr. ,Surf. , P.M.S,  G Dr, 

121.5’  Prestressed 

3/22/61 

11/29/61 

150  Cal. 

Days 

8/31/62 

4/4/61  Shut.  83 
11/3/61 

Not  Started 

Libby-Fish  Hatchery 

$46,020.42 

Cone.  Br. 

MONTHLY  Co/^r^RUCTION  REPORT 
Month  Ending  January  31,  1962 
DISTRICT  TWO  - BUTTE 
Division  210  - Butte 


S 6 (4)  Unit  1 

7,027 

McLaughlin,  Inc. 

Gr, , Agg.Surf, ,P,M. S. 

8/30/61 

240  Gal. 

9/26/61 

Shutdown 

29 

Townsend-Canyon  Ferry-Clasoil 

$319,862.15 

£ Dr. 

Days 

12/8/61 

I 15-1  (11)  37  U-1 

7.775 

Nilson-Smith 

Gr. , Agg.Surf, ,P.M.S. 

3/22/61 

400  Cal, 

6/16/61 

Susp. 

59 

Idaho  Line-Dillon 

$1,043,487.45 

£ Dr. 

Days 

12/11/61 

I 15-1  (11)  37  U-2 

Ralph  Huckaba 

4 Prestressed  Cone. 

3/22/61 

6/30/ 62 

4/i7,/6I 

Fair  ^ 

5 72 

Idaho  Line-Dillon 

$222,558.72 

Beam  Str.  “•567,0' 

I 15-1  (11)  37  U-3 

4.500 

Hildreth  Const. 

Fencing 

4/17/61 

200  Cal. 

6/20/61 

Shutdown 

26 

Idaho  Line-Dillon 

$29,997.97 

Days 

12/5/61 

I 15-2  (14)  127  U-1 

3.361 

Bud  King  Const, 

Gr, ,Surf,  Cone, Pave. , 

8/30/61 

400  Cal. 

9/26/61 

Shutdown 

7 

F 207  (8)  £ F 279  (4) 

$1,726,708.52 

PMS,  Seal  Coat  £ Dr. 

Days 

12/ 6/ 61 

Butte  Streets 

I 15-2  (14)  127  U-2 

2, 708 

U.S.  Steel  Corp, 

Fencing 

8/30/61 

200  Cal. 

Not  Started 

Butte  Urban 

$62,087.38 

Days 

F 42  (1)  U-1 

9.226 

S. Arkwriaht . Inc, 

Gr, ,Surf,  £ P.M.S. 

7/19/61 

250  Cal. 

8/14/61 

Shutdown 

51 

Idaho  Line-Wisdom 

$699,594.72 

Days 

11/18/61 

F 42  (1)  U-2 

Watters  Const. 

214.5'  Cone,  Str, 

7/19/61 

7/31/62 

8/2/61 

Shutdown 

65 

Idaho  Line-Wisdom 

$69,600.05 

10/19/61 

S 167  (6) 

4,978 

Hilde  Const. 

Gr. ,Surf. 

7/5/61 

220  Cai. 

8/24/61 

Shutdown 

57 

Cardwell -Southeast 

$341,016.40 

£ Dr. 

Days 

11/17/61 

Division  220--Boz43nan 

S 49  (7)  U-1 

8.979 

S. Birch,  Inc,  £ 

Gr, ,Surf. , P.M.S. ,Dr, 

10/25/61 

200  Cai, 

11/6/ 61 

Shutdown 

8 

Fort  Logan-W.S, Springs 

S. Birch  £ Sons 

£ 29'  T.T.Br.  £ Widen  Br. 

Days 

10/20/61 

$294,071.82 

I-IG  90-6  (2)  309  U-1 

5,275 

Goodfellow  Bros. 

Gr, , Surf. , P.M.S. , Dr.  £ 

5/24/61 

420  Cai, 

6/15/61 

Shutdown 

50 

Rocky  Canyon  Road 

$4,058,435.93 

3 Structures 

Days 

11/22/61 

I-IG  90-6  (2)  309  U-2 

5,275 

Tschache  Bros. 

Fencing 

6/ 5/ 61 

150  Cal, 

6/22/61 

Susp; 

25 

Rocky  Canyon  Road 

$39,885.60 

Days 

10/24/61 

I-IG  90-7  (9)  327  U-1 

12,087 

King  £ McLaughlin 

Gr, ,Surf, , P.M.S. ,Dr. 

12/21/60 

350  Cal. 

1/25/61 

Susp. 

61 

& F 185  (6)  U-l 

$3,134,965.16 

£ Irr.  Facilities 

Days 

11/14/61 

Livingston-So. -East  £ West 

I-IG  90-7  (9)  327  U-2 

Schultz  £ Lindsay 

1,486.5'  S£C  O.P. 

12/21/60 

6/30/62 

1/30/61 

83 

Livingston-South  £ East 

$404,374,87 

I-IG  90-7  (9)  327  U-3 

12.087 

Lahren  Const, 

Fencing 

12/21/60 

150  Cal, 

3/14/61 

61 

Livlngston~So. -East  £ West 

$66,821.50 

Days 

SMP  1699-61,  Gallatin, 

W.  B.  Harding 

Crushing  £ Stockpiling 

7/19/61 

120  Cal. 

8/14/61 

Susp. 

64 

Madison  £ Beaverhead  Counties 

$47,415,00 

Days 

1/6/62 

c. 


'f' 


•niQ'iis 


" TkVm 


«'Sl(|^>un.5hn  TdI<,>.T  ■’', 

it 

r - i^T '4 


.1  JiU-  ■ 


tr  ■ • t 

1 t?  T*:  HIB^ 

^ ,.,iria-firr^j 
I i T€  4 l t f -i  i 
w>Jil<l  i*®" 

C-0  T*l 

onlttC.  •«Cm' 


RIONTHLY  CONSTRUCTION  REPORT 
Month  Ending  January  31,  1962 
DISTRICT  THREE  - GREAT  FALLS 
Division  310  -*  Great  Falls 


> 


I-IG-ING  15-4  (4)  182  U»2 
& F 214  (3)  U-1,  Helena-So. 

2,770 

Hilde  Const. 
$1,129,813,43 

Gr. ,Surf, ,P.M,S. ,Dr, 

& Dual  260,5®  St,  U.P, 

9/28/60 

300  Cal. 
Days 

10/12/60  Shutdown 
10/19/61 

79 

I-IG=ING  15-4  (4)  182  U-4 
& I 15-4  (5)  185  U-1 
Helena-North 

1.248 

S, Birch,  Inc,  & 

S. Birch  & Sons 
$636,632. 67 

Gr, ,Surf, ,P.M.S, ,Dr, , 
242.5*  Interchange  & 
214,5*  Grade  Sept, 

5/24/61 

300  Cal. 
Days 

6/8/61  Shutdown 

11/30/61 

63 

I-IG-ING  15-4  (4)  182  U-6 
& 15-4  (5)  185  U-2 
Helena-North 

1,248 

U,S, Steel  Corp, 
Cyclone  Fence  Dept, 
$32,110,94 

Fencing  & Cattle  Gds, 

5/24/61 

100  Cal, 
Days 

9/27/61  Susp, 

11/9/61 

74 

I 15-4  (6)  186  U-3 

Helena-No. 



Mont.Engr.G  Const, 
$130,183,48 

Dual  118,0*  Conc,0,P. 

& 204,5*  Cone.  Inter. 

12/20/61 

8/31/62 

Not  Started 

I 15-4  (9)  194  U-2 

Helena  Hill-Sieben 

12,663 

Earl  L,  McNutt  & 
Frank  Baulne 
$3,788,848,75 

Gr, ,Surf. ,P,M.S,  ,Dr, 

& Dual  118,0*  Str, 

6/14/61 

400  Cal, 
Days 

7/19/61 

13 

I 15-4  (9)  194  U-2 

Helena  Hlll-Sieben 

12, 663 

Tschache  Bros. 
$79,149,25 

Fencing  & Cattle  Gds, 

150  Cal, 
Days 

6/28/61  — 

56 

I 15-4  (10)  182  & F 214 
(4),  L,  & C,  Co®  Line  No, 

3,469 

Highway  Steel 
$61,237,71 

Signing  & Delineation 

7/5/61 

150  Cal. 
Days 

10/3/61  Shutdown 
12/8/61 

63 

I 15-4  (12)  207  U-1 
Sieben-No,  & So, 

3,388 

King  & McLaughlin 
$2,110,638.04 

Gr. ,Surf . ,P,M.S,  , 

Fencing  & Dr, 

10/25/61 

300  cal. 
Days 

11/6/61  Fair  58 

11 

I 15-4  (12)  207  U-2 

Si eben -North  & South 

Fred  Strandberg 
$89,445,74 

Dual  113.0*  Str.,  & 
63,1’  Br. 

10/25/61 

7/31/62 

Not  Started 

I 15-5  (13)  239  U-1 

Hardy  Creek -Cascade 

9,702 

Baltrusch  Const, 
$1,741,788.17 

Gr,  oSurf.  ,P,M,S,  & Dr. 

3/22/61 

420  Cal, 
Days 

4/24/61  Poor  14 

48 

I 15-5  (13)  239  U-2 

Hardy  Creek -Cascade 

9,702 

Boulet  Const, 
$60,050,85 

Fencing 

3/22/61 

200  Cal, 
Days 

5/2/61  Shutdown 

11/14/61 

53 

F 65  (8)  U-1 

Sun  River-Choteau 

1,232 

Robertson  & Cave 
$58,463,87 

Gr, ,Agg,Surf, ,B,S,T, 

& Dr. 

12/20/61 

100  cal. 
Days 

Not  Started 

F 180  (4)  & U 277  (5) 

Great  Falls  Sts. 

3,198 

Mont, Sand  & Grav, 
$239,875,32 

Minor  Gr, ,Surf, ,P,M,S, , 
SCO,  New  Med, Curb  & Dr. 

6/27/61 

70  Cal. 
Days 

7/31/61  Shutdown 
10/6/61 

93 

F 180  (5)  & S-US  386  (1) 
Great  Falls  Sts. 

3,695 

McLaughlin,  Inc. 
$251,948.65 

Gr, jAgg.Surf, ,P,M,Bit. 
Surf,  & Dr, 

1/24/62 

150  Cal, 
Days 

Not  Started 

F 238  (8)  U-1 

Wolf  Creek -Augusta 

8,476 

Nil son -Smith 
$637,044.20 

Gr, ,Agg,Surf, ,P,M,Bit, 
Surf.  & Dr. 

1/18/62 

200  Cal, 
Days 

Not  Started 

F 238  (8)  U-2 

Wolf  Creek -Augusts 

Watters  Const. 
$133,734,30 

294,0*  Steel  Br. 

1/18/62 

10/31/62 

Not  Started 

U 249  (14)  U-1,  U-UG  376 
(3)  U-1,  Helena  Sts. 

0,513 

C.B.Lauch  Const. 
$300,715.78 

Gr. ,Surf. ,Pave. ,P.M,S, , 
OP  & Dr, 

5/24/61 

7/31/62 

6/13/61  Shutdown 
11/30/61 

94 

U 249  (14)  U-2,  U-UG  376 
(3)  U-2,  Helena  Sts. 

- = 

Allen  Electric 
$15,540.92 

Traffic  Signals 

11/29/61 

45  Cal. 
Days 

Not  Started 

U-F-FG  395  (4) 

Great  Falls  Sts. 

— — Robertson  & Cave 
$1,139,281.67 

1,125,75*  S£C  Br, 

2/17/60 

10/31/61 

3/15/60  Shutdown 
11/20/61 

99 
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Division  320  - Havre 

S 13  (5)  U=1 

Rudyard -Goldstone 

S 179  (4) 

Harlera-Hogeland 

S 290  (12) 

Geraidine-F,  Benton 

S 366  (6) 

Sunburst-Sweetgrass 

S^'^P  0399=61,  Chouteau, 

Blaine,  Hill,  Toole,  filacier 

5,288  O’Neil  Const. 

$327,239.94 

6,315  Allen  Stuber 
$120,348.25 

1.688  N.A.Nelson  Const, 
$526,260.65 

4.073  O’Neil  Const, 
$126,200,71 

_____  Richardson  Const. 
$84,967.50 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

S 32  (11) 

7,408 

Haggart  Const. 

Glendive-Richey-NW 

$291,557.58 

I 94=7  (3)  240 

Otto  J,  Eickhof 

Wibaux-East  & West 

$169,195,29 

I 94=7  (4)  233  D-1 

6,169 

Albert  Lalonde 

Wibaux-West 

$1,054,732.96 

I 94-7  (4)  233  U-2 

8,105 

Albert  Lalonde 

Wibaux-East 

$1,113,399,82 

S 238  (1)  U-1 

6,586 

Joe  Mayo  G Sons 

Circle-So,  & East 

$164,483.25 

S 238  (1)  U-2 

Otto  J,  Eickhof 

Circle-Soo  G East 

$68,834.04 

S 258  (3) 

6,723 

O’Neil  Const, 

Rock  Springs-van  Norman 

$180,511,91 

S 258  (4) 

7.820 

O’Neil  Const, 

Rock  Sorinqs-Van  Norman 

$184,266,53 

Division  420  - Wolf  Creek 

S 73  (4)  U-1 

8.444 

Schults  G Lindsay 

Reserve-No, Dak. Line 

$314,455.62 

F 84  (30)  U-1 

10.851 

Schultz  G Linds§? 

W. of  W, Point-No, Dak. 

$234,300,24 

F 144  (6)  U-l,  S 368  (13) 

6.760 

Richardson  Const, 

& S 368  (14),  Glasgow- 

$849,261.16 

Nashua-Opheim-Can.Line 

F 144  (6)  U-2 

Watters  Const, 

First  Ave.No. -Glasgow 

$14,881.22 

F 315  (15) 

12,052 

Wickens  Bros. 

Van  Norman-Glasqow 

$565,457,30 

V 


Gr, ,Surf, ,P,M.S.  G Dr. 

3/27/61 

200  Cal. 

4/26/61 

Shutdown 

93 

Days 

11/13/61 

Gr, ,Surf,  G or. 

6/14/61 

200  cal. 

7/12/61 

Shutdown 

95 

Days 

12/2/61 

Gr,  ,Surf,  ,P.M,S,  ,Dr,  , 

G 708.0’  St,  Br. 

7/19/61 

7/31/63 

8/16/61 

Poor  4 

7 

Gr,  .Agg.Surf,  G Dr. 

12/20/61 

200  Cal. 

Not  Started 

Days 

Crushing  G Stockpiling 

5/24/61 

150  Cal. 

6/15/61 

Completed 

..1/1^62 

Gr. ,Surf, ,P.M,S. ,seal 

7/5/61 

140  Cal. 

7/27/61 

Shutdown 

62 

G Dr. 

Days 

11/13/61 

Structures 

10/25/61 

11/10/62 

Not  Started 

Gr. .Agg.Surf. ,P,M.S, , 

10/25/61 

300  Cal, 

11/14/61 

Shutdown 

0 

Fencing  G Dr, 

Days 

12/6/61 

Gr, .Agg.Surf, ,P,M.S, , 

10/25/61 

300  Cal. 

11/14/61 

Shutdown 

3 

Fencing  G Dr. 

Days 

12/7/61 

Gr, .Agg.Surf,  G Dr, 

1/24/62 

200  Cal, 

Not  Started 

Days 

Structures 

12/20/61 

10/31/62 

Not  Started 

Gr, .Surf.  G Dr, 

1/25/61 

200  Cal, 

5/22/61 

Shutdown 

99 

Days 

11/20/61 

Gro,Surf.  G Dr, 

9/27/61 

240  Cal. 

10/16/61 

Shutdown 

20 

Davs 

11/22/61 

Gr, .Surf. ,P.M,S,  G Dr, 

7/5/61 

250  Cal. 

9/11/61 

Shutdown 

50 

Days 

11/22/61 

Agg.Surf,  G P.M.Bit, 

11/29/61 

90  Cal. 

Not  Started 

Surf. 

Days 

Gr. ,Surf. ,P,M.S. ,Dr, 

5/21/61 

240  Cal, 

6/13/61 

Shutdown 

78 

G T.T.Br. 

Days 

11/17/61 

Traffic  Signals 

12/20/61 

45  Cal. 

Not  Started 

Days 

10/9/61 

Gr.  ,Surf,  G Dr, 

8/30/61 

330  Cal. 

Shutdown 

17 

Davs 

12/5/61 

MONTHLY  COl'w^RUCTION  REPORT  > ^ 

Month  Ending  Jaauary.  31,  1962  _ , 


Division  430  - Lewistown 

F 103  (10)  U-1  & F 333  (28) 

11.452 

NW  Engr.  Co. 

Gr. ,Cem. Stab, Base, 

7/5/61 

220  Cai. 

8/17/61 

Shutdown 

28 

U-1,  Lewistown-Roy,G. Range- 
F 333  (27)  U-1  & F 26  (6) 

Malta 

11.218 

$688,619.99 
Peter  Kiewit 

P.M.S.  & Dr. 

Gr, ,C.S. Base, P.M.S. 

2/21/61 

Days 

220  Cai, 

4/11/61 

11/14/61 

Shutdown 

89 

U-1,  Roundup-G. Range-Malta 

S 399  (2) 

0.991 

$723,297.09 
Wickens  Bros. 

Gr. ,Surf, ,Dr,  & 

9/27/61 

Days 

7/31/62 

10/24/61 

11/10/61 

Shutdown 

57 

Melstone-Mosbv . 

._|91_,%6.17 

131.5*  Prestress.  Br, 

12/8/61 

DISTRICT  FIVE  ^ BILLINGS 


Division  510 


FLH  9 (1)  U-1 

5.200 

S.H.  Arkwright , Inc. 

Gr.  ,Agg.Surf. , P.M.S, 

10/25/61 

180  Cal. 

Not  Started 

St.  Xavier -Hardin 

$330,527.87 

& Dr, 

Days 

S 50  (4) 

7.962 

Albert  Lalonde 

Gr,  ,Surf , & Or. 

6/14/61 

220  Cal. 

6/21/61 

Susp, 

94 

Hysham-East  & So. 

$218,704.73 

Days 

1 2/20/6 1 

S 71  (4) 

0.512 

W.Mackin  & Son 

141.5*  Gone. ,Br, ,Gr. , 

12/20/61 

8/31/62 

Not  Started, 

Ryegate-South 

$72,786.12 

Agg.Surf.  & Dr, 

I 90-8  (10)  451 

W.R. Gaboon  Co. 

937,75*  St.  Br, 

5/23/60 

6/30/62 

6/ 22/ 60 

99 

Yellowstone  Riv.  Br. 

$808,983.80 

IG  90-8  (13)  395 

uoo  ■=>» 

Waddell  Const, 

248.5*  Steel  OP 

1/24/62 

11/30/62 

Not  Started 

Reed  Point-East 

$92,851.18 

I 94-1  (5)  51 

Husman  Bros. 

580.25*  St.  Br. 

12/20/61 

7/31/63 

Not  Started 

Yellowstone  Co, Interstate 

$294,401.62 

U-FG  228  (16) 

1.466 

Schultz  & Lindsay 

Gr, .Agg.Surf, ,C.S, 

11/29/61 

11/30/63 

Not  Started 

Laurel -Billings 

$1,043,348,05 

Base, Cone. Pave. .P.M.Bit, 

Surf,  & Dr, 

S 260  (3)  U-1 

11,412 

Albert  Lalonde 

Surf.  & P.M.S, 

7/5/61 

100  Cal. 

8/28/61 

Susp. 

52 

Lodge  Grass-St. Xavier 

$211,507.28 

Days 

10/27/61 

Division  520  - Miles  City 

I 94-3  (3)  114  U-1 

6. 246 

Schultz  & Lindsay 

Gr,  .Surf. , P.M.S.  & Dr. 

7/19/61 

350  Cal, 

9/28/61 

Shutdotvn 

15 

I 94-4  (9)  119  U-1 

$829,372.47 

Days 

12/18/61 

Hathaway-East  & West 

I 94-3  (3)  114  U-2 

F.L, Flynn  & Co, 

Structures 

7/19/61 

5/31/62 

8/14/61 

Susp, 

74 

Hathaway-East 

$56,566. 02 

12/5/61 

I 94-3  (3)  114  U-3  & 

6. 246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal. 

Not  Started 

I 94-4  (9)  119  U-2 

$31,598.00 

Days 

Hathaway-East  & West 

I 94-4  (6)  136  U-1  & 

12.442 

Peter  Kiewit 

Gr, ,Surf. , Cone. Pave. , 

4/19/61 

400  Cal. 

6/18/61 

Shutdown 

39 

F 86  (20)  U-1 

$2,849,375.73 

P.M.S.  & 4 Structures 

Days 

12/11/61 

Miles  City-East 

I 94-4  (6)  136  U-2 

11.597 

W.Mackin  & Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Shutdown 

76 

Miles  City-East 

$62,799.00 

Days 

12/4/61 

I 94-4  (8)  120  U-1 

7.308 

Schultz  & Lindsay 

Gr.  ,Surf,  , P.M.S,  & Dr, 

7/19/61 

400  Cai, 

8/17/61 

Shutdoiri 

oo 

-JO 

Hathaway-East 

$1,302,922.13 

Days 

12/22/61 
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MONTHLY  CONSTRUCTION  REPOST 
Month  Ending  January  31,  1962 


Division  520  - Continued 

I 94-4  (8)  120  U-2 

N.A.Nelson  Const. 

173.0®  Pres. Interch. 

7/19/61 

5/31/62 

10/11/61  Shutdown  S 

Hathaway-East 

I 94-4  (8)  120  D-3 

7.308 

$46,597. 18 

W. Mack in  & Sons 

Fencing 

8/7/61 

150  Cal. 

11/20/61 

9/21/61  Shutdown  £ 

Hathaway-East 

F 156  (10)  U-1  & F 156  (11) 

13.187 

$47,215.00 

Albert  & Marshall 

Gr. ,Surf . , & P. M. S, 

l/slbl 

Days 

3(X)  Cal, 

11/20/61 

8/28/61  Shutdown  £ 

U-1,  Olive-M, City 

F 156  (11)  U-2 

$759,600,10 

Holm  Const. 

138.0®  Cone.  Br. 

4/19/61 

Days 

11/30/61 

12/6/61 

6/2/61  Shutdown  ( 

Olive-M.City 

F 157  (16)  U-1 

5.000 

$49,164.09 

Hilling  Const, 

Gr, ,Agg,Surf. .F.M.Bit, 

1/24/62 

200  Cal. 

12/26/61 
Not  Started 

Miles  City-Jordan 

F 157  (16)  U-2 

$296,315.69 

Otto  Eickhof 

Surf.  & Dr, 

101,5®  Pres. Cone. Br, 

11/29/61 

Days 

7/31/62 

Not  Started 

Miles  City-Jordan 

S 333  (2) 

5.260 

$34,756.77 

Hilling  Const, 

Gr. ,Surf,  & Dr. 

11/29/61 

200  Cal. 

Not  Started 

Savle-East 

$185,758.38 

Days 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
MONTH  ENDING  FEBRUARY  28.  1962 
Project  Number 
and  Location 
DISTRICT  ONE  - MISSOULA 
Division  110  - Missoula 


Mileage 


Contractor  and 
Bid  Price 


rrxd  35n3ai<^<V-)-  hF 


Type 


Date  of 
^warded_  Compl,, 


Work  Pro-  Men  % 

Be^an gress  Jimp,.  Cpn^). 


I 90-1  (6)  43  0-1 
Superior-East  & West 

6.686 

Zook  Bros,  Const, 
$1,096,572.11 

Gr, ,Agg,Surf, , 
PMS,  Dr,  & 17, 

1/21/60 
25®  Sep. 

330  Cal, 
Days 

3/29/60  Swsp, 

9/16/61 

97 

I-IG  90-2  (12)  118  U-1 

Pi Itzvi 11 e-Clinton 

Watters  Const, 

$223,014.57 

Dual  353,0®  OP 

2/21/61 

6/30/63 

Not  Started 

I 90-3  (8)  180  U-1  & 

F 184  (14),  Deer  Lodge-No. 

& So,  & Bearmouth-D. Lodge 

8,603 

Holland  Const. 
$1,565,955,46 

Gr. .Agg.Surf, , 
PMS  & Dr. 

5/25/60 

300  Cal, 
Days 

6/ 1 3/  60  Su  sp , 

9/28/61 

99 

I 90-3  (8)  180  U-3 

Deer  Lodge-No,  & So, 

8,603 

Colo,  Fuel  & Iron 
$54,373,04 

Fencing  & 
Cattle  Gds. 

5/25/60 

100  Cal, 
Days 

6/21/60  Susp, 

7/20/61 

93 

I 90-3  (10)  180 

Deer  Lodge-No,  & So. 

8,603 

Highway  Steel 
$27,357,04 

Signing  & 

Del ineation 

7/5/61 

150  Cal. 
Days 

9/27/61  Susp. 

12/8/61 

87 

ROW  F 90  (5) 

Idaho  Line-Noxon 

Bohleen  & Duke 
$1,404.94 

Fencing 

1/26/62 

60  Cal. 
Days 

Not  Started 

F-FG  215  (7) 

Higgins  Ave, -Msla,  Road, 

0,252 

Sletten  Const. 
$988,381.36 

Gr. , Agg. Surf.  , 
PMS. Dr.  & 972, 

9/27/61 

0®  Str. 

6/30/63 

10/16/61  Good  25 

12 

3 221  (2) 

Thompson  Falls-West 

5,189 

Bud  King  Const, 
$224,289.40 

Gr. .Agg.Surf. 

& Dr, 

2/21/61 

200  Cal, 
Days 

Not  Started 

S-SG  272  (2) 

HW  Frenchtown  Wye-West 

1.731 

Naranche  & Konda 
$46,331.95 

Surf. ,PMS  & 
Seal  Coat 

7/19/61 

50  Cal, 
Days 

8/16/61  Susp. 

9/12/61 

79 

3 291  (6) 

Avon-Helmville 

5.406 

Peter  Kiewit  Sons 
$336,918,99 

Gr. ,Cem, Stab, 
Base, PMS  & Dr. 

7/19/61 

150  Cal, 
Days 

Not  Started 

3 328  (1) 

Conner -Cutoff 

1,215 

Bud  King  Const, 
$228,546.43 

Gr, .Surf, ,RM0, 
Dr.  & 2 Cone. 

4/19/61 

Strs, 

200  Cal. 
Days 

6/29/61  Susp, 

11/28/61 

80 

3MP  3199-61 

Mineral  & Missoula  Counties 

Mountain  Const. 
$79,335.00 

Crushing  & 
Stockpiling 

6/29/61 

120  Cal, 
Days 

8/4/61  Fair  5 

74 

S 7 (6)  U-l 

6,549 

United  Paving 

Gr, , Agg. Surf. 

3/22/61 

150  Cal. 

4/12/61 

Shutdown 

94 

Kalispell-Half  Moon 

$457,921.94 

& Dr. 

Days 

11/9/61 

S 65  (4)  U-1 

4,858 

Zook  Bros,  Const. 

Gr. .Agg.Surf.  , 

11/22/60 

180  Cal. 

11/9/60 

Shutdown 

91 

Clearwater-Big  Fork 

$512,338.14 

PMS  & Dr. 

Days 

10/25/61 

F 102  (2)  & F 270  (11) 

Highway  Steel 

Guard  Rail 

10/25/61 

40  Cal. 

Not  Started 

Poison-Big  Fork -Haines  Corner 

$12,908.00 

Days 

F 191  (20)  U-1 

7.300 

Curtis  Const. 

Gr. .Surf, , 

3/22/61 

150  Cal. 

4/4/61 

Shutdown 

83 

Pablo-Kalispell 

$281,156.53 

PMS  & Dr. 

Days 

11/3/61 

S 325  (1)  U-2 

C,  B,  Lauch  Const. 

121,5’  Prestr. 

11/29/61 

8/31/62 

Not  Started 

Libby-Fish  Hatchery 

$46,020.42 

Cone.  Br. 

rvioNTHLY  Obstruction  report 
MONTH  ENDING  FEBRUARY  28.  1962 

DISTRICT  TWO  - BUTTE 
Division  210  - Butte 


S 6 (4)  U-1 

7.027 

McLaughl in , Inc. 

Gr, , Agg.Surf.  , 

8/30/61 

240  Cal, 

9/26/61 

Shutdown 

31 

Townsend“Canyon  Ferry-Clasoil 

$319,862.15 

PMS  & Dr. 

Days 

12/8/61 

I 15=1  (11)  37  U-1 

7,775 

Nil  son -Smith 

Gr, .Agg.Surf.  , 

3/22/61 

400  Cal, 

6/16/ 61 

Susp, 

59 

Idaho  Line^lillon 

$1,043,487,45 

Pr4S  & Dr. 

Days 

1/29/62 

I 15-1  (11)  37  U=2 

„===. 

Ralph  Huckaba 

4 Prest,  Cone. 

3/22/61 

6/30/62 

4/17/61 

Poor  3 

72 

Idaho  Line-Dill  on 

$222,558,72 

Beam  Str. -567.0* 

I 15-1  (11)  37  U-3 

4,500 

Hildreth  Const. 

Fencing 

4/17/61 

200  Cal, 

6/20/61 

Shutdown 

26 

Idaho  Line-Dillon 

$29,997,97 

Days 

12/5/61 

I 15-2  (14)  127  U-1 

3, 361 

Bud  King  Const, 

Gr, ,Surf, .Cone, 

8/30/61 

400  Cal, 

9/26/61 

Shutdown 

7 

F 207  (8)  & F 279  (4) 

$1,726,708,52 

PMS,  Seal  Coat, 

& Dr, 

Days 

12/6/61 

Bntte  Streets 

I 15-2  (14)  127  U-2 

O 

CO 

U,S, Steel  Corp, 

Fencing 

8/30/61 

200  Cal. 

Not  Started 

Butte  Urban 

$62,087,38 

Days 

F 42  (1)  U-1 

9,226 

S, Arkwright , Inc, 

Gr, .Surf.G  PMS 

7/19/61 

250  Cal, 

8/14/61 

Shutdo’/m 

51 

Idaho  Line-Wisdom 

$699,594,72 

Days 

11/18/61 

F 42  (1)  U-2 

Watters  Const, 

214,5*  Conc.Str. 

7/19/61 

7/31/62 

8/2/61 

Shutdown 

65 

Idaho  Line-Wisdom 

$69,600,05 

10/19/61 

S 167  (6) 

o 

CD 

Hilde  Const, 

Gr, ,Surf, ,BST 

7/5/6i 

220  Cal, 

8/24/61 

Shutdown 

57 

Cardwell -Southeast 

$341,016.40 

G nr. 

Days 

11/17/61 

Division  220  - Bozeman 

S 49  (7)  U-1 

8,979 

S, Birch, Inc,  & 

Gr.  ,Surf.  ,B1S, 

10/25/61 

200  Cal, 

11/6/61 

Shutdown 

18 

Fort  Logan-W,S, Springs 

S, Birch  & Sons 

Dr.  & 29*  TT  Br, 

Days 

10/20/61 

$294,071,82 

I-IG  90-6  (2)  309  U-1 

5,275 

Goodfellow  Bros, 

Gr, ,Surf, ,PMS, 

5/24/61 

420  Cal, 

6/15/61 

Shutdown 

50 

Rocky  Canyon  Road 

$4,058,435,93 

Dr.  & 3 Structures 

Days 

11/22/61 

I-IG  90-6  (2)  309  U-2 

5,275 

Tschache  Bros, 

Fencing 

6/5/61 

150  Cal, 

6/22/61 

Susp. 

25 

Rocky  Canyon  Road 

$39,885,60 

Days 

10/24/61 

I-IG  90-7  (9)  327  U-1 

h— 

CO 

o 

cm" 

King  & McLaughlin 

Gr, ,Surf, ,PMS, 

12/21/60 

350  Cal, 

1/25/61 

Susp, 

61 

& F 185  (6)  U-i 

$3,134,965,16 

Dr,  & Irr,  Facilities 

Days 

11/14/61 

Livingston-So. -East  6 West 

I-IG  90-7  (9)  327  U-2 

Schultz  & Lindsay 

1,486.5*  S&C  OP 

12/21/60 

6/30/62 

1/30/61 

83 

Livingston-So.  & East 

$404,374,87 

I-IG  90-7  (9)  327  U-3 

12,087 

Lahren  Const, 

Fencing 

12/21/60 

150  Cal. 

3/14/61 

61 

& F 185  (6)  U-3 

$66,821,50 

Days 

Livingston-So. -East  & west 

SMP  1699-61,  Gallatin 

W,  B,  Harding 

Crushing  & 

7/19/61 

120  Cal, 

8/14/61 

Susp. 

64 

Madison  & Beaverhead  Counties 

$47,415,00 

Stockpiling 

Days 

1/6/62 

v-t 
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MONTHLY  OdifSTRUCTION  REPORT 
MONTH  ENDING  FEBRUARY  28.  1962 
DISTRICT  THREE  - GREAT  FALLS 
Division  310  - Great  Falls 


I-IG-ING  15-^4  (4)  182  U-2 
& F 214  (3)  U-l.Helena-So. 

2,770 

Hilde  Const. 
$1,129,813,43 

Gr. ,Surf. ,PMS,  9/28/60 

Dr.  & Dual  260,5’  St,  U.P. 

300  Cal. 
Days 

10/12/60  Shutdown 
10/19/61 

79 

I-IG-ING  15-4  (4)  182  U-4 
& I 15-4  (5)  185  U-1 
Helena-No, 

1,248 

S, Birch,  Inc,  & 

S. Birch  & Sons 
$636,632,67 

Gr. ,Surf, .PMS.Dr. .5/24/61 
242.5’  Interch.  & 

214,5’  Grade  Sep. 

300  Cal, 
Days 

6/8/61  Shutdown 
11/30/61 

63 

I-IG-ING  15-4  (4)  182  U-6 
& I 15-4  (5)  182  U-2 
Helena-No. 

1,248 

US  Steel  Corp.  Fencing  & Cattle  5/24/61 

Cyclone  Fence  Dept.  Guards 

$32,110.94 

100  Cal, 
Days 

9/27/61  Susp, 

11/9/61 

74 

I 15-4  (6)  186  U-3 

Helena-No, 

Mont,Engr,&  Const, 
$130,183,48 

.Dual  118,0’  Cone,  12/20/61 
O.P.  & 204,5®  Cone. Inter. 

8/31/62 

Not  Started 

I 15-4  (0)  194  U-1 

Helena  Hill-Sieben 

12,663 

Earl  L, McNutt  & 
Frank  Baulne 
$3,788,848.75 

Gr, .Surf, .PMS.  6/14/61 

Dr,  & Dual  118,0’  Str, 

400  Cal, 
Days 

7/19/61  Poor  53 

16 

I 15-4  (9)  194  U-2 

Helena  Hill-Sieben 

12,663 

Tschache  Bros, 
$79,149.25 

Fencing  & Cattle  6/14/61 
Guards 

150  Cal, 
Days 

6/28/61  — 

63 

I 15-4  (10)  182  & F 214  (4) 

L,  Gr  C,  Co,  Line  No, 

3,469 

Highway  Steel 
$61,237.71 

Signing  & 7/5/61 

Delineation 

150  Cal. 

Days 

10/3/61  Shutdown 
12/8/61 

63 

I 15-4  (12)  207  U-1 

Sieben-No.  & So, 

3,388 

King  & McLaughlin 
$2,110,638.04 

Gr, .Surf, .PMS.  10/25/61 

Fencing  & Dr. 

300  Cal. 
Days 

11/6/61  Good  70 

21 

I 15-4  (12)  207  U-2 

Sieben -North  & South 

Fred  Strandberg 
$89,445.74 

Dual  113,0’  Str,,  10/25/61 
& 63.1’  Br. 

7/31/62 

Not  Started 

I 15-5  (13)  239  U-1 

Hardy  Creek -Cascade 

9,702 

Baltrusch  Const. 
$1,741,788.17 

Gr, .Surf. .PMs  3/22/61 

& Dr, 

420  Cal, 
Days 

4/24/61  Poor  10 

50 

I 15-5  (13)  239  U-3 

Hardy  Creek -Cascade 

9,702 

Boulet  Const, 
$60,050,85 

Fencing  3/22/61 

200  Cal, 
Days 

5/2/61  Shutdown 
11/14/61 

53 

F 65  (8)  U-1 

Sun  River-Choteau 

1,232 

Robertson  & Cave 
$58,463,87 

Gr, , Agg, Surf . , 12/20/61 

BST  & Dr, 

100  Cal, 
Days 

Not  Started 

F 180  (4)  & U 277  (5) 

Great  Falls  Sts, 

3,198 

Mont, Sand  & Grav, 
$239,875,32 

Minor  Gr. .Surf, , 6/27/61 

PMS,  SCO,  Med, Curb.  & Dr. 

70  Calo 
Days 

7/31/61  Shutdown 
10/6/61 

93 

F 180  (5)  & S-US  386  (1) 

Great  Falls  Sts, 

3,695 

McLaughlin,  Inc. 
$251,948.65 

Gr, , Agg, Surf, , 1/24/62 

PM  Bit, Surf . , & Dr, 

150  Cal, 
Days 

Not  Started 

F 238  (8)  U-1 
'A'olf  Creek -Augusta 

8,476 

Nilson-Snith 

$637,044,20 

Gr, , Agg. Surf, , 1/18/62 

PM  Bit, Surf. . & Dr. 

200  Cal, 
Days 

Not  Started 

F 238  (8)  U-2 

Wolf  Creek -Augusta 

Watters  Const. 
$133,734.30 

294.0’  Steel  Br.  1/18/62 

10/31/62 

Not  Started 

U 249  (14)  U-1,  U-UG  376  (3) 
U-L,  Helena  Sts. 

0,513 

C.B.Lauch  Const, 
$300,715.78 

Gr, .Surf , .Pave, , 5/24/61 

PMS,  OP  & Dr, 

7/31/62 

6/13/61  Shutdown 
11/30/61 

94 

U 249  (14)  U-2.  U-UG  376  (3) 
U-2,  Helena  St. 

Allen  Electric 
$15,540.92 

Traffic  Signals  11/29/61 

45  Cal, 
Days 

Not  Started 

U-F-FG  395  (4) 

Robertson  & Cave 

1,125.75’  S&C  Br.  2/17/60 

10/31/61 

3/15/60  Shutdown 

99 

Great  Falls  Sts, 
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MONTHLY  td^STRUCTION  REPORT 
MONTH  ENDING  FEBRUARY  28 . 1962 
Division  320  - Havre 
S 13  (5)  U=1  5,288 

Rudyard-Goldstone 

S 179  (4)  6.315 

Harlem-flogeland 

S 290  (12)  1.688 

Geraldine-F.Benton 

S 301  (8)  U-1  4.993 

Havre-=Simpson-C,  Line 
S 366  (6)  4.073 

Sunburst-Sweetqrass 
DISTRICT  FOUR  - GLENDIVE 
Division  410  - Glendive 
S 32  (11) 

Glendive-Richey-NW 
I 94-7  (3)  240 
Wibaux-East  & West 
I 94-7  (4)  233  U-1 
Wibaux-West 
I 94-7  (4)  233  U-2 
Wibaux-East 
S 238  (1)  U-1 
Circle-So.  G East 
S 238  (1)  U-2 
Circle-So.  G East 
S 258  (3) 

Rock  Springs-Van  Norman 
S 258  (4) 

Rock  Sprinqs-Van  Norman 
Division  420  - Wolf  Point 
S 73  (4)  U-1  8.444 

Reserve-No. Dak. Line 
F 84  (30)  U-1  10,851 

W.of  W. Point-No. Dak. 

F 141  (6)  U-l,  S 368  (13)  6.760 

GS  368  (14),  Glasgow- 
N ashua -Gph  eim-C. Lin  e 
F 144  (6)  U-2 
First  Ave. No. -Glasgow 
F 315  (15) 

Van  Norman -Glasgow 


0®Neil  Const, 
$327,239.94 
Allen  Stuber 
$120,348.25 
N. A, Nelson  Const, 
$526,260.65 
O'Neil  Const. 
$216,399.85 
O'Neil  Const. 
$126,200.71 


7,408  Haggart  Const. 
$291,557.58 
» Otto  J.  Eiclihof 
$169,195.29 
Albert  Lalonde 
$1,054,732.96 
Albert  Lalonde 
$1,113,399.82 
Joe  Mayo  G Son 
$164,483.25 
Otto  J.  Eickhof 
$68,834.04 
O'Neil  Const, 
$180,511.91 
O'Neil  Const. 
184,266.53 


,169 

,105 

,586 

,723 

,820 


Schultz-Lindsay 

$314,455.62 

Schultz-Lindsay 

$234,300.24 

Richardson  Cons. 

$849,261.16 


— Watters  Const. 
$14,881.22 
12,052  Wickens  Bros. 
5565,457.30 


V 


/ 


Gr. , Surf. ,PMS 

3/27/61 

200  Cal. 

4/26/61  Shutdown 

93 

G Dr. 

Days 

11/13/61 

Gr. .Surf.  G Dr. 

6/14/61 

200  Cal. 

7/12/61  Shutdoiw 

95 

Days 

12/2/61 

,Gr. , Surf. ,PMS, 

7/19/61 

7/31/63 

8/16/61  Poor  6 

9 

Dr.  G 708.0'  St,Br. 

Gr, .Agg.Surf. ,PM 

2/21/61 

150  Cal. 

Not  Started 

Bit. Surf,  G Dr. 

Days 

Gr. .Agg.Surf. 

12/20/61 

200  Cal. 

Not  Started 

G Dr, 

Days 

Gr. .Surf, ,PMS, 

7/5/61 

140  Cal. 

7/27/61  Shutdoim 

62 

Seal  G Dr. 

Days 

11/13/61 

Structures 

10/25/61 

11/10/62 

Not  Started 

Gr. .Agg.Surf. ,PMS, 

10/25/61 

300  Cal, 

11/14/61  Shutdown 

0 

Fencing  G Dr. 

Days 

12/6/61 

Gr. .Agg.Surf. ,PMS, 

10/25/61 

300  Cal. 

11/14/61  Shutdoivn 

3 

Fencing  G Dr. 

Days 

12/7/61 

Gr. .Agg.Surf. 

1/24/62 

200  Cal. 

Not  Started 

G Dr. 

Days 

Structures 

12/20/61 

10/31/62 

Not  Started 

Gr, , Surf.  G Dr. 

1/25/61 

200  Cal. 

5/22/61  Shutdown 

99 

Days 

11/20/61 

Gr. .Surf.  G Dr. 

9/27/61 

240  Cal. 

10/16/61  Shutdown 

20 

Days 

11/22/61 

Gr. . Surf . ,PMS 

7/5/61 

250  Cal. 

9/11/61  Shutdown 

50 

G Dr, 

Days 

11/22/61 

Agg.Surf.  G PM 

11/29/61 

90  Cal. 

Not  Started 

Bit. Surf . 

Days 

Gr. ,Surf. ,PMS, 

5/21/61 

240  Cal. 

6/13/61  Shutdown 

78 

Dr.  G TT  Br. 

Days 

11/17/61 

Traffic  .Signals 

12/20/61 

45  Cal. 

Not  Started 

Gr. .Surf.  G Dr. 

8/30/61 

Days 

330  Cal. 

10/9/61  Shutdoivn 

17 

Days 

12/-5ZM 

V 
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MONTHLY  CJtfSTRUCTION  REPORT 
MONTH  ENDING  FEBRUARY  28.  1962 


Division  430  - Leivistown 

F 103  (10)  U-1  & F 333  (28) 

11.452 

NW  Engr,  Co. 

Gr. , Cem.Stab. 

7/5/61 

220  Cal. 

8/17/61 

Shutdoivn 

28 

D-1 ,Lewistown-Roy ,Go  Range=Malta 

F 333  (27)  U-1  & F 26  (6)  11,218 

$688,619.99 
Peter  Kiewit 

Base.PMS  & Dr. 

Gr. ,C,S, Base.PMS 

2/21/61 

Days 

220  Cal. 

4/11/61 

11/14/61 

Shutdown 

89 

U-1 , Roundup-G.Range-Malta 

S 399  (2) 

0.991 

$723,297.09 
Wickens  Bros. 

Gr. , Surf. ,Dr,  & 

9/27/61 

Days 

7/31/62 

11/10/61 

10/24/61  Good  7 

40 

M el  s t on  e -Mo  s b ?• 

„$91,866^17_, 

131.5'  Prestress. 

Br. 

DISTRICT  FIVE  BILLINGS 


FlH  9 (1)  0-1 

5.200 

S.H. Arkwright 

Gr. ,Agg,Surf. ,PMS  10/25/61 

180  Cal. 

Not  Started 

St,  Xavier-Hardin 

$330,527.87 

& Dr, 

Days 

S 50  (4) 

7.962 

Albert  Lalonde 

Gr. ,Surf.  & Dr. 

6/14/61 

220  Cal. 

6/21/61  Susp. 

94 

Hysham-East  & So. 

$218,704.73 

Days 

12/20/61 

S 71  (4) 

0.512 

W. Mack in  & Son 

141.5®  Conc.Br. , 

12/20/61 

8/31/62 

Not  Started 

Ryegate-South 

$72,786,12 

Gr. , Agg. Surf . G 

Dr. 

I 90-8  (10)  451 

W.R.Cahoon  Co. 

937.75'  St.  Br. 

5/23/60 

8/30/62 

6/22/60  — 

99 

Yellowstone  Riv.  Br. 

$808 , 983. 80 

IG  90-8  (13)  395 

Waddell  Const, 

248,5'  Steel  OP 

1/24/62 

11/30/62 

Not  Started 

Reed  Point-East 

$92,851.18 

I 94-1  (5)  51 

= — 

Husman  Bros. 

580.25'  St.  Br. 

12/20/61 

7/31/63 

Not  Started 

Yellowstone  Co.  interstate 

$294,401.62 

U-FG  228  (16) 

1. 466 

Schultz  & Lindsay  Gr. ,Agg.Surf. ,C. 

S. 11/29/61 

11/30/63 

1/29/62  Fair  18 

1 

Laurel -Billings 

$1,043,348.05 

Base, Cone. Pave. PM  Bit. Surf. 

G Dr. 

S 260  (3)  U-1 

11.412 

Albert  Lalonde 

Surf,  & PMS 

7/5/61 

100  Cal, 

8/28/61  Susp. 

52 

Lodge  Grass-St.  Xavier 

$211,507.28 

Days 

10/27/61 

S 399  (1) 

7.824 

Frank  E.  Olsen 

Gr, , Agg. Surf.  & 

2/21/61 

180  Cal, 

Not  Started 

Mels ton e-Mosbv 

$177,086.22 

Dr, 

Division  520  - Miles  City 

I 94-3  (3)  114  U‘-l 

6.246 

Schultz  & Lindsay  Gr, ,Surf. ,PMS 

7/19/61 

350  Cal. 

9/28/61  Shutdown 

15 

I 94-4  (9)  119  U-1 
Hathaway-East  & West 

$829,372.47 

G Dr. 

Days 

12/18/61 

I 94-3  (3)  114  U-2 

F.L. Flynn  & Co. 

Structures 

7/19/61 

5/31/62 

8/14/61  Susp. 

74 

Hathaway-East 

$56,566.02 

12/5/61 

I 94-3  (3)  114  U-3  & 

6.246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal. 

Not  Started 

I 94-4  (9)  119  U-2 
Hathaway-East  & West 

$31,598.00 

Days 

I 94-4  (6)  136  U-i  & 

12.442 

Peter  Kiewit 

Gr. ,Surf. ,Conc. 

4/19/61 

400  Cal. 

6/18/61  Shutdown 

39 

F 86  (20)  U-l 

$2,849,375.73 

Pave. ,PMS  G Structures 

Days 

12/11/61 

Miles  City-East 

I 94-4  (6)  136  U-2 

11.597 

W, Mack in  & Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61  Shutdown 

76 

Miles  City-East 

$62,799.00 

Days 

12/4/61 

I 94-4  (8)  120  U-1 

7.308 

Schultz  & Lindsay  Gr. ,Surf.PMS  & 

7/19/61 

400  Cal. 

8/17/61  Shutdown 

33 

Hathaway-East 

$1,302,922.13 

G Dr. 

Days 

12/22/61 

V 
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MONTHLY  c^teRUCnON  REPORT 
MONTH  ENDING  FEBRUARY  28.  1962 


Division  520  •=■  Continued 

I 94-4  (8)  120  U-2 

N, A. Nelson  Const. 

173,0*  Pres. 

Hathaway -East 

$46,597.18 

Interch. 

I 94-4  (8)  120  U-3 

7,308 

W. Mack in  & Sons 

Fencing 

Hathaway-East 

F 156  (10)  U-1  & F 156  (11) 

13.187 

$47,215.00 

Albert  & Marshall 

Gr. ,Surf, , & PMS 

U-1,  01ive-M,City 

F 156  (11)  U-2 

$759,600.10 

Holm  Const, 

138,0®  Cone,  Br. 

Olive-M.City 

F 157  (16)  U-1 

5,000 

$49,164,09 

Hilling  Const. 

Gr. .Agg.Surf. ,PM 

Miles  City-Jordan 

$296,315.69 

Bit. Surf,  & 

F 157  (16)  U-2 

Otto  Eickhof 

101.5'  Pres,  Cone. 

Miles  City-Jordan 

$34,756.77 

Br. 

S 333  (2) 

5,260 

Hilling  Const. 

Gr. ,Surf,  & Dr. 

Savle-East 

$185,758.38 

7/19/61 

5/31/62 

10/11/61  Shutdown 
11/20/61 

23 

8/7/61 

150  Cal. 
Days 

9/21/61  Shutdown 
11/20/61 

59 

7/5/61 

300  Cal. 
Days 

8/28/61  Shutdown 
12/6/61 

24 

4/19/61 

11/30/61 

6/2/61  Shutdown 
12/26/61 

99 

1/24/62 

200  Cal, 
Days 

Not  Started 

11/29/61 

7/31/62 

Not  Started 

11/29/61 

200  Cal, 
Days 

Not  Started 

j 
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MONIHLY  CONSTRUCTION  REPORT 
Month  Ending  March  31,  1962 


1) 

STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


Project  Number 
and  Location 
DISTOICT  ONE  ~ MISSOULA 
Division  110  - Missoula 


TSlStW  M)F 

Contract  bate  of 
Awarded  Compl et 1 on 


Work  Pro- 

g^esj 


Men  % 
EmpaCompo 


I 90-1  16)  43  U-1 

60686 

Zook  BroSo  Con St 0 

Gro  jAgg.Surf, , 

1/21/60 

330  Cai, 

3/29/60 

Susp, 

9? 

Superior-East  & West 

$1,096,572,11 

PfilS,  Dr,  G 17,25® 

Sep, 

Days 

9/i6Aoi 

I-IG  90-2  (12)  118  U-1 

Watters  Const, 

Dual  353,0®  OP 

2/21/61 

6/30/63 

3/21/62 

Good 

5 

1 

Piltzville=Cl inton 

$223,014,57 

I 90-3  (8)  180  U-i  & 

80  603 

Holland  Const, 

Gr, ,Agg,Surf, , 

5/25/60 

300  Cal. 

6/ 1 3/ 60 

Susp, 

99 

F 184  (14),  Deer  Lodge-No= 

$1,565,955,46 

PMS  G Dr, 

Days 

9/28/61 

G So,  G Bearmouth-D, Lodge 

I 00-3  (8)  180  U-3 

8,603 

Colo,  Fuel  G Iron 

Fencing  G 

5/25/60 

100  Cal, 

5/ 21/ 60 

Susp, 

93 

Deer  Lodge-No,  G So. 

$54,373,04 

Cattle  Gds, 

Days 

7/20/61 

I 90-3  110)  180 

8,603 

Highway  Steel 

Signing  G 

7/5/51 

150  Cal, 

0/27/61 

Su  sp , 

8? 

Deer  Lodge-No,  G So, 

$27,357,04 

Delineation 

Days 

(2/  8/  61 

ROW  F 90  (5) 

Bohleen  G Duke 

Fencing 

1/26/62 

60  Gal, 

Not  Star 

ted 

Idaho  Line=Noxon 

$1,404,94 

■ Days 

F-FG  215  (7) 

0,252 

Sletten  Const, 

Gr, ,Agg,Surf, , 

9/27/61 

6/30/63 

10/16/61 

Good 

32 

30 

Higgins  Ave, -Msla,  Road 

$988,381,36 

PMS,  Dr,  G 972,0® 

St-, 

F-FG  219  (16)  U-.2 

=<==._« 

Rikiin  Const, 

173,0®  Cone,  Beam 

3/28/62 

.10/31/62 

Not  Star 

ted 

Missoula-Arlee 

$61,618,24 

Hway  over  RR  OP 

S 221  12) 

5,189 

Bud  King  Const, 

Gr, ,Agg„Surf, 

2/21/61 

200  Cal, 

2/20/62 

13 

2 

Thompson  Falls-West 

$224,289,40 

G Dr, 

Days 

S-SG  272  (2) 

1,731 

Naranche  G Konda 

Surf, ,PMS  G 

7/19/61 

50  Cai, 

8/16/61 

Susp, 

79 

NW  Frenchtown  Wye-West 

$46; 331, 95 

Seal  Coat 

9.3  ys 

0/12/61 

S 291  (5) 

5, 406 

Peter  Kiewit 

Gr,  Cera, Stab, 

T/19/61 

150  Cal , 

Not  Started 

Avon-HeJmville 

$336,918,99 

Base, PMS  G Or, 

Days 

S 328  11) 

1,215 

Bud  King  Const, 

Gr,  Surf, ,RM0, 

4/19/61 

200  Cal, 

6/29/61 

Susp. 

80 

Conner-Cutoff 

$228,546,43 

Dr,  G 2 Cone,  Str? 

? 0 

Days 

11/28/61 

SiW  3199-61 

Mountain  Const, 

Crushing  G 

6/20/61 

120  Gal. 

8/4/61 

Fair 

10 

82 

Mineral  G Missoula  Counties 

$7<5-335,00 

Stockpiling 

Da  vs 

Division  120  - Kalispell 

S 7 (6)  U-1 

6,549 

United  Paving 

Gr, ,Agg,Surf, 

3/22/61 

150  Cal, 

4/12/51 

Shutdovm 

94 

Kaiispell-Half  Moon 

$457,921,94 

G Dr, 

Days 

11/0/61 

S 65  (4)  U-1 

4,858 

Zook  Bros,  Const, 

Gr, ,Agg,Sarf, , 

1 1/22/60 

180  Cal, 

11/9/60 

Shutdown 

91 

Cleainvater-Big  Fork 

$512,338,14 

PMS  G Dr, 

Days 

10/25/61 

F 102  (2)  G F 270  (11) 

Highway  Steel 

Guard  Rail 

i 0/25/61 

40  Cal, 

Not  Started 

Poison-Big  Fork -Haines  Corner 

$12,908.00 

Days 

c 
\ - 
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MONTHLY  C0>^J:RUCTI0N  REPORT 

Month  Ending  March  31.  1962  ~ 


Division  120  (Continued) 

" 

- . 1 ... 

F 191  (20)  U-1 

7.300 

Curtis  Const, 

Gr. ,Surf. , PMS 

3/22/61 

150  Cal, 

4/4/61 

Shutdown 

83 

Pablo-Kalispell 

$281,156.53 

G Dr. 

Days 

11/3/61 

S 325  (1)  U-2 

_____ 

C,B,Lauch  Const, 

121.5*  Prestr. 

11/29/61 

8/31/62 

Not  Started 

Libbv-Fish  Hatchery 

$46,020,42 

Cone,  Br, 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 6 (4)  U=1 

7,027 

McLaughlin,  Inc, 

Gr. , Agg.Surf, , PMS 

8/30/61 

240  Cal, 

9/26/61 

Shutdown 

34 

Town  send “Can yon  Ferry-Clasoil 

$310,862,15 

G Dr, 

Days 

12/8/61 

I 15-1  (11)  37  U-1 

7,775 

Nil son -Smith 

Gr. 5 Agg.Surf, , PMS 

3/22/61 

400  Cal, 

6/16/61 

Susp. 

59 

Idaho  Line-Dillon 

$1,043,487,45 

G Dr, 

Days 

1/29/62 

I 15-1  (11)  37  U-2 

Ralph  Huckaba 

4 Presto  Cone, 

3/22/61 

6/ 30/62 

4/17/61 

Poor  6 

73 

Idaho  Line-Dillon 

$222,558,72 

Beajn  Str, -567.0® 

I 15-1  (11)  37  U-3 

4,500 

Hildreth  Const, 

Fencing 

4/17/61 

200  Cal. 

6/20/61 

Shutdown 

26 

Idaho  Line-Dilion 

$29,99T„97 

Days 

12/5/61 

I 15-2  (14)  127  U-1 

3, 361 

Bud  King  Const, 

Gr, ,Surf,  Cone, 

8/30/61 

400  Cal, 

9/26/61 

Shutdown 

F 207  18)  & F 279  (4) 
Butte  Streets 

$1,726,708,52 

PMS,  Seal  Coat  G or, 

D^y  s 

12/6/61 

I 15-2  (14)  12?  U-2 

2,708 

U,S,  Steel  Corp, 

Fencing 

8/30/61 

200  Cal. 

Not  Started 

Butte  Urban 

$62,087,38 

Days 

F 42  (1)  U-1 

9,226 

So Arkwright,  Inc. 

Gr, 5 Surf,  G PMS 

7/19/61 

250  Cal. 

8/14/61 

Shutdown 

51 

Idaho  Line-Wisdom 

$699,594,72 

Days 

11/18/61 

F 42  (1)  U-2 

_____ 

Watters  Const, 

214,5®  Conc.Str. 

7/19/61 

7/31/62 

8/2/61 

Shutdown 

65 

Idaho  Line-Wisdom 

$69  600.05 

10/19/61 

S 157  (6) 

4,978 

Hilde  const. 

Gr,  Surf, ,BST 

7/5/61 

220  Cai, 

8/24/61 

Shutdown 

57 

Cardwell -Southeast 

$341  016,40 

G Di% 

Days 

11/17/61 

Division  220  = Bozeman 

S 49  (7)  ii-l 

8,979 

S, Birch, Inc.  G 

Gr, ,Surfo ,PMS, 

10/25/61 

200  Cal, 

t 1/6/61 

Shutdown 

17 

Fort  Logan -W.Ss Springs 

So  Birch  G Sons 
$294,071,82 

Dr,  G 29®  TT  Br. 

Days 

10/20/61 

I-IG  90-6  (2)  309  U-1 

5,275 

Goodfellow  Bros, 

Gr, , Surf. , PMS,  Dr, 

5/24/61 

420  Cal, 

6/15/61 

Shutdown 

52 

Rocky  Canyon  Road 

$4,058,435,93 

G 3 Structures 

Days 

11/22/61 

I-IG  90-6  (2)  309  U-2 

5,275 

Tschache  Bros, 

Fencing 

6/5/61 

150  Cai, 

6/22/61 

Susp, 

25 

Rocky  Canyon  Road 

$30  885,60 

Days 

10/24/61 

I-IG  90-7  (9)  327  U-1 

12,087 

King  G McLaughlin 

Gr. ,Surf. ,PMS,  Dr, 

12/21/60 

350  Cal, 

1/25/61 

Susp, 

61 

& F 185  (6)  U-1 

$3  134,965,16 

G Irr,  Facilities 

Days 

11/14/61 

Livingston-So.  -East  G west 

I-IG  90-7  (9)  327  U-2 

_____ 

Schultz  G Lindsay 

1,486.5®  SGC  OP 

12/21/60 

6/30/62 

1/30/61 

Fair  7 

84 

Livingston-So,  G East 

$404,374,87 

I-IG  90-7  (9)  327  U-3 

12,087 

Lahren  Const, 

Fencing 

12/21/60 

150  Cal, 

3/14/61 

Shutdown. 

61 

G F 185  (6)  U-3 

$66,821,50 

Days 

8/12/61 

Livingston-So,  “East  G West 

SMP  1699-61 , Gallatin 

W,B,  Harding 

Crushing  G 

7/19/61 

120  Cal. 

8/14/61 

Susp. 

65 

Madison  G Beaverhead  Cos, 

$47,415.00 

Stockoilina 

Days 

1/6762 

MONTHLY  JRUCTION  REPORT  f ) 

Month  Ending  March  31,  1962 
DISTRICT  THREE  - GREAT  FALLS 
Division  310  ° Great  Falls 


I-IG«ING  15-4  (4)  182  U-2 

2.770 

Hilde  Const, 

Gr.  ,Surf. ,PMS, 

9/28/60 

300  Cal, 

10/12/60 

Shutdown 

& F 214(3)  U-1,  Helena-So, 

I 

$1,129,813.43 

Dr,  & Dual  260.5’ 

St.  UP 

Days 

10/19/61 

I~IG=ING  15-4  (4)  182  U-4 

1.248 

S, Birch  Inc,  & 

Gr,  ,Surf,  ,PMS,  or. 

,5/24/61 

300  Cal, 

6/8/61 

Shutdown 

& I 15-4  (5)  185  U-1 

S. Birch  & Sons 

242,5®  Interch.  & 

Days 

11/30/61 

Helena-Noo 

$636,632,67 

I=IG-ING  15-4  (4)  182  U-6 

1.248 

US  Steel  Corp, 

Fencing  & Cattle 

5/24/61 

100  Cal, 

9/27/61 

Susp. 

G I 15-4  (5)  182  U-2 

Cyclone  Fence  Dept.  Guards 

Days 

11/9/61 

Helena-No. 

I 15-4  (6)  186  U-3 

Mont.Engr,  & Const, Dual  118,0®  Cone. 

12/20/61 

8/31/62 

3/26/62 

=_ 

5 

Helena-No, 

$130,183,48 

OP  & 204.5®  Cone. 

Inter, 

I 15-4  (9)  194  U-1  J2o663 

Earl  L„  McNutt  & 

Gr. ,Surf, ,PMS, 

6/14/61 

400  Cal. 

7/19/61 

Fair  ] 

LOi 

Helena  Hill-Sieben 

Frank  Baulne 
$3,788,848.75 

Dr,  & Dual  118,0® 

Str, 

Days 

I 15-4  (9)  194  U-2  ] 

12.663 

Tsehaehe  Bros. 

Fencing  & Cattle 

6/14/61 

150  Cal, 

6/28/61 

== 

__ 

Helena  Hill-Sieben 

$79,149.25 

Guards 

Days 

I 15-4  (10)  182  & F 214 

3.469 

Highii^y  Steel 

Signing  & 

7/5/61 

150  Cal, 

10/3/61 

Shutdown 

(4) ,Lo&G,CoeLine  NOo 

$61,237.71 

Delineation 

Days 

12/8/61 

I 15-4  (12)  207  U-1 

3,388 

King  & McLaughlin 

Gr, ,Surfo ,PMS, 

10/25/61 

300  Cai, 

11/6/61 

Good 

75 

Sieben-No.  & So. 

$2,110,638.04 

Fencing  & Dr. 

Days 

I 15-4  (12)  207  U-2 

=■==== 

Fred  Strandberg 

Dual  113.0®  Str, 

10/25/61 

7/31/62 

Not  Started 

Sieben-Noo  & So, 

$89,445,74 

& 63,  i®  Br. 

I 15-5  (13)  239  U-1 

9.702 

Baltruseh  Const. 

Gr. ,Surf, ,PMS 

3/22/61 

420  Cal. 

4/24/61 

Fair 

14 

Hardy  Creek -Cascade 

$1,741,788.17 

& Dr, 

Days 

I 15-5  (13)  239  q-3 

9.702 

Boulet  Const. 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Shutdown 

Hardy  Creek -Cascade 

$60,050,85 

Days 

11/14/61 

F 65  (8)  U-i 

1.232 

Robertson  & Cave 

Gr. .Agg.Surf. , 

12/20/61 

100  Cal, 

Not  Started 

Sun  River “Choteau 

$58,463.87 

BST  & Dr. 

Days 

F 180  (4)  & U 277  (5) 

3, 198 

Mont. Sand  & Grav. 

Minor  Gr. ,Surf. , 

6/27/61 

70^  Cal. 

7/31/61 

Shutdown 

Great  Falls  St. 

$239,875.32 

PMS , SCO , Med. Curb. 

& Dr, 

Days 

10/6/61 

F J80  (5)  & S-US  386  il) 

3,695 

McLaughlin . Inc. 

Gr. .Agg.Surf . ,PM 

1/24/62 

150  Cal. 

3/30/62 

=_ 

Great  Falls  Sts. 

$251,948.65 

Bit. Surf,  & Dr, 

D ay  s 

F 238  (8)  U-i 

8.476 

Nil son -Smith 

Gr. ,Agg,Surf.  .PM 

i/18/62 

200  Cal. 

Not  Started 

Wolf  Creek -Augusta 

$637,044.20 

Bit. Surf.  & Dr. 

Days 

F 238  (8)  U-2 

Watters  Const. 

294,0®  Steel  Br, 

1/18/62 

10/31/62 

3/ 6/ 62 

== 

7 

Wo*'  f Creek -Augusta 

$133,734,30 

U 249  (14)  U-1,U-UG  376 

0.513 

C.B.Lauch  Const. 

Gr. ,Surf , ,Pave. , 

5/24/61 

7/31/62 

6/13/61 

Shutdown 

(3)  U-1,  Helena  Sts. 

$300,715.78 

PMS,  OP  & Dr. 

11/30/61 

0 249  (14)  U-2,  U-UG  376 

===== 

Allen  Electric 

Traffic  Signals 

11/29/61 

45  Cal, 

Not  Started 

U-2,  Helena  Sts. 

$15,540,92 

Days 

S 290  (13)  U-1 

9. 506 

S. Birch,  Inc,  & 

Gr. ,Agg.Surf. ,PM 

3/28/62 

250  Cal. 

Not  started 

Geraldine-Fort  Benton- 

S.  Birch  & Sons 

Bit. Surf.  & Dr. 

Days 

$388,571,90 

X- 


MONTHLY  CC^  jRUCTION  REPORT 

Month  Ending  March  31.  1962  

Division  310  - Continued 

U-F-FX;  395  (4)  Robertson  & Cave  1,125.75®  S£C  Br.  2/17/60  10/31/61  3/15/60  Shutdown  99 

Great  Falls  Sts.  $1,139.281.67  11/20/61 

Division  320  - Havre 


S 13  (5)  U-1 

5,288 

0®Neil  Const. 

Gr, ,Surf. ,PMS 

3/27/61 

200  Cal, 

4/26/61 

Shutdown  93 

Rudyard-Goldstone 

$327,239.94 

& Dr. 

Days 

11/13/61 

S 179  (4) 

6.315 

Allen  Stuber 

Gr, ,Surf,  & Dr. 

6/14/61 

200  Cal, 

7/12/61 

Shutdown  95 

Harlem-Hogeland 

$120,348.25 

Days 

12/2/61 

S 290  (12) 

1.688 

N.A.Nelson  Const, 

Gr. ,Surf . ,PMS, 

7/19/61 

7/31/63 

8/16/61 

Poor  5 10 

"Geraldine 

$526,260.65 

Dr.  & 708.0®  St.Br. 

t 

S 301  (8)  U-1 

4.993 

0*Neil  Const. 

Gr, .Agg.Surf, ,PM 

2/21/61 

150  Cal, 

Not  Started 

Havre-Simpson-C.  Line 

$216,399.85 

Bit. Surf,  & Dr. 

Days 

S 366  (6) 

4.073 

0®Neil  Const. 

Gr, .Agg.Surf. 

12/20/61 

200  Cal, 

Not  Started 

Sunburst-Sweetarass 

$126,200.71 

& Dr, 

Days 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 


S 32  (11) 

" 7.408 

Haggart  Const. 

Gr. ,Surf, ,PMS, 

7/5/61 

140  Cal, 

7/27/61 

Shutdown 

62 

Glendive-Richey-NW 

$291,557.58 

Seal  & Dr. 

Days 

11/13/61 

I 94-7  (3)  240 

Otto  J.  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

__ 

11 

2 

Wibaux-East  & West 

$169,195,29 

I 94-7  (4)  233  U-1 

6.169 

Albert  Lalonde 

Gr, .Agg.Surf, ,PMS, 

10/25/61 

300  Cal, 

11/14/61 

Resumed 

23 

0 

Wibaux -West 

$1,054,732,96 

Fencing  & Dr, 

Days 

3/7/62 

I 94-7  (4)  233  U-2 

8.105 

Albert  Lalonde 

Gr , , Agg, Surf. , PMS , 

10/25/61 

300  Cal, 

11/14/61 

Resumed 

27 

3 

Wibaux-East 

$1,113,399,82 

Fencing  & Dr, 

Days 

3/7/62 

S 238  (1)  U-1 

6. 586 

Joe  Mayo  & Son 

Gr. .Agg.Surf, 

1/24/62 

200  Cal. 

3/29/62 

__ 

0 

Circle-So.  & East 

$164,483.25 

& Dr. 

Days 

S 238  (1)  U-2 

Otto  J,  Eickhof 

Structures 

12/20/61 

10/31/62 

Not  Started 

Circle-So.  & East 

$68,834.04 

S 258  (3) 

6.723 

0®Neil  Const, 

Gr. .Surf.  & Dr. 

1/25/61 

200  Cal. 

5/22/61 

Shutdown 

99 

Rock  Springs-Van  Norman 

$180,511.91 

Days 

11/20/61 

S 258  (4) 

7,820 

O'Neil  Const, 

Gr, ,Surf.  & Dr. 

9/27/61 

240  Cal. 

10/16/61 

Shutdown 

20 

Rock  Sorings-Van  Norman 

$184,266,53 

Days 

11/22/61 

Division  420  - Wolf  Point 

S 73  (4)  U-1 

8,444 

Schultz  & Lindsay  Gr, ,Surf, ,PMS 

7/5/61 

250  Cal, 

9/11/61 

Shutdown 

50 

Reserve-No, Dak,  Line 

$314,455.62 

& Dr. 

Days 

11/22/61 

F 84  (30)  U-1 

10.851 

Schultz  & Lindsay  Agg.Surf,  & PM 

11/29/61 

90  Cal, 

Not  Started 

W.  of  W, Point-No. Dak. 

$234,300.24 

Bit, Surf. 

Days 

F 144  (6)  U-1,  S 368(13) 

6. 760 

Richardson  Const, 

Gr. .Surf, ,PMS, 

5/21/61 

240  Cal. 

6/13/61 

Shutdoivn 

78 

& S 368  (14),  Glasgow- 
Nashua-Opheim-C, Line 

$849,261.16 

Dr.  & TT  Br. 

Days 

11/17/61 

F 144  (6)  U-2 

Watters  Const, 

Traffic  Signals 

12/20/61 

45  Cal, 

Not  Started 

First  Ave. No. -Glasgow 

$14,881.22 

V.. 
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MONTHLY  COr^vfRUCTION  REPORT 
Month  Ending  March  31,  1962 
Division  420  - Continued 
F 315  (15)  12.052 

Van  Norman -Glasgow 
Division  430  - Lewistown 
F 103(10)  U-1  & F 333(38)11.452 
U~1 ,Lewistown-Roy,G.Range-Malta 
F 333(27)  U-1  & F 26(6)  11.218 

U-1 .Roundup -G. Range-Malta 
S 399  (2)  0.991 

Melstone-Mosbv 

DISTRICT  FIVE  - BILLINGS 


Wickens  Bros. 
$565.457.30 


NW  Engr.  Co. 
$688,619.99 
Peter  Kiewit 
$723,297.09 
Wickens  BroSc 
591.866. 17 


FUl  9 (1)  U-1 

5.200 

S.H. Arkwright 

St,  Xavier-4)ardin 

$330,527.87 

FLH  9 (1)  U-2 

4.400 

Richardson  Const. 

St.  Xavier -Hardin 

$219,746.85 

S 50  (4) 

7,962 

Albert  Lalonde 

Hyshara-East  & So, 

$218,704.73 

S 71  (4) 

0.512 

W, Mack in  & Son 

Ryegate-South 

$72,786.12 

I 90-7  (8)  387  U-1  & 

5.914 

S.H, Arkwright 

I-IG  90-8  (12)  388  U-2 

$1,004,665.33 

Reed  Point-W.  & E. 

I 90-7  (8)  387  U-2  & 

Strandberg  & Assoc 

I_tG  90-8  (12)  388  U-3 

$251,586.34 

Reed  Point-W.  & E. 

I 90-7  (8)  387  U-3  & 

10.547 

Clair  Boulet 

I-IG  90-8  (12)  388  U-4 

$81,017.00 

Reed  Point-W.  & E. 

I 90-8  (10)  451 

— — 

W. R.Cahoon  Const. 

Yellowstone  Riv.Br. 

$808,983,80 

I-IG  90-8  (12)  388  U-2 

4.633 

S.H. Arkwright 

Reed  Point-East 

$1,046,792.32 

IG  90-8  (13)  395 

Waddell  Const. 

Reed  Point-East 

$92,851.18 

I 94-1  (5)  51 

Husman  Bros, 

Yellowstone  Co, Interstate 

$294,400.62 

U-FG  228  (16) 

1. 466 

Schultz  & Lindsay 

Laurel -Billings 

$1,043,348.05 

S 260  (3)  U-1 

11.412 

Albert  Lalonde 

Lodge  Grass-St, Xavier 

$211,507.28 

I 


Gr.  ,Surf.  & Dr. 

8/30/61 

330  Cal. 

10/9/61 

Shutdown 

17 

Days 

12/5/61 

Gr, ,Cem,Stab.Base, 

7/5/61 

220  Cal, 

8/17/61 

Shutdown 

28 

PMS  & Dr. 

Days 

11/14/61 

Gr. ,Cem. Stab. Base, 

2/21/61 

220  Cal, 

4/11/61 

Shutdown 

89 

PMS  & Dr. 

Days 

11/10/61 

Gr, ,Surf. ,Dr,  & 

9/27/61 

7/31/62 

10/24/61 

Shutdown 

60 

131.5®  Prestress. Br. 

2/26/62 

Gr. , Agg.Surf, , 

10/25/61 

180  Cal, 

3/27/62 

7 0 

PMS  & Dr. 

Days 

Gr. , Agg.Surf.  , 

3/28/62 

140  Cal. 

Not  Started 

PMS  & Dr. 

Days 

Gr, ,Surf.  & Dr. 

6/14/61 

220  Cal. 

6/21/61 

Susp, 

94 

Days 

12/20/61 

141.5®  Conc.Br.  , 

12/20/61 

8/31/62 

3/28/62 

6 0 

Gr.  .Agg.Surf.  G Dr, 

» 

Gr. , Agg.Surf. , 

Subj , to 

380  Cal. 

PM  Bit. Surf, 

BPR  Cone. 

Days 

G Dr. 

G R/W  Clear. 

7 Structures 

Subj.  to 

5/31/63 

BPR  Cone. 

G R/W  Clear. 

Fencing 

Subj . to 

300  Cal. 

BPR  (k)nc. 

Days 

G R/W  Clear. 

937.75®  St.Br. 

5/23/60 

8/30/62 

6/22/60 

— 

--  99 

Gr. .Agg.Surf.  ,PM 

Subj , to 

200  Cal, 

Bit. Surf.  G Dr. 

BPR  Cone. 

Days 

G R/W  Clear, 

248.5®  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

-- 

— 0 

580.25®  St.  Br, 

12/20/61 

7/31/63 

3/19/62 

— 

— 0 

Gr. .Agg.Surf.  ,C, S, 

11/29/61 

11/30/63 

1/29/62 

Fair 

19  4 

Base, Cone, Pave, ,PM 

Bit, Surf. 

G Dr. 

Surf,  G PMS 

7/5/61 

100  Cal. 

8/28/61 

Susp. 

52 

Days 

10/27/61 
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MONTHLY  COT^^rRUCTION  REPORT 
Month  Ending  March  31.  1962 
Division  510  - Continued 
S 399  (1)  7.824 

Melstone-Mosb^ 


Gr. .Agg.Surf.  & Dr.  2/21/62 


180  Cal. 
Days 


Not  Started 


Division  520  - Miles  City 

I 94-3  (3)  114  U-1 

6.246 

Schultz  & Lindsay 

Gr. ,Surf. ,PMS  & Dr. 

7/19/61 

350  Cal. 

9/28/61 

Resumed 

16 

& I 94-4  (9)  119  U-1 
Hathaway-East  & West 

$829,372.47 

Days 

3/8/62 

I 94-3  (3)  114  D-2 

F,  L,  Flynn  & Co. 

Structures 

7/19/61 

5/31/62 

8/14/61 

Susp, 

74 

Hathaway-East 

$56,566.02 

12/5/61 

I 94-3  (3)  114  U-3  & 

6.246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal, 

Not  Started 

I 94-4  (9)  119  U-2 
Hathaway-East  & West 

$31,598.00 

Days 

I 94-4  (6)  136  0-1  & 

12.442 

Peter  Kiewit 

Gr. ,Surf, ,Conc. 

4/19/61 

400  Cal. 

6/18/61 

Resumed 

60  45 

F 86  (20)  U-1 

$2,849,375.73 

Pave. ,PMS  & Structures 

Days 

3/26/62 

Miles  City-East 

I 94-4  (6)  136  U-2 

11.597 

W. Mack in  & Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Shutdown 

76 

Miles  City-East 

$62,799.00 

Days 

12/4/61 

I 94-4  (8)  120  U-1 

7.308 

Schultz  & Lindsay 

Gr. ,Surf. ,PMS  & Dr, 

7/19/61 

400  Cal. 

8/17/61 

Resumed 

34 

Hathaway-East 

$1,302,922.13 

Days 

3/22/62 

I 94-4  (8)  120  U-2 

_===_ 

N. A. Nelson  Const, 

173.0'  Pres. 

7/19/61 

5/31/62 

10/11/61 

Shutdown 

23 

Hathaway -East 

$46,597.18 

Interch. 

11/20/61 

I 94-4  (8)  120  U-3 

7.308 

W.Mackin  & Sons 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

Shutdown 

59 

Hat haway -East 

$47,215,00 

Days 

11/20/61 

F 156  (10)  U-1  & F 156 

13.187 

Albert  & Marshall 

Gr, , Surf. , G PMS 

7/5/61 

300  Cal. 

8/28/61 

Shutdown 

24 

(11)  U-1,  Olive-M.City 

$759,600.10 

Days 

12/6/61 

F 156  (11)  U-2 

Holm  Const. 

138.0*  Conc.Br, 

4/19/61 

11/30/61 

6/2/61 

Shutdown 

99 

Olive-M.City 

$49,164.09 

12/26/61 

F 157  (16)  0-1 

5.000 

Hilling  Const. 

Gr. , Agg.Surf. ,PM 

1/24/62 

200  Cal. 

Not  Started 

Miles  City -Jordan 

$296,315.69 

G Dr. 

Days 

F 157  (16)  U-2 

Otto  Eickhof 

101.5*  Pres.  Cone. 

11/29/61  7/31/62 

Not  Started 

Miles  City-Jordan 

$34,756.77 

Br. 

S 259  (2)  U-1 

9.033 

Weaver  Const. 

Gr, .Agg.Surf. ,PM 

3/28/62 

200  Cal. 

Not  Started 

Rosebud-Cartersville-E. 

$418,119.38 

Bit. Surf. , Dr.  G 38* 

TT  Br. 

Days 

S 333  (2) 

5.260 

Hilling  Const, 

Gr.  .Surf.  Gor. 

11/29/61  200  Cal. 

3/12/62 

0 0 

Savle-East 

$185,758.38 

Days 
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MONTHLY  CONSTBUCIION  REPORT 

Month  Ending  April  30,  1962 

Project  Number  Contractor  and 

and  Location  Mileage  Bid  Price 

DISTRICT  ONE  ^ MISSOULA 
Division  110  - Missoula 
(6) 


) 

STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


Type 


I 90-1  (6)  43  U-I  6,686 

Superior-East  & West 

I-IG  90-2  (12)  118  U-1  — — 

Pi Itzvi 11 e-Clinton 

I-IG  90-2  (12)  118  U-2  — — 

Pi itzvill e-Clinton 

I 90-3  (8)  180  U-I  & 8,603 

F 184  (14),  Deer  Lodge-No, 

& So,  & Beartnouth-D, Lodge 
I 90-3  (8)  180  U-3  ''  8,603 

Deer  Lodge -No,  & So, 

I 90-3  (10)  180  8,603 

Deer  Lodge-No,  & So, 

ROW  F 90  (5)  — 

Idaho  Line-Noxon 

F-PG  215  (7)  0,252 

Hiagins  Ave, -Msla,  Road 

F-re  219  (16)  U-2  — 

Missoula-Arlee 

S 221  (2)  5,189 

Thompson  Falls-West 

S-SG  272  (2)  1,731 

NW  Frenchtown-West 

S 291  (6)  5,406 

Avon-Helmville 

S 328  (1)  1,215 

Conner “Cutoff 
SMP  3199-61 

Mineral  G Missoula  Counties 
Division  120  - Kalispell 
S 7 (6)  U-1  6,549 

Kalispell“Half  Moon 
S 65  (4)  U-1  4.858 

Clearwater -Big  Fork 


Zook  Bros,  Const, 
$1,096,572,11 
Watters  Const, 
$223,014,57 
A & B Const. 
$91,717,05 
Holland  Const, 

$1 ,565,955,46 


Gr,  , Agg.Surf,  , 
PMS.Dr.  <5  17,25” 
Dual  353,0”  OP 

284,5”  Cone,  Br, 

Gr, .Agg.Surf,  , 
PMS  & Dr. 


Sep 


Colo,  Fuel  & Iron  Fencing  & 


$54,373,04 
Highiva}^  Steel 
$27,357,04 
Bohleen  & Duke 
$1,404,64 
Sletten  Const, 
$988,381,36 
Riklin  Const, 

$61 .618,24 
Bud  King  Const, 
$224,289,40 
Naranche  & Konda 
$46,331,95 
Peter  Kiewit 
$336,918.99 
Bud  King  Const, 
$228,546.43 
Mountain  Const, 
>79,335,00 


Cattle  Gds, 

Signing  & 

Delineation 

Fencing 

Gr,  ,Agg,Surf, 

PMS„  Dr,  & 972.0”  S 
173.0”  Cone .Beam 
Hway  over  RR  OP 
Gr,  , Agg, Surf „ & Dr, 

Surf. ,PMS  & 

Seal  Coat 
Gr. .Cem.Stab, 

Base, PMS  <&  Dr, 

Gr.  .Surf . ,RM0,  Dr, 

& 2 Cone,  Strs. 
Crushing  & 
Stockpiling  _ 

Gr, .Agg.Surf.  & Dr. 


United  Paving 
$457,921.94 

Zook  Bros.  Const.  Gr, ,Agg. Surf , .PMS 
$512,338.14  & Dr, 


Contract 

Date  of 

Work 

Pro- 

Men 

% 

Awarded 

Completion 

- .. 

gress 

Emp. Comp 

1/21/60 

330  Cal. 

3/29/60 

Susp, 

97 

Days 

9/16/61 

2/21/61 

6/30/63 

3/21/62 

Good 

13 

7 

4/25/62 

6/30/63 

Not  Started 

5/25/60 

300  Cal, 

6/13/60 

Resumed 

99 

Days 

4/18/62 

5/25/60 

100  Cal. 

6/21/60 

Susp, 

93 

Days 

7/20/61 

7/5/61 

150  Calo 

9/27/61 

Su  sp , 

87 

Days 

12/8/61 

1/26/62 

60  Cal, 

4/9/62 

Completed 

Doy  s 

4/23/62 

6/27/61 

6/30/63 

10/16/61 

Good 

35 

39 

• ir« 

3/28/62 

10/31/62 

Not  Started 

2/21/61 

200  Cai, 

2/20/62 

Good 

13 

14 

Days 

7/19/61 

50  Cal, 

8/16/61 

Susp, 

79 

Days 

9/12/61 

7/19/61 

150  Gal. 

Not  Star 

ted 

Days 

4/19/61 

200  Cal, 

6/29/61 

Resumed 

80 

Days 

4/17/62 

6/29/61 

120  Cal, 

8/4/61 

99 

Da  vs 

3/22/61 

150  Gal. 

4/12/61 

Shutdown 

94 

Days 

11/9/61 

11/22/60  180  Cal. 

11/9/60 

Shutdown 

91 

Days 

10/25/61 

MONTHLY  ^JlSTRUCTION  REPORT  ) 

Month  Ending  April  20,  1962 
Division  120  (Continued) 


F 102  (2)  & F 270  (11) 

Highway  Steel 

Guard  Rail 

10/25/61 

. 40  Cal. 

4/17/62  Good 

6 

15 

Polson=Big  Fork -Haines  Corner 

$12,908,00 

Days 

F 191  (19)  U~1  5»548 

F G S Cont,  Co. 

Gr.  .Agg.Surf.  ,PMS 

4/23/62 

250  Cal. 

Not  Started 

Pablo=Kalispell 

$968,935,33 

€r  Dr. 

Days 

F 191  (20)  U-I  7,300 

Curtis  Const, 

Gr,  .Surf.  ,PMS  & 

3/22/61 

150  Cal. 

4/4/61  Shutdown 

83 

Pablo-Kalispell 

$281,156.53 

Days 

11/3/61 

F 191(21)U2.F  259(9)U2  26,603 

Asphalt  Const. 

4/23/62 

60  C5il, 

Not  Started 

& S 65(4)U2. Pablo- 

$53,356,47 

Days 

Kalispell .Hamilton- 

Florence, Clearwater- 

Big  Fork, 

S 325  (1)  U=2  — — 

C.B.Lauch  Const. 

121,5®  Conc.Br, 

11/29/61 

8/31/62 

4/16/62  Fair 

6 

4 

Libby  Fish-Hatchery 

$46,020,42 

SRF  2799-62,  Missoula  — — 

Chas. Shannon  Co, 

Cr,  & Stockpiling 

4/23/62 

130  Cal. 

Not  Started 

Lincoln .Flathead, Lake  Cos, 

$158,800.00 

Days 

DISTRICT  'raO  - BUTTE 

Division  210  - Butte 

S 6 (4)  U-1  7,027 

McLaughl in , Inc, 

Gr, .Agg.Surf, ,PMS 

8/30/61 

240  Cal, 

9/26/61  Resumed 

22 

41 

Townsend “Can yon  Ferry-Cl asoil 

$319,862.15 

& Dr. 

Days 

4/4/62 

F 13(6)U2.  F 43(15)U2,  — — 

United  Paving  Co, 

Seal  Coat 

4/23/62 

60  Cal, 

Not  Started 

F 217(12)02,  F 217(13)U2, 

$131,985,62 

Days 

S 9(9)U2,S  366(2)U2,S  273^3)02 
Livingston-So. , Wisdom=Divide, 
Gardin er^Living St on i Cardwell “ 
Boulder, Emigrant  Br*  & Appo , 
Pray-Siding=Mil J Creek 


I 15-1  (11)  37  U=1 

Idaho  Lin  e-Dillon 

7.775 

Nil  son -Smith 
$1,043,487,45 

Gr,  .Agg.Surf,  ,PMS 
& Dr, 

3/22/61 

400  Cal, 
Days 

6/16/61  Resumed  40 
4/2/62 

65 

I 15-1  (11)  37  U-2 

Idaho  Lin  e-Dill  on 

Ralph  Huckaba 
$222,558,72 

4 Presto  Br,  “567, 0“ 

3/22/61 

6/30/62 

4/17/61  Good  10 

83 

I 15-1  (11)  37  U-3 

Idaho  Line—Dillon 

4,500 

Hidreth  Const, 
$29,997,97 

Fencing 

4/17/61 

200  Cal. 
Days 

6/20/61  Shutdown 
12/5/61 

26 

I 15-2  (14)  127  U-1, 

F 207  (8)  & F 279  (4) 
Butte  Streets 

3,361 

Bud  King  Const, 
$1,726,708.52 

Gr. .Surf ,, Cone,  8/30/61 

Pave. ,PMS,  Seal  Coat,  & Dr. 

400  Cal. 
Days 

9/26/61  Resumed  7 
4/23/62 

7 

I 15-2  (14)  127  U^2 

Butte  Urban 

2.708 

U.S, Steel  Corp, 
$62,087.38 

Fencing 

8/30/61 

200  Cal, 
Days 

Not  Started 

I-IG  15-2  (17)  130  U-1  1,296 

& S 213  (4), Butte  Streets 

King  & McLaughlin 
$732,528.92 

Gr, .Agg.Surf, ,Cem, 
Stab, Base, Cone, Pave. 
PMS  & Dr. 

4/25/62 

300  Gal, 
Days 

Not  Started 

I-IG  15-2  (17)  130  U-2 

E,  Butte  Interchange 

Waddell  Const, 
$227,822.64 

3 Structures 

6/30/63 

Not  Started 

MONTOLY  wJlSTRDCTION  REPORT 
Month  Ending  April  30,  1962 

Division  210  (Continued) 


I-IG  15-2  (17)  130  0-3 

1„470 

U.S. Steel  Corp.  Fencing 

4/25/62 

150  Cal. 

Not  Started 

E. Butte  Interchange 

$18,124,79 

Days 

F 42  (1)  U-1 

9.226 

S, Arkwright, Inc.  Gr. ,Surf.  & PMS 

7/19/61 

250  Cal. 

8/14/61 

Shutdown 

51 

Idaho  Line=Wisdom 

$699,594.72 

Days 

11/18/61 

F 42  (1)  U-2 

Watters  Const.  214,5'  Conc.Str, 

7/19/61 

7/31/62 

8/2/61 

Shutdoivn 

65 

Idaho  Line^Wisdom 

$69,600.05 

10/19/61 

S 167  (6) 

4.978 

Hilde  Const.  Gr. ,Surf. ,BST  & Dr, 

7/5/61 

220  Cal, 

8/24/61 

Shutdown 

57 

Cardivell -Southeast 

$341,016.40 

Days 

11/17/61 

Division  220  - Bo^enan 

S 49  (7)  U-1 

8.979 

S. Birch,  Inc.  & Gr. ,Surf . , PMS,  Dr. 

10/25/61 

200  Gal, 

11/6/61 

Resumed 

22 

21 

Fort  Logan=W.S. Springs 

S. Birch  & A)ns  & 29®  TT  Br. 

Days 

4/3/62 

$294,071.82 

I=IG  90-6  (2)  309  ll-l 

5.275 

Goodfellow  Bros,  Gr.  , Surf,  , PMS,  Dr, 

5/24/61 

420  Gal, 

6/15/61 

Resumed 

63 

56 

Rocky  Canyon  Road 

$4,058,435.93  & 3 Structures 

Days 

4/9/62 

I-IG  90-6  (2)  309  U-2 

5.275 

Tschache  Bros.  Fencing 

6/5/61 

150  Cal, 

6/22/61 

Susp, 

25 

Rocky  Canyon  Road 

$39,885.60 

Days 

i 0/24/6 ! 

I-IG  90-7  (9)  327  U-1 

12.087 

King  & McLaughlin -Gr.  ,Suri.  .Pi'iS,  Dr. 

12/21/60 

350  Cal. 

1/25/61 

Good 

88 

66 

& F 185  (6)  U-1 

$3,134,965.16  & Ii’r.  Facilities 

l)  § 

Livingston-So. “East  & We 

St 

I-IG  90-7  (9)  327  U-2 

Schultz  & Lindsay-1,486.5*  SGC  04* 

12/21/60 

6/30/62 

1/30/61 

Fair 

14 

85 

Livingston -So.  & East 

$404,374.87 

I=.IG  90-7  (9)  327  U-3 

12.087 

Lahren  Const.  Fencing 

12/21/60 

150  Cal. 

3/14/61 

Shutdown 

6i 

& F 185  (6)  U-3 

$66,821.50 

Days 

8/12/61 

Livingston-Soe -East  & West 

SIP  1699-61 , Gal  Latin 

W.  B.  Harding  Cr.  & Stockpiling 

7/19/61 

120  Cal, 

8/14/6i 

Su  sp , 

6 

71 

Madison  & Beaverhead  Cos 

$47,415.00 

L)  3 V 5 

1/6/62 

DISTRICT  THREE  - GREAT  FALLS 

I-IG-ING  15-4'  (4)  182U2 
& F 214(3)Ul,Helena-So. 

'ZfTO 

Hilde  Const. 
$1,129,813.43 

Gr, .Surf. .PMS,  Dr, 

& Dual  260.5“  St. UP 

9/28/60 

300  Cal, 
Days 

10/12/60  Shutdown 
10/19/61 

79 

I-IG-ING  15-4  (4)  182U4 
& I 15-4  (5)  185  U1 
Helena=No. 

1.248 

S, Birch,  Inc.  & 
S, Birch  & Sons 
$636,632.67 

Gr,  ,Surf.  ,PMS.  Dr.  , 
242,5'  Interch,  G 
214.5'  Sep. 

5/24/61 

300  Cal. 
Days 

6/8/61  Good  24 

72 

I-IG-ING  15-4  (4)182U6 
& I 15-4  (5)  182  U-2 
Helena-No. 

1.248 

U.S, Steel  Corp. 
$32,110,94 

Fencing  G Cattle  Gds 

, 5/24/ 61 

100  Cal. 
Days 

9/27/61  Susp. 

11/9/61 

74 

I 15-4  (6)  186  U-1  & 

5 2 (15)  U-1,  Helena-No. 

6 Lake  Helena-West 

9.994 

Zook  Bros. 
$1,924,473.59 

Gr. .Agg.Surf. ,PMS  G 
Dr. 

4/25/62 

400  Cal. 
Days 

Not  Started 

I 15-4  (6)  186  U-2 

Helen  a -North 

A G B Const. 
$77,437.23 

50.0'  Cone.  Br, 

4/25/62 

10/31/62 

Not  Started 

J 


MONTHLY  « JjSTRUCTION  REPORT 
Month  Ending  April  30.  1962 


Division  310  - Continued 


I 15-4  (6)  186  U-3 

Mont.Engr,  G Const, 

Dual  118,0’  Cone, 

12/20/61 

8/31/62 

3/26/62 

Good 

12 

14 

Helena-No, 

$130,183.48 

OP  G 204.5’  Cone. Inter, 

I 15-4  (6)  186  U-4 

8,170 

Strandberg  G 

Fencing 

4/25/62 

250  Cal. 

Not  Started 

Helena-No, 

Senecal  G Mininger 
$40,106.15 

Days 

I 15-4  (9)  194  U-1 

12,663 

McNutt  G Baulne 

Gr.  .Surf.  ,PMS,  Dr. 

6/14/61 

400  Cal. 

7/19/61 

Good  122 

29 

Helena  Hill-Sieben 

$3,788,848.75 

G Dual  118.0’  Str. 

Days 

I 15-4  (9)  194  U-2 

12.663 

Tschache  Bros. 

Fencing  G Cattle 

6/14/61 

150  Cal. 

6/28/61 

Poor 

__ 

67 

Helena  Hill-Sieben 

$79,149.25 

Guard 

Days 

I 15-4  (10)  182  & F 214 

3.469 

Highway  Steel 

Signing  G 

7/5/61 

150  Cal. 

10/3/61 

Shutdown 

85 

(4) , L,GC, Co, Line  No. 

$61,237,71 

Delineation 

Days 

12/8/61 

I 15-4  (12)  207  U-1 

3,388 

King  G McLaughlin 

Gr, .Surf,  .PMS. 

10/25/61 

300  Cal, 

11/6/61 

Good 

66 

36 

Sieben-NOo  6 So, 

$2,110,638,04 

Fencing  G Dr. 

Days 

I 15-4  (12)  207  U-2 

Fred  Strandberg 

Dual  113.0’  Str, 

10/25/61 

7/31/62 

4/6/62 

Good 

6 

0 

Sieben-No,  & So, 

$89,445.74 

G 63,1’  Br. 

I 15-4  (14)  185 

1,248 

Skinner  Enterpr. 

Signing  G 

4/25/62 

60  Cai. 

Not  Started 

Helena-No. 

$18,975.37 

Delineation 

Gays 

I 15-5  (13)  239  U-1 

9,702 

Baltrusch  Const, 

Gr.  ,Surf. ,PMS 

3/22/61 

420  Cai, 

4/24/61 

Good 

20 

50 

Hardy  Creek -Cascade 

$1 ,741.788,17 

G Dr. 

Days 

I 15-5  (13)  239  U-3 

9,702 

Boulet  Const. 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Shutdown 

53 

Hardy  Creek -Cascade 

$60,050.85 

Days 

11/14/61 

I 15-5  (17)  239 

9.702 

Skinner  Enterpr, 

Signing  G 

4/25/62 

100  Cal, 

Not  Started 

Hardy  Creek -Cascade 

$21,450.14 

Delineation 

Days 

F 65  (8)  U-1 

1.232 

Robertson  G Cave 

Gr, . Agg.Surf. ,BST 

12/20/61 

100  Cal, 

Mot  Started 

Sun  River-Choteau 

$58,463.87 

G Dr, 

Days 

S 82  (1)  U-1 

5,901 

Nilson-Smith 

Gr, .Agg.Surf. ,PMS 

4/25/62 

200  Cal, 

Not  Started 

Choteau -Farming ton 

$211,262.52 

G Dr, 

Days 

F 180  (4)  & U 277  (5) 

3.198 

Mont, Sand  G Gravel 

Minor  Gr,  , Surf,  , 

6/27/61 

70  Cal. 

7/31/61 

Shutdoim 

93 

Great  Falls  Sts, 

$239,875,32 

PMS, SCO,  Med. Curb. 

G Dr. 

Days 

10/6/61 

F 180  (5)  & S-US  386  (1) 

3,695 

McLaughlin,  Inc. 

Gr. .Agg.Surf. ,PMS 

1/24/62 

150  Cal, 

3/30/62 

Fair 

19 

14 

Great  Falls  Sts. 

$251,948,65 

G Dr. 

Days 

F 235(27)  U2  G s 239(4) 

15.389 

Zook  Bros. 

Seal  Coat 

4/23/62 

60  Cal. 

Not  Started 

U2. Armington-Lewistown 

G Great  Falls-So, 

$34,085.05 

Days 

F 238  (8)  U-i 

8.4,76 

Nilson-Smith 

Gr.  .Agg.Surf.  ,PMS 

1/18/62 

200  cal. 

4/16/62 

Fair 

17 

2 

Wolf  Creek -August a 

$736,044.20 

G Dr. 

Days 

F 238  (8)  U-2 

Watters  Const. 

294.0’  Steel  Br. 

1/18/62 

10/31/62 

3/6/62 

Fair 

7 

19 

Wolf  Creek -Augusta 

$133,734.30 

U 249  (14)U1,U-UG  376 

0.513 

C.B.Lauch  Const. 

Gr.  ,Surf . ,Pave.  . 

5/24/61 

7/31/62 

6/13/61 

Shutdovm 

94 

(3)U1,  Helena  Streets 

$300,715.78 

PMS,  OP  G Dr. 

11/30/61 

••fl 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  April  30.  1962 
Division  310  Continued 


U 249  (14)  U2,  U-DG  376 

Allen  Electric 

Traffic  Signals 

11/29/61 

45  Cal. 

Not  Started 

U2,  Helena  Streets 

$15,540.92 

Days 

U=.F»PG  395  (5) 

Robertson  & Cave 

1,125.75’  S&C  Br. 

2/17/60 

10/31/61 

3/15/60 

Shutdoivn 

99 

Great  Falls  Sts. 

$1,139,281.67 

11/20/61 

Division  320  - Havre 

S 12  (9) 

4.866 

Richardson  Const, 

Gr, .Agg.Surf. ,PMS  Al2Slb2 

150  Cal. 

Not  Started 

Harlon-Turner  “Can.  Line 

$288,159,83 

& Br. 

Days 

ROW  S 12  (9) 

E.  L.  Knez 

Fencing 

4/25/62 

60  Cal. 

Not  Started 

Harl  ©Ti  “Turner -Can . Lin  e 

$818.08 

Days 

S 13  (5)  U-1 

5,288 

O’Neil  Const. 

Gr.  ,Surf,  ,PMS 

3/27/61 

200  Cal. 

4/26/61 

Shutdown 

93 

Rudyard-Goldstone 

$327,239.84 

& Dr. 

Days 

11/13/61 

S 179  (4) 

6. 315 

Allen  Stuber 

Gr.  ,Surf.  & Dr, 

6/14/61 

200  Cal. 

7/12/61 

Shutdown 

95 

Harlera-Hogeland 

$120,348.25 

Days 

12/2/61 

F 260  (7)  & F 353  (8) 

5.761 

S.Birch,  Inc.  & 

Gr. , Agg. Surf. , 

Al?>0ib2 

250  Cal. 

Not  Started 

W.Glacier-E. Glacier  & 

S.  Birch  & Sons 

PMS  & Dr. 

Days 

E. Glacier-Browning 

$794,267,45 

S 290  (12) 

1.688 

N. A, Nelson  Const. 

Gr. ,Surf. ,PMS, 

7/19/61 

7/31/63 

8/16/61 

Fair 

8 

14 

Geraldine-Fort  Benton 

$526,260.65 

Dr.  & 708.0’  St.Br. 

S 290  (13)  U-1 

9.506 

S. Birch,  Inc.  & 

Gr. ,Agg. Surf. , 

3/28/62 

250  Cal. 

Not  Started 

Geraldine-Fort  Benton 

S, Birch  & Sons 

PMS  & Dr. 

Days 

$388,571.90 

S 301  (8)  U-1 

4.993 

O’Neil  Const. 

Gr. .Agg.Surf. , 

2/21/61 

150  Cal. 

4/19/62 

Fair 

13 

6 

Havre-Sinipson-C.  Line 

$216,399.85 

PMS  & Dr. 

Days 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr. ,Agg. Surf.  , 

4/25/62 

220  Cal. 

Not  Started 

Fort  Benton-Chester 

$421,229.67 

PMS  & Dr. 

Days 

S 366  (6) 

4.073 

O’Neil  Const. 

Gr. , Agg. Surf.C  Dr. 

12/20/61 

200  Cal, 

Not  Started 

Sun burst -Sweetqrass 

$126,200.71 

Days 

DISTRICT  FOUR  - GLET^DIVE 

Division  410  - Glendive 

S 32  (11) 

7.408 

Haggart  Const. 

Gr. , Surf. ,PMS, 

7/5/61 

140  Cal. 

7/27/61 

Shutdoiw 

62 

Glendive-Richey-NW 

$291,557.58 

Seal  & Dr. 

Days 

11/13/61 

I 94-7  (3)  240 

Otto  J.  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

Fair 

21 

13 

Wibaux-East  & West 

$169,195.29 

I 94-7  (4)  233  U-1 

6.169 

Albert  Lalonde 

Gr. .Agg.Surf. ,PMS, 

10/25/61 

300  Cal. 

11/14/61 

Fair 

35 

8 

Wibaux-West 

$1,054,732.96 

Fencing  & Dr. 

Days 

I 94-7  (4)  233  U-2 

8.105 

Albert  Lalonde 

Gr. .Agg.Surf. .PMS. 10/25/61 

300  Cal. 

11/14/61 

Good 

60 

21 

Wibaux-East 

$1,113,399.82 

Fencing  & Dr. 

Days 

S 238  (1)  U-1 

6.586 

Joe  Mayo  & Son 

Gr. .Agg.Surf.  & 

1/24/62 

200  Cal. 

3/29/62 

Good 

38 

35 

Circle-So.  & East 

$164,483.25 

Dr. 

Days 

S 238  (1)  U-2 

Otto  J.  Eickhof 

Structures 

12/20/61 

10/31/62 

4/4/62 

Fair 

4 

11 

Circle-So.  & East  $68,834.04 
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MONTHLY  .JlSTRUCTION  REPORT 
Month  Ending  April  30,  1962 
Division  410  - Continued 

F 246  (9)U2,F  33(29)U2  56.648  Richardson  const. 

S 8(10)02, S 68(4)02,  $115,789.80 

S 187(8)0s,  S 361(10)02 

Circle-Gl endive, Gras srange-Malta, 

Scobey-Opheini,Hilger-Winifred-Big 

Sandy ,Arniel Is  Creelc-Hays-Harlen, 

Presserville-Girard-Fairvieiv 

S 258  (3)  6.723  O'Neil  Const. 


Rock  Springs-Van  Norman 
S 258  (4)  7.820 

Division  420  - Wolf  Point 
S 73  (4)  0»1  8.444 

Reserve-No. Dak, Line 
F 84  (30)  0-1  10,851 

W. of  W, Point-No, Dako 


$180,511.91 
O’Neil  Const. 
;i84.266.53 

Schultz  & Lindsay 
$314,455.62 
Schultz  & Lindsay 
$234,300.24 


F 144  (6)  0-1,  S 368(13) 
& S 368(14),Glasgow- 
Nashua-Opheim-C.Line 
F 144  (6)  0-2 
First  Ave. No. -Glasgow 


6.760  Richardson  Const. 
$849,261,16 

Watters  Const. 
$14,881.22 


S 239  (2)  0-1  13.422 

Nashua-No. 

F 315  (15)  12.0.52 

Van  Norman -Glasgow 

Division  430  - Lewistoiw 
F 103(10)  01  & F 333(28)11.452 
01 ,Lewistown-Roy,G. Range-Malta 
0 112(3),  0229(15) .&  1,976 

0 235(32), Main  St. -Lewistown 
F 333(27)01  & F 26(6)  11.218 


Richardson  Const. 
$290,595.16 
Wickens  Bros, 
$565,457.30 

NW  Engr.  Co. 
$688,619.99 
Robertson  GBlossom 
$319,924.89 
Peter  Kiewit 


01 , Roundup-G. Range-Malta 


0,991 


BILLINGS 


$723,297.09 
Wickens  Bros. 
$^91,866.17 


Division  510  - Billings 
FUl  9 (1)  0-1  5.200 

St.  Xavier-Hardin 
FLU  9 (1)  0-2  4.400 

St,  Xavier-Hardin 


S.H. Arkwright 
$330,527.87 
Richardson  Const. 
$219,746.85 


Seal  Coat  4/23/62  60  Cal.  Not  Started 

Days 


Gr. ,Surf.  & Dr. 

Gr.  ,Surf.  & Dr, 

1/25/61 

200  Cal. 
Days 

240  Cal. 

5/22/61 

10/16/61 

Completed 

4/20/62 

Resumed 

4/17/62 

1 

3 

21 

Gr, ,Surf. ,PMS 

7/5/61 

250  Cal. 

9/11/61 

Shutdoim 

50 

& Dr. 

Days 

11/22/61 

Agg.Surf.  & PMS 

11/29/61 

90  Cal. 

4/4/62 

27 

1 

Days 

Gr,  ,Surf.  ,PMS, 

5/21/61 

240  Cal. 

6/13/61 

Shutdown 

78 

Dr.  & TT  Br. 

Days 

11/17/61 

Traffic  Signals 

12/20/61 

45  Cal. 

Not  Started 

Days 

Agg.Surf. ,PMS  & 

4/25/62 

220  Cal. 

Not  Started 

Minor  Surf, Prep. 

Days 

Gr, ,Surf.  & Dr. 

8/30/61 

330  Cal, 

10/9/61 

Resumed 

27 

22 

Days 

4/2/62 

Gr. ,Cem. Stab. Base, 7/5/61 

220  Cal, 

8/17/61 

Resumed 

31 

PMS  & Dr. 

Days 

4/13/62 

Gr. .Agg.Surf, , PMS, 4/30/62 

140  Cal, 

Not  Started 

Dr.  & 30.0’  Cone. 

Br. 

Days 

Gr.  ,Cem.Stab. 

2/21/61 

220  Cal. 

4/11/61 

Shutdoiwi 

89 

Base. PMS  & Dr. 

Days 

11/10/61 

Gr.  ,Surf.  ,Dr.  & 

9/27/61 

7/31/62 

10/24/61 

Good 

11 

89 

131.5’  Br. 

Gr. .Agg.Surf. , 

10/25/61 

180  Cal. 

3/27/62 

Good 

26 

22 

PMS  & Dr. 

Days 

Gr. .Agg.Surf. , 

3/28/62 

140  Cal. 

4/25/62 

— 

14 

0 

PMS  & Dr.  Days 
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^»NTHLY  Ia^STRDCTION  REPORT 

Division  510  - Continued 
FLH  9 (1)  U-3  — 

St.  Xavier -Hardin 
S 50  (4)  7.962 

Hysham-East  & So. 

S 71  (4)  0.512 

Ryegate-South 

I 90-7  (8)  387  U-1  & 5.915 

I-IG  90-8  (12)  388  U-2 

Reed  Point-East  & v^est 

I 90-7  (8)  387  U-2  & — — 

I-IG  90-8  (12)  388  U-3 

Reed  Point-East  £■  West 

I 90-7  (8)  387  U-3  & 10,547 

I-IG  90-8  (12)  388  U-4 

Reed  Point-East  & West 

I 90-8  (10)  451  — — 

Yellowstone  Riv.  Br. 

I-IG  90-8  (12)  388  U-2  4,633 

Reed  Point-East 

IG  90-8  (13)  395  — — 

Reed  Point-East 

I 94-1  (5)  51  — — 

Yellowstone  Co, Interstate 
U-FG  228  (16)  1.466 

Laurel-Billings 

S 260  (3)  U-1  11.412 

Lodge  Grass-St. Xavier 

5 399  (1)  7,824 

Melstone-Mosbv 

Division  520 
I 94-3  (3)  114  U-1 

6 I 94-4  (9)  119  U-1 
Hathaway-East  & West 

I 94-3  (3)  114  U-2  — — , 

Hathaway -East 

I 94-3  (3)  114  U-3  & 6.246 

I 94-4  (9)  119  U-2 
Hathaway-East  & West 


W.PoRoscoe  Co. 
$24,985.41 
Albert  Lalonde 
$218,704.73 
W. Mack in  & Son 
$72,786.12 
S.H. Arkwright 
$1,004,665.33 

Strandberg  & Assoc 
$251,586,34 

Clair  Boulet 
$81,017,00 

W.R.Cahoon  Const. 
$808,983.80 
S.H, Arkwright 
$1 , 046 , 792. 32 
Waddell  Const. 
$92,851.18 
Husrnan  Bros. 
$294,400.62 
Schultz  & Lindsay 
$1,043,348.05 
Albert  Lalonde 
$211,507.28 
Frank  E.  Olson 
$177,086.22 

Schultz  & Lindsay 
$829,372.47 

F.L, Flynn  & Co. 
$56,566.02 
Hout  Fencing 
$31,598.00 


65*  Cone,  Br, 

4/25/62 

9/15/62 

Not  Started 

Gr. ,Surf.  & Dr. 

6/14/61 

220  Cal, 

6/21/61 

Resumed 

Days 

4/11/62 

141.5’  Conc.Br. , 

12/20/61 

8/31/62 

3/28/62 

Good 

Gr. ,Agg.Surf,  & Dr. 

Gr. .Agg.Surf. , 

4/6/62 

380  Cal. 

Not  Started 

PMS  & Dr. 

Days 

7 Structures 

4/6/62 

5/31/63 

Not  Started 

Fencing 

4/6/62 

300  Cal. 

Not  Started 

Days 

937.75’  St,  Br, 

5/23/60 

8/30/62 

6/22/60 

Fair 

Gr, ,Agg.Surf. , 

4/6/62 

200  Cal. 

Not  Started 

PMS  & Dr. 

Days 

248.5’  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Poor 

580,25’  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Good 

Gr. ,Agg,Surf. , 

11/29/61 

11/30/63 

1/29/62 

Fair 

C.S. Base, Cone. Pave. PiMS  & Dr, 

Surf.  & PMS 

7/5/61 

100  Cal. 

8/28/61 

Susp. 

Days 

10/27/61 

Gr, ,Agg.Surf. 

2/21/62 

180  Cal. 

Not  Started 

Days 

Gr. , Surf ., PMS 

7/19/61 

350  Cal, 

9/28/61 

Good 

& Dr. 

Days 

Structures 

7/19/61 

5/31/62 

8/14/61 

Susp. 

12/5/61 

Fencing 

7/19/61 

150  Cal. 
Days 

4/18/62 

(r,)  E-K  I 

. ■ - W)  I 
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MONTHLY  vS^STRUCTION  REPORT  ^ 4 

Month  Ending  April  30,  1962 
Division  520  - Continued 


I 94-4  (6)  136  U-1  & 

12,442 

Peter  Kiewit 

Gr. ,Surf. .Gone, 

4/19/61 

400  Cal, 

6/18/61 

Good 

140 

54 

F 86  (20)  U-1 

$2,849,375,73 

Pave, ,PMS  & Structures 

Days 

Miles  City-East 

I 94-4  (6)  136  U-2 

11,597 

W, Mack in  & Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Shutdown 

76 

Miles  City-East 

$62,799,00 

Days 

12/4/61 

I 94-4  (8)  120  U-1 

7.308 

Schultz  & Lindsay 

Gr, ,Surf, ,PMS  & 

7/19/61 

400  Cal, 

8/17/61 

Good 

60 

40 

Hathaway-East 

$1,302,922.13 

& Dr, 

Days 

I 94-4  (8)  120  U-2 

N.A.Nelson  Const, 

173.0'  Interch, 

7/19/61 

5/31/62 

10/11/61 

__ 

6 

60 

Hathaway-East 

$46,597,18 

I 94-4  (8)  120  U-3 

7.308 

W, Mack in  & Sons 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

Shutdoim 

59 

Hathaway-East 

$47,215.00 

Days 

11/20/61 

F 156  (10)  U-1  & F 156 

13,187 

Albert  £■  Marshall 

Gr.  ,Surf,  ,£•  PMS 

7/5/61 

300  Cal, 

8/28/61 

Resumed 

40 

40 

(11)  U-1,  Olive-RLCity 

$759,600,10 

Days 

4/10/62 

F 156  (11)  U-2 

Holm  Const, 

138,0'  Conc.Br, 

4/19/61 

11/30/61 

6/2/61 

Completed 

01ive-M,City 

$49,164,09 

4/2/62 

F 157  (16)  U-1 

5,000 

Hilling  Const, 

Gr, , Agg.Surf,  , 

1/24/62 

200  Cal, 

4/10/62 

Fair 

33 

8 

Miles  City-Jordan 

$296,315,69 

PMS  & Dr, 

Davs 

F 157  (16)  U-2 

•=*="«=» 

Otto  Eickhof 

101,5'  Conc.Br, 

11/29/61 

7/31/62 

Not  Started 

Miles  City-Jordan 

$34,756,77 

S 259  (2)  U-1 

9,033 

Weaver  Const. 

Gr, , Agg, Surf,  , 

3/28/62 

200  Cal. 

4/17/62 

Poor 

17 

2 

Rosebud-Cartersville-E, 

$418,119.38 

PMS,  Dr.  G 38'  TT 

Br, 

Days 

S 333  (2) 

5,260 

Hilling  Const. 

Gr, ,Surf.  & Dr. 

11/29/61 

200  Cal. 

3/12/62 

1 

Sayle-East 

$185,758.38 

Days 

S 398  (2) 

9,640 

Joe  Mayo  & Son 

Gr.  , Agg,  Surf. G Dr, 

.Subj.  to 

250  Cal. 

Plevna -Baker 

$237,417.75 

R/W 

Days 

Clearance 
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STATE  HIGHWAY 
CONSTRUCTION 


COMMISSION 

DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
MONTH  ENDING  May  31.  1962 


nr.Ld.  /jJF 


Project  No, 

Contractor  and 

Contract 

Date  of 

Work 

Pro-  Mefi 

% 

& Location 

Mileage  Bid  Price 

Type 

Awarded 

Completion 

Began 

gress  Emp.Cotni 

DISTRICT  ONE  MISSOULA 

Division  110  - _ '^ula 

I 90=  1 (6)  43  U-1 

6 , bSb 

Zook  Bros,  Const, 

Gr,,  Agg,  SurfogPMS, 

1/21/60 

330  Cal, 

3/29/60 

Sasp, 

97 

Superior- East  &.  West 

$l,09b,b72, 11 

Dr,  Sc  17,25”  Sep, 

Days 

9/ 16/6 i 

I = IG  90=2  (12)  118  U-l 

Watters  Const, 

Dual  353,0"  OP 

2/21/fa  1 

b/30/b3 

3/21/62 

Good  1 1 

18 

Pi  Itzvi 1 le-C linton 

$223, 014, b7 

I-IG  90-2  (12)  118  U-2 

= ^ = = » 

A Sc  B Const. 

284,5"  Cone,  Br, 

4/25/62 

b/30/b3 

Not  Started 

Pi Itzvi 1 le- C linton 

$91,717,00 

I-IG  90-2  (12)  118  U-3 

Pew  Bridge  Co, 

Dual  123.0"  Cone  0 

5/23/62 

10/31/62 

Not  Started 

Pi Itzvi 1 ie~C linton 

$87,268.07 

Beam  Sep, 

I 90-3  (8)  180  U-l  8 

8 b03 

Holland  Const. 

Gr , , Agg . Surl' , gPMS  , 

5/25/60 

300  Cal, 

b/l3/b0 

Completed 

F 184  (14),  Deer  Lodge-No. 
& So.  Si  Bearmouth-D.Loge 

$ 1 3 .563  3 9bb , 4b 

Sc  D r , 

Days 

5/ 18/62 

I 90-3  (8)  180  U-3 

8.603 

Colo. Fuel  Sc  Iron 

fencing  Sc  Cattle  Gds. 

5/25/60 

100  Cal, 

6/21/60 

Resumed 

93 

Deer  Lodge- No.  4 So, 

$54,373.04 

Days 

5/29/62 

I 90-3  (10)  180 

8.603 

Highway  Steei 

Signing  Sc  Delineation 

7/5/bl 

ijO  Cal, 

9/ 27/6 1 

Completed 

Deer  Lodge-No,  Si  So. 

$27 ,337  o 04 

D.a/s 

5/7/62 

F-FG  21b  (7) 

0,2b2 

S let ten  Const. 

Gr,,Agg  Surf.jPMSg 

9 27  hi 

b 30  63 

10/16/61 

Good  3O 

37 

Higgins  Ave o-Ms la , Road 

3988,381 , 3b 

Dr,  Sc  972,0"  Str, 

F-FG  219  16)  U-2 

Riklln  Const. 

173,0”  Gone,  Beam 

3/2b/b2 

10/31/62 

Not  Started 

M i s;  s o u 1 a - A r 1 e e 

$61,018. 24 

Hway  over  RR  OP 

S 221  (2) 

5, 189 

Bud  King  Const, 

Gr,  .Agg, Surf,  Sc  Dr, 

2/2i/bi 

zOO  Cal, 

2/20/62 

Fai r 1 4 

3'+ 

Ihompsoii  Fa  1 1 a-  Wes  c 

$224,289,40 

Days 

S-SG  272  (2) 

1,731 

Naranche  Sc  Konda 

Surf,  ,PMS  Sc  Seal  Coat 

7/19/bl 

30  Cal, 

8/16/61 

Susp. 

79 

NW  Frenchtown- West 

$46,331  9b 

Seal  Coat 

Days 

9/12/61 

S 291  (6) 

b , 406 

Peter  Kiewit 

Gr, jCem : Stab .Base , 

7/19/61 

150  Cal, 

5/23/62 

i 

Avon-He  tmvi 1 le 

$336,918,99 

PMS  Sc  Dr, 

Days 

S 328  (1) 

i,2ib 

Bud  King  Const, 

Gr. ,Surf  ,RM0,  Dr, 

4/19/61 

200  Cal, 

6/29/61 

80 

Conner- Cutoff 

$228,546,43 

Sc  2 Cone,  Strs, 

Days 

SMP  J 199- 6 1 

Mount al n Const , 

Crushing  Sc 

6/29/61 

120  Cal. 

8/4/61 

Com  pie.  ted 

Mineral  Sc  Missoula  Counties 

$79,335,00 

Stockpi ling 

Days 

5/9/62 

Division  120  - Kaiispell 

S 7 (b)  U-l 

6,b49 

United  Paving 

Gr . jAgg . Sui £ , Sc  Dr, 

3/22/61 

150  Cal, 

4/12/61 

Fair  20 

99 

Kali spell- Ha if  Moon 

$457,921.94 

Days 

S bb  (4)  U-l 

4,8b8 

Zook  Bros.  Const, 

Gr. sAgg.Surt, jPMS 

11/22/60 

180  Cal, 

11/9/60 

Resumed  lb 

99 

Clearwater-Big  Fork 

$512,338,14 

Sc  D r . 

Days 

5/25/62 

F 102  (2)  Sc  F 270  ( 11) 

Highway  Steel 

Guard  Rail 

10/25/61 

40  Cal 

4/17/62 

Completed 

Polson-Blg  Fork-Haines  Corner 

$12,908.00 

Days 

4/27/62 

. JTCtf'mJT.SHap 
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MGMTHLY-  CONSTRUCTION  REPORT---  - 
POR-MON™  ending  may  31.  1962 

IHvlslcm  120  - Continued 

F 191  (19)  U-1  5.548 

F & S Cont.  Co. 

Gr.g  Agg .Surt . 5PMS 

^/23/b2 

250  Cal, 

5/10/62 

Fair 

15 

Pablo-Kalispel 1 

F 191  (20)  U-1  7.300 

$968,935.33 

Curtis  Const. 

Si  Dr . 

Gr. ,Surf . ,PMS  E Dr. 

3/22/61 

Days 

150  Cal. 

4/4/ 6 1 

Shutdown 

Pab lo- Ka li spel 1 

-F  191(21)U2,F  259(9)U2  26.603 

$281,156.53 

Asphalt  Const. 

Seal  Coat 

4/23/62 

Days 

60  Cal. 

11/3/61 
Not  Started 

E S 65(4)U2,  Pablo- 
Kalispell  ,Haini  lton=Florence , 
Clearwater- Big  Fork 

S 325  (1)  U-2  ----- 

$53,356.47 

C.B.Lauch  Const. 

121.5"  Cone.  Br. 

11/29/61 

Days 

8/31/62 

4/16/62 

Good 

8 

Libby  Fish-Hatchery 

SMP  2799-62,  Missoula,  =.  = -=  = 

$46,020.42 

Chas. Shannon  Co. 

Cr . 6i  Stockpiling 

-4/23/62 

130  Cal. 

5/7/62 

Poor 

10 

Llnco In , Flathead , Lake  Cos. 

. $_158^80p  . 00 

JDays 

DISTRICT  TWO  - BUTTE 


Diyislon  210  - Butte 


S 6 (4)  U- 1 

Townsend- Canyon  Ferry-< 

7.027 
31asoi 1 

McLaughlin,  Inc. 
$319,862.15 

Gr . ,Agg.Surf . ,PMS 

6 Dr. 

8/30/61 

240  Cal. 
Days 

9/26/61  Fair 

36 

T 13-1  (11)  37  U-1 
Idaho  Line-Dillon 

7.775 

Ni Ison- Smith 
$1,043,487.45 

Gr.  ,Agg.Surf . ,PMS 
& Dr. 

3/22/61 

400  Cal. 
Days 

6/16/61  Fair 

24 

I 15-1  (11)  37  U-2 
Idaho  Line-Dillon 

Ralph  Huckaba 
$222,558.72 

4 Prest .Br , - 567 . 0 " 

3/22/61 

6/30/62 

4/17/61  Good 

7 

1 15-1  (11)  37  U-3 
Idaho  Line-Dillon 

4.500 

Hildreth  Const. 
$29,997.97 

Fencing 

4/17/61 

200  Cal. 
Days 

6/20/61  Shutdown 

12/5/61 

I 15-2  (14)  127  U-1. 

P 207  (8)  6 F 279  (4) 
Butte  Streets 

3.361 

Bud  King  Const. 
$1,726,708.52 

Gr  . jSurf . , Cone. Pave.  , 
PMS , Seal  Coat  & Dr. 

8/30/61 

400  Cal. 
Days 

9/26/61  Fair 

55 

I 15-2  ( 14)  127  U-2 
Butte  Urban 

2.708 

U.S. Steel  Corp. 
$62,087.38 

Fencing 

8/30/61 

200  Cal. 
Days 

Not  Started 

I-IG  15-2  ( 16)  126  U- 1 
E I 115-2  (2)  126  U-1 
Butte  Streets 

2.554 

Kiely  Const.  Co. 
$1,826,707.87 

Gr . 3 Agg. Surf .PMS , 
Cone. Pave.  8 Dr. 

5/23/62 

400  Cal, 
Days 

Not  Started 

I-IG  15-2  (16)  126  U-2 
8 I 115-2  (2)  126  U-2 
Butte  Urban 

W.R.Cahoon  Const. 
$566,921.56 

4 Structures 

5/23/62 

9/30/63 

Not  Started 

I-IG  15-2  (16)  126  U-3 
& I 115-2  (2)  126  U-3 
Butte  Urban 

2.554 

U.S. Steel  Corp. 
$26,008.46 

Fencing 

5/23/62 

200  Cal. 
Days 

Not  Started 

I-IG  15-2  (16)  126  U-4 
Butte  Urban 

W.R.Cahoon  Const. 
$345,958.00 

Dual  462.5"  Steel  OP 

5/23/62 

9/30/63 

Not  Started 

I-IG  15-2  (17)  130  U-1 
6 S 213  (4) , 

Butte  Streets 

1.296 

King  & McLaughlin 
$732,528.92 

Gr . 5 Agg , Surf  . ,Cem 

S tab , Base  jConc . Pave . 
PMS  8 Dr. 

4/25/62 

300  Cal. 
Days 

5/7/62  Fair 

26 

I-IG  15-2  ( 17)  130  U-2 

. = = - = 

Waddell  Const. 

3 Structures 

4/25/62 

6/30/63 

5/28/62 

5 

E,  Butte  Interchange  $227,822,64 
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MONTHLY  ^JnSTRUCTI ON  REPORT 
MONTH  ENDINO  Ma-y  3t.  1962 
Division  210  ° Continued 
I=IG  15-2  (17)  130  U-3  1,470 

E. Butte  Interchange 
F 42  (1)  U-1  9,226 

Idaho  Line- Wisdom 
F 42  (1)  U-2 
Idaho  Line- Wisdom 
S 167  (6)  4,978 

Card\<re  11- Southeast 

Division  2'20  - Bozeman 
F 13(6)U(2,  F 43(15)U2,  ----- 

F 217(12)U2,  F 217(13)U2, 

S 9(9)U2,S  366{2)U2,S  273(3)U2 
Llvingston-So , , Wisdom-Divide , 
Gardiner- Livingston  jCardwe 1 1- 
Boulder  jEmigrant  Br,  8t  App,  , 
Fray  Siding-Mill  Creek 

5 49  (7)  U-1  8,979 

Fort  Logan- W, S , Springs 

I-IG  90-6  (2)  309  U-  1 5,275 

Rocky  Canyon  Road 

I-IG  90-6  (2)  309  U-2  5,275 

Rocky  Canyon  Road 

I-IG  90-7  (9)  327  U-1  12,087 

6 F 185  (6)  U-1 
Livingston-So.-East  6 West 
I-IG  90-7  (9)  327  U-2 
Livingston- So , G East 

I-IG  90-7  (9)  327  U-3  12.087 

L F 185  (6)  U-3 
Llvingston-So,  6 East 
SMP  1699-6l5Gallatin  ----- 

Madison  6 Beaverhead  Cos, 


DISTRICT  THREE  - GREAT  FALLS 


Division  310  - 

Great 

Falls 

1= 

■IG-ING  15-4  (4) 

182 

U2 

2, 

770 

6 

F 214(3)U1 ,Helena-So 

I- 

■IG-ING  15-4  (4) 

182 

U4 

1, 

248 

Si 

I 15-4  (5)  185 

U1 

He lena- No . 

I- 

■IG-ING  15-4  (4) 

182U6 

& 

1. 

248 

I 

15-4(5)182  U2,H 

elena 

-No. 

U,S, Steel  Corp, 
$18,124.79 
S .Arkwright  jlnc , 
$699,594,72 
Watters  Const, 
$69,600,05 
Kllde  Const, 
$341,016,4C 

United  Paving  Co. 
$131,985,62 


S.BirchjInc,  6i 
$294,071,82 
Goodf e 1 low  Bros  , 
$4,058,435.93 
Tschache  Bros, 
$39,885,60 
King  6 McLaughlin 
$3,134,965,16 

Schultz  Si  Lindsay 
$404,374,87 
Lahren  Const. 
$66,821,50 

W,  B„  Harding 
$47,415,00 


Hi  Ide  Const, 
$1,129,813.43 
S .Birch  , Inc  . 6i 
S. Birch  6 Sons 
$636,632,67 
U,S, Steel  Corp, 
$32,110,94 


Fencing 

4/25/62 

150  Cal, 

Not  Started 

Gr.,Surf,  6 PMS 

7/19/61 

Days 

250  Cal, 

8/14/61 

24 

51 

214.5'  Cone , Str , 

7/19/61 

Days 

7/31/62 

8/21/61  Good 

5 

75 

Gr  , ,Surf , sBST  & 

Dr,  7/5/61 

220  Cal, 
Days 

8/24/61  Fair 

14 

64 

Seal  Coat 

4/23/62 

60  Cal, 
Days 

Not  Started 

Gr  , ,Surf , jPMS , Dr, 

& 29'  TT  Br. 

10/25/61 

200  Cal, 
Days 

11/6/61 

Good 

20 

47 

Gr. ,Surf , ,PMS ,Dr, 

Si  3 Structures 

5/24/61 

420  Cal, 
Days 

6/15/61 

Good 

64 

61 

Fencing 

6/5/61 

150  Cal, 
Days 

6/22/61 

S u s p , 
10/24/61 

25 

Gr, ,Surf , ,PMS , Dr,  & 
Irr,  Facilities 

12/21/60 

350  Cal. 
Days 

1/25/61 

Fair 

50 

71 

1,486,5'  S6C  OP 

12/21/60 

6/30/62 

1/30/61 

Fair 

22 

94 

Fencing 

12/21/60 

150  Cal, 
Day  s 

3/14/61 

Shutdown 

8/12/61 

63 

Cr.  Si  Stockpiling 

7/19/61 

120  Cal. 

8/14/61 

Fair 

4 

80 

Days 


Gr ,, Surf PMS , Dr,  6 
Dual  260,5'  St. UP 

9/28/60 

300  Cal, 
Days 

10/12/60 

Fair 

27 

85 

Gr, , Surf ,, PMS,  Dr, , 
242.5'  Interch, 

214,5'  Sep, 

5/24/61 

300  Cal, 
Days 

6/8/61 

Good 

28 

83 

Fencing  6 Cattle  Gds. 

5/24/61 

100  Cal, 
Days 

9/27/61 

Susp. 

11/9/61 

76 

tk 


fl 

MONTHLY  CONSTRUCTION  REPORT 

MONTS  ENDING  Ma-y  31.  1962  ___ 

Oivis^ion  310  - Continued 


m 


I 15=4  (6)  186  U=1  & 

9.994 

Zook  Bros . 

Gr . jAgg . Surf  . ,^S 

4/25/62 

400  Cal. 

5/16/62 

Fai  r 

5 

2 

S 2 (15)  U= 1, Helena- No. 

$1,924,473.59 

& Dr . 

Days 

6i  Lake  Helena-West 

I 15-4  (6)  186  U-2 

A & B Const. 

50,0*  Cone.  Br. 

4/25/62 

10/31/62 

5/23/62 

3 

0 

Helena-North 

$77,437.23 

I 15-4  (6)  186  U-3 

„ = . = = 

Mont.  Engr.St  Const 

.Dual  118.0®  Cone. 

12/20/61 

8/31/62 

3/26/62 

Good 

9 

41 

Helena- No. 

$130,183.48 

OP  E 204.5®  Cone. Inter. 

I 15-4  (6)  186  U-4 

8.170 

Strandberg  & 

Fencing 

4/25/62 

250  Cal. 

5/16/62 

Good 

2 

4 

Helena- No . 

Senecal  & Mininger 

Days 

$40,106.15 

I 15-4  (9)  194  U-1 

12 . 663 

McNutt  & Baulne 

Gr.  ,Surf . ,PMS,Dr. 

6/14/61 

400  Cal. 

7/19/61 

Fair 

124 

37 

Helena  Hill-Sieben 

$3,788,848.75 

E Dual  118,0®  Str. 

Days 

I 15-4  (9)  194  U-2 

12.663 

Tschache  Bros. 

Fencing  E Cattle  Gd . 

6/14/61 

150  Cal. 

6/28/61 

Poor 

68 

Helena  Hill-Sieben 

$79,149.25 

Days 

I 15-4  (10)  182  6 F 214 

3.469 

Highway  Steel 

Signing  E Delineation 

775/61 

150  Cal. 

10/3/61 

Shutdown 

85 

( 4)  ,L  . 6iC  .Co  . Line  No. 

$61,237.71 

Days 

12/8/61 

I 15-4  ( 12)  207  U-  1 

3.388 

King  6 McLaughlin 

Gr . jSurf , ,PMS , 

10/25/61 

300  Cal. 

11/6/61 

Fair 

50 

41 

Sieben=No.  6 So. 

$2,110,638.04 

Fencing  E Dr. 

Days 

I 15-4  (12)  207  U-2 

Fred  Strandberg 

Dual  113.0®  Str. 

10/25/61 

7/31/62 

4/6/62 

Good 

7 

40 

Sieben-No,  h So. 

$89,445.74 

E 63.1'  Br. 

I 15-4  (14)  185 

1.248 

Skinner  Enter. 

Signing  E Delineaticn 

4/25/62 

60  Cal, 

5/21/62 

Fair 

2 

2 

He lena=No , 

$18,975  37 

Days 

I 15-5  ( 13)  239  U-1 

9.702 

Baltrusch  Const. 

Gr . ,Surf  ,PMS  E Dr. 

3/22/61 

420  Cal. 

4/24/61 

Poor 

14 

59 

Hardy  Creek-Cascade 

$1,741,788.17 

Days 

I 15-5  ( 13)  239  U-3 

9.702 

Boulet  Const. 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Shutdown 

56 

Hardy  Creek- Cascade 

$60,050.85 

Days 

11/14/61 

I 15-5  (17)  239 

9.702 

Skinner  Enter. 

Signing  E Delineation 

4/25/62 

100  Cal. 

Not  Started 

Hardy  Creek-Cascade 

$21,450.14 

Days 

F 65  (8)  U-1 

1.232 

Robertson  &.  Cave 

Gr. ,Agg.Surf . ,BST 

12/20/61 

100  Cal. 

5/18/62 

8 

4 

Sun  River  Choteau 

$58,463.87 

E Dr . 

Days 

S 82  (1)  U-1 

5.901 

Ni Ison- Smi th 

Gr . ,Agg . Surf . jPMS 

4/25/62 

200  Cal. 

5/22/62 

8 

2 

Choteau- Farmington 

$211,262.52 

E Dr. 

Days 

F 149  (16) 

9.726 

Schultz  E Lindsay 

Gr . ,Agg . Surf . ,PMS 

5/23/62 

280  Cal. 

Not  Started 

Gt. Falls- Ft .Benton 

$603,123.97 

E Dr. 

Days 

F 180  (4)  & U 277  (5) 

3.198 

Mont. Sand  & Grav . 

Minor  Gr . ,Surf . ,PMS , 

6/27/61 

70  Cal. 

7/31/62 

Shutdown 

93 

Great  Falls  Streets 

$239,875.32 

SCO , Med . Curb . E Dr. 

Days 

10/6/61 

F 180  (5)  E S-US  386(1) 

3.695 

McLaughlin,  Inc, 

Gr  o ,.Agg.Surf  . ,PMS 

1/24/62 

150  Cal. 

3/30/62 

Fair 

30 

Great  Falls  Streets 

$251,948.65 

E Dr. 

Days 

F 235  (27)  U2  h S 239(4) 

15.389 

Zook  Brs , 

Seal  Coat 

4/23/62 

60  Cal. 

Not  Started 

US  jArmington-Lewistown 

$34,085.05 

Days 

& Great  Falls-So. 
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MONTHLY 


STRUCTION  REPORT 


fi) 


MONTH  ENDING  Mai 


Division  310  = Continued 

F 238  (8)  U=1 

8.476 

Ni Ison- Smi th 

Gr. jAgg.Surf . ,PMS 

1/18/62 

200  Cal. 

4/16/62 

Fair 

40 

12 

Wolf  Creek= Augusta 

$736,044.20 

E Dr. 

Days 

F 238  (8)  U-2 

. = „ = = 

Watters  Const. 

294.0'  Steel  Br. 

1/18/62 

10/31/62 

3/6/62 

Fair 

21 

Wolf  Creek- Augusta 

$133,734.30 

U 249(14)U1,U-UG  376(3)U1 

0.513 

C.B.Lauch  Const. 

Gr . 3 Surf . ,Pave . , 

5/24/61 

7/31/62 

6/13/61 

Fair 

16 

(45) 

Helena  Streets 

$300,715.78 

PMS,  OP  6 Dr. 

(99) 

U 249( 14)U23U-UG  376(3)U2 

= = = = = 

Allen  Electric 

Traffic  Signals 

11/29/61 

45  Cal. 

Not  Started 

Helena  Streets 

$15,540.92 

Days 

U-F-FG  395  (4) 

= _„_  = 

Robertson  & Cave 

1,125.75'  S&C  Br. 

2/17/60 

10/31/61 

3/15/60 

Completed 

Great  Falls  Streets 

$1,139,281.67 

5/25/62 

Division  320  - Havre 

S 12  (97 

4.866 

Richardson  Const. 

Gr . ,Agg.Surf . ,PMS 

4/25/62 

150  Cal. 

Not  Started 

Hat  1 em- Turner- Can .Line 

$288,159  83 

6 Dr. 

Days 

ROW  S 12  (9) 

= = = = = 

E.  L.  Knez 

Fencing 

4/25/62 

60  Cal. 

5/22/62 

Completed 

Harlem- Turner- Can .Line 

$818.08 

Days 

5/26/62 

S 13  (5)  U-1 

5.288 

O'Neil  Const. 

Gr. ,Surf . ,PMS  & Dr. 

3/27/61 

200  Cal. 

4/26/61 

Shutdown 

99 

Rudyard-Goldstone 

$327,239.84 

Days 

11/13/61 

S 179  (4) 

6.315 

Allen  Stuber 

Gr . jSurf . G Dr . 

6/14/61 

200  Cal, 

7/12/61 

Shutdown 

95 

Har lem- Hoge land 

$120,348.25 

Days 

12/2/61 

F 260  (7)  E F 353  (8) 

5.761 

S. Birch,  Inc,  6 

Gr . jAgg.Surf . ,PMS 

4/30/62 

250  Cal. 

5/14/62 

Fair 

28 

1 

W .Glacier-E .Glacier  E 

S.  Birch  G Sons 

6 Dr. 

Days 

E .Glacier- Browning 

$794,267.45 

S 290  (12) 

1.688 

N. A. Nelson  Const. 

Gr.  ,Surf . ,PMS , Dr. 

7/19/61 

7/31/63 

8/16/61 

Fair 

10 

20 

Geraldine-Ft . Benton 

$526,260.65 

& 708.0'  St.Br, 

S 290  (13)  U-1 

9.508 

S. Birch, Inc.  6 

Gr  . ,Agg.Surf . ,PMS 

3/28/62 

250  Cal. 

4/30/62 

Fair 

22 

7 

Geraldine-Fort  Benton 

S. Birch  E Sons 

& Dr. 

Days 

$388,571.90 

S 301  (8)  U-1 

4.993 

O'Neil  Const. 

Gr . jAgg.Surf . ,PMS 

2/21/61 

150  Cal. 

4/19/62 

Fair 

30 

28 

Havre-Simpson-C .Line 

$216,399.85 

E Dr. 

Days 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr.  ,Agg.Surf . ,PMS 

4/25/62 

220  Cal. 

Not  Started 

Fort  Benton- Chester 

$421,229.67 

& Dr. 

Days 

S 366  (6) 

4.073 

O'Neil  Const. 

Gr , ,Agg . Surf . 6 Dr, 

12/20/61 

200  Cal. 

5/14/62 

5 

Sunburst- Sweetgrass 

$126,200.71 

Days 

DISTRICT  FOUR  - GLENDIVE 

Division  410  - Glendive 

S 32  (11) 

7.408 

Haggart  Const. 

Gr ., Surf ., PMS , Seal 

7/5/61 

140  Cal. 

7/27/61 

Poor 

28 

66 

Glendive- Richey- NW 

$291,557.58 

& Dr . 

Days 

I 94-7  (3)  240 

. = = __ 

Otto  J.  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

Fair 

17 

24 

Wibaux-East  6 West 

$169,195.29 

I 94-7  (4)  233  U-1 

6.169 

Albert  Lalonde 

Gr  , ,Agg.Surf . ,PMS , 

10/25/61 

300  Cal. 

11/14/61 

Fair 

8 

9 

Wibaux-West 

$1,054,732.96 

Fencing  6 Dr . 

Days 

nit  <. 
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MONTHLY  CONSTRUCTION  REPORT 
Marrtii  Ending  May  31,  1962 


Divlsl on  410  ° Continued 


I 94=7  (4)  233  U=2 

8.105 

Albert  Lalonde 

Gr . ,Agg .Surf . 5PMS , 

10/25/61 

300  Cal. 

11/14/61 

Fair 

72 

30 

Wibaux- East 

$1,113,399.82 

Fencing  G Dr. 

Days 

S 238  (1)  U-1 

6.586 

Joe  Mayo  G Son 

Gr . ,Agg . Surf . G Dr. 

1/24/62 

200  Cal. 

3/29/62 

Fair 

18 

64 

Circle=So.  & East 

$164,483.25 

Days 

S 238  (1)  U-2 

= ___  = 

Otto  J.  Eickhof 

Struc  tures 

12/20/61 

10/31/62 

4/4/62 

Fair 

_ = 

24 

Clrcle-So,  6i  East 

$68,834,04 

F 246(9)U2,F  33(29)U2, 

56.648 

Richardson  Const. 

Seal  Coat 

k/23iS>2 

60  Cal. 

Not  Started 

S 8(10)U2,S  68(A)U2, 

$115,789.80 

Days 

S 187(8)U2,S  36^1(10)U2, 

Circ le-Glendive  jGrassrange 

-Malta , 

Scobey- Opehim  Iger- Winifred- Big 

Sandy 5 Anne  11s  Creek-Hays-Harlem, 

Presservi lle-Girard-Fairview 

S 258  (4) 

7.820 

O'Neil  Const, 

Gr  . jSurf . & Dr . 

240  Cal. 

10/16/61 

Poor 

__ 

23 

?vOck  Springs- VanNortnan 

$184,266.53 

Days 

Division  420  = Wolf  Point 

S 73  (4)  U-1 

8.444 

Schultz  & Lindsay 

Gr , ,Surf . jPMS  & Dr, 

7/5/61 

250  Cal, 

9/11/61 

Fair 

35 

70 

Reserve-No  oDak .Line 

$314,455.62 

Days 

F 84  (30)  U- 1 

10.851 

Schultz  &.  Lindsay 

Agg.Surf.  & PMS 

11/29/61 

90  Cal. 

4/4/62 

Poor 

-- 

15 

W.of  W .Point- No .Dak . 

$234,300.24 

Days 

F 144  (6)  U-1,S368  ( 13) 

6.760 

Richardson  Const. 

Gr , ,Surf , ,PMS , Dr. 

5/21/61 

240  Cal. 

6/13/61 

Fair 

20 

80 

8 S 368  ( 14) , Glasgow- 

$849,261.16 

8 TT  Br. 

Days 

Nashua- Opheitn-  C . Line 

F 144  (6)  U.2 

Watters  Const. 

Traffic  Signals 

12/20/61 

450  Cal. 

4/30/62 

Fair 

= = 

/i0 

First  Ave .No . -Glasgow 

$14,881.22 

Days 

S 239  (2)  U-1 

13.422 

Richardson  Const. 

Agg . Surf  . ,PMS  8c 

4/25/62 

220  Cal, 

5/11/62 

Good 

30 

5 

Nashua- No , 

$290,595.16 

Minor  Surf. Prep. 

Days 

F 315  (15) 

12.052 

Wickens  Bros. 

Gr.,Surf.  & Dr. 

8/30/61 

330  Cal, 

10/9/61 

Good 

42 

37 

Van  Norman- Glasgow 

$565,457.30 

Days 

Division  430  - Lewistown 

F 103( 10)U1  & F 333(28)U1 

11.452 

NW  Engr,  Co. 

Gr  . , Cem, Stab .Base , 

7/5/61 

220  Cal. 

8/17/61 

Fair 

48 

Lewistown- Roy jG  Range-Malta 

$688,619.99 

PMS  & Dr. 

Days 

U 112(3) ,U  229(  15)  G 

1.976 

Robertson  & B lossomGr , ,Agg . Surf . jPMS  , 

4/30/62 

140  Cal. 

5/14/62 

Fair 

14 

3 

U 235(32) jMainSt .-Lewistown 

$319,924.89 

Dr.  Sc  30.0*  Conc.Br. 

Days 

F 333(27)U1  G F 26  (6)U1 

11.218 

Peter  Kiewit 

Gr. jCem, Stab .Base , 

2/21/61 

220  Cal. 

4/11/61 

Shutdown 

89 

Roundup- G . Range-Malta 

$723,297.09 

PMS  Sc  Dr. 

Days 

11/10/61 

S 399  (2) 

0.991 

Wickens  Bros. 

Gr  . jSurf  . ,Dr  . Sc 

9/27/61 

7/31/62 

10/24/61 

Poor 

2 

97 

Me  1 Stone-Mo sby 

$91,866.17 

131.5'  Br. 

. nr  fc ' 
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MONTHLY  CONSTRUCTION  REPORT  ^ 

Month  Endi-ng  May  31,  1962  _ _______  

DISTRICT  FIVE  BILLINGS 
Division  510  ° Billings 


FLH  9 (1)  U-1 

5.200 

S ,H .Arkwright 

Gr . jAggoSurf , jPMS 

10/25/61 

180  Cal, 

3/27/62 

Good 

34 

52 

St,  Xav'ier- Hardin 

$330,527,87 

St  Dr . 

Days 

FLH  9 (1)  U=2 

^,400 

Richardson  Const, 

Gr,  ,Agg,Surf , ,PMS 

3/28/62 

140  Cal. 

4/25/62 

Fail’ 

15 

52 

Sto  Xavier-Hardin 

$219,746,85 

St  Dr, 

Days 

FLH  9 (1)  U=3 

W,P.Roscoe  Co, 

65”  Cone,  Br. 

4/25/62 

9/15/62 

Not  Started 

St,  Xavier-Hardin 

$24,985,41 

S 50  (4) 

7,962 

Albert  Lalonde 

Gr . , Surf  , St  Dr , 

6/14/61 

220  Cal. 

6/21/61 

Completed 

Hysham-East  & Co, 

$218,704,73 

Days 

5/10/62 

S 71  (4) 

0,512 

W.Mackin  G Son 

141,5®  Cone .Br , , 

12/20/61 

8/31/62 

3/28/62 

Fair 

3 

44 

Ryegate- South 

$72,786,12 

Gr , ,Agg , Surf . S Dr, 

I 90-7  (8)  387  U-1  h 

5.915 

S „H .Arkwright 

Gr.  ,Agg,Surf , jPMS 

4/ 6/62 

380  Cal, 

5/21/62 

Fai  r 

8 

1 

I-IG  90-8  (12)  388  U- 2 

$1,004,665,33 

St  Dr. 

Days 

Reed  Point-East  & West 

I 90-7  (8)  387  U-2  G 

Strandberg  & 

7 Structures 

4/6/62 

5/31/62 

5/8/62 

-- 

-- 

I-IG  90-8  (12)  388  U- 3 

Associates 

Reed  Point-East  G West 

$251,586,34 

I 90-7  (8)  387  U-3  & 

10,547 

Clair  Boulet 

Fencing 

4/6/62 

300  Cal, 

Not  Started 

I-IG  90-8  (12)  388  U-4 

$81,017,00 

Days 

Reed  Point-East  G West 

I 90-8  (10)  451 

_____ 

W.R.Cahoon  Const, 

937.75"  St,  Br. 

5/23/60 

8/30/62 

6/22/60 

99 

Yellowstone  Riv,  Br. 

$808,983.80 

I-IG  90-8  (12)  388  U-2 

4.633 

S ,H  Arkwright 

Gr . ,Agg . Surf . ,PMS 

4/6/62 

200  Cal, 

Not  Started 

Reed  Point-East 

$1,046,792  32 

St  Dr. 

Days 

IG  90-8  (13)  395 

_____ 

Waddell  Const. 

248.5”  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Good 

7 

14 

Reed  Point-East 

$92,851.18 

I 90-8  (16)  437  U-2 

F,L. Flynn  Co, 

73.94®  Cone,  Br, 

5/23/62 

5/31/63 

Not  Started 

Mossmain-Bi 1 lings 

$43,334.44 

I 94-1  (5)  51 

_____ 

Husman  Bros. 

580.25”  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Fair 

9 

5 

Yellowstone  Co , Interstate 

$294,400,62 

U-FG  228  (16) 

1,466 

Schultz  6 Lindsay 

Gr . ,Agg .Surf . ,C . S . 

11/29/61 

11/30/63 

1/29/62 

Good 

12 

14 

Laurel-Bi llings 

$1,043,348.05 

Base  ,Conc . Pave . PMS 

St  Dr. 

S 260  (3)  U-1 

11,412 

Albert  Lalonde 

Surf.  St  PMS 

7/5/61 

100  Cal. 

8/28/61 

Fair 

16 

78 

Lodge  Grass  St. Xavier 

$211,507.28 

Days 

U-F  296  (15)  U-2 

_____ 

Walter  Mackin 

35.0®  TT  Br. 

5/23/62 

12/31/62 

Not  Started 

Bi  1 lings- Lavina 

$17,742.20 

S 399  ( 1) 

7 824 

Frank  E,  Olson 

Gr , ,Agg , Surf . G Dr 

. 2/21/62 

180  Cal, 

Not  Started 

Me  Is tone- Mo sby 

$177,086.22 

Days 

f 
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MONTHLY  CONSTRUCTION  REPORT 
MONTH  ENDING  May  3U  1962 
Division  520  -Miles  City 


I 94-3  (3)  114  U-i 
& I 94-4  (9)  119  U-1 
Hathaway- East  & West 

6o246 

Schultz  8c  Lindsay 
$829,372,47 

Gr,  ,Surf , ,PMS  8c  Dr, 

7/19/61 

350  Cal, 
Days 

9/28/61 

Fair 

55 

34 

I 94-3  (3)  114  U-2 
Hathaway- East 

“ ° 

F , L . F lynn  8c  Co  , 
$56,566,02 

Structures 

7/19/61 

5/31/62 

8/14/61 

Completed 

5/18/6? 

I 94-3  (3)  114  U-3  & 

I 94-4  (9)  119  U-2 
Hathaway- East  & West 

6 , 246 

Hout  Fencing 
$31,598,00 

Fencing 

7/19/61 

150  Cal, 
Days 

4/18/62 

Fair 

10 

23 

I 94-4  (6)  136  U-1  R 

F 86  (20)  U-1, Miles  Ci 

12,442 

ty-E, 

Peter  Kiewit 
$2,849,375,73 

Gr , ,Sarf , gConc  Pave , 
PMS  & Structures 

,4/19/61 

400  Cal, 
Days 

6/18/61 

Fair 

50 

59 

I 94-4  (6)  136  U-2 
Miles  City- East 

11,597 

W,Mackin  8c  Sons 
$62,799,00 

Fencing 

4/19/61 

200  Cal, 
Days 

6/13/61 

Shutdown 

12/4/61 

76 

I 94-4  (8)  120  U-1 

Ha  thr;’ way-  East 

7,308 

Schultz  8c  Lindsay 
$1,302,922,13 

Gr.  ,Surt , ,PMS  & Dr, 

7/19/61 

400  Cal, 
Days 

8/17/61 

Fair 

41 

45 

I 9^.  4 (8)  120  U-2 
Hathaway- East 

=,=,  = = « 

N, A, Nelson  Const, 
$46,597,18 

173,0'  Interch, 

7/19/61 

5/31/62 

10/11/61 

Completed 

5/31/62 

I 94-4  (8)  120  U-3 
Hathaway- East 

7,308 

W,Mackin  & Sons 
$47,215,00 

Fencing 

Silibl 

150  Cal. 
Days 

9/21/61 

Shutdown 

11/20/61 

59 

F 1:36  (lO)U-l  & F 156 
(11)  U- 1 jOlive-M  City 

13,187 

Albert  8c  Marshall 
$759,600,10 

Gr,,Surf,  & PMS 

Ii5i6l 

300  Cal. 
Days 

8/28/61 

Fair 

61 

54 

F 157  (16)  U-1 

Miles  City- Jordan 

5,000 

Hilling  Const, 
$296,315,69 

Gr ..  3 Agg . Surf  , ,PMS 

8c  Dr, 

irihibi 

200  Cal, 
Days 

4/10/62 

Fair 

49 

23 

F 157  (16)  U-2 

Miles  City- Jordan 

Otto  Eickhof 
$34,756,77 

101,5“  Cone ,Br , 

11/29/61 

7/31/62 

5/14/62 

Fair 

8 

15 

S 259  (2)  U-1 

Rosebud- Cartersvi lle-E 

9,033 

Weaver  Const, 

$418  119,38 

Gr,  , Agg, Surf , , 

PMS, Dr.  8c  38'  TT  Br. 

3/28/62 

200  Cal, 
Days 

4/17/62 

Poor 

20 

6 

S 333  (2) 

Say le-East 

5,260 

Hilling  Const, 
$185,758.38 

Gr  , 3 Surf . 8 Dr , 

11/29/61 

200  Cal. 
Days 

3/12/62 

Fair 

27 

37 

S 398  (2) 

Plevna-Baker 

9,640 

Joe  Mayo  & Son 
$237,417.75 

Gr ., Agg , Surf  , 8c  Dr, 

S/lbIbl 

250  Cal. 
Days 

5/30/62 

-- 

4 

0 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  COI^STRUCTION  REFORI 


Project  lio. 

Locstion 

Mi lep ! 

Contractor  and 
ge  Bid  Price 

Type 

Contract 

Awarded 

Date  of 
Completi on 

Work 

Began 

Pro- 

gress 

Men 

Emp. 

% 

, Cor 

DISTRICT  108  ~ Missoulp 

Division  308  - Missoula 

I 90-1  (6)  A3  U-1 

6 . 586 

Zook  Bros.  Const. 

Gr.  , Agg.  Surf.,PMS, 

1/21/60 

330  Cal. 

3/29/60 

Susp. 

97 

Sv'perior-East  & West 

$1,096,572.11 

Dr.  & 17.25'  Sep. 

Days 

9/16/61 

7-TG  90-2  (12)  118  U- 1 

Watters  Const. 

Dual  353.0'  OP 

2/21/62 

6/30/63 

3/21/62 

Good 

10 

30 

Pi Itzvi lie- Clinton 

$223,014.57 

j-IG  90-2  ( 12)  118  U.2 

A 6 B Const. 

284.5'  Cone.  Br. 

4/25/62 

6/30/63 

Not  Started 

Pi  Itzvi  He- Clinton 

$91,717.05 

I-IG  90-2  (12)  118  U-3 

Pew  Bridge  Co. 

Dual  123.0'  Cone. 

5/23/62 

10/31/62 

5/31/62 

Fair 

9 

8 

Pi  Itzvi  He- Clinton 

$87,268.07 

Beam  Sep. 

I 90-3  (8)  180  U-3 

8.603 

Colo. Fuel  & Iron 

Fencing  6 Cattle  Gds . 

5/25/60 

100  Cal. 

6/21/60 

Completed 

Deer  Lodge-No.  & So. 

$54,373.04 

Days 

6/22/62 

F-FG  215  (7) 

0,252 

Sletten  Const. 

Gr.  , Agg . Surf . ,PMS , 

9/27/61 

6/30/63 

10/16/61 

Good 

28 

68 

■iiggins  Ave.-Msla  Rd . 

$988  ,381.36 

Dr.  6 972.0“  Str, 

F-FG  219  (16)  U-2 

Riklin  Const. 

173 . 0 ’ Cone . Beam 

3/28/62 

10/31/62 

Not  Star 

ted 

Missoula-Ar lee 

$61,618.24 

Hway  over  RR  OP 

S 221  (2) 

5.189 

Bud  King  Const. 

Gr.  , Agg, Surf.  6 Dr. 

2/21/62 

200  Cal. 

2/20/62 

Fair 

12 

43 

Thompson  Falls-West 

$224,289.40 

Days 

S-SG  272  (2) 

1,731 

Naranche  & Konda 

Surf.  ,PMS  & Seal  Coat 

7/19/61 

50  Cal. 

8/16/61 

Resumed 

6 

79 

NW  Frenchtown-West 

$46,331.95 

Days 

6/19/62 

S 291  (6) 

5. 406 

Peter  Kiewit 

Gr . ,Cem , Stab .Base , 

7/19/61 

150  Cal. 

5/23/62 

Fair 

20 

20 

Avon-Helmvi 1 le 

$336,918.99 

PMS  & Dr. 

Days 

S 328  ( 1) 

1.215 

Bud  King  Const. 

Gr . , Surf . ,RM0 , Dr . 

4/19/61 

200  Cal. 

6/29/61 

80 

Conner-Cutoff 

$228,546.43 

6 2 Cone.  Strs. 

Days 

SMP  3210-03-62 

Watters  Const. 

84’  X 36'  maint.  shop 

6/25/62 

12/31/62 

Not  Started 

22  miles  west  of  Lolo 

$17,720.00 

SMP  3210-62 

Tollef  Follinglo 

31'  X 31'  sectionhouse 

6/25/62 

12/31/62 

Not  Started 

22  miles  west  of  Lolo 

$17,860.00 

DISTRICT  101  - Kalispell 

Division  301 


S 7 (6)  U-1 

6.549 

United  Paving 

Gr . ,Agg.Surf . ,PMS 

3/22/61 

150  Cal. 

4/12/61 

Completed 

Kalispell-Half  Moon 

$457,921.94 

6 Dr . 

Days 

6/21/62 

S 65  (4)  U-1 

4.858 

Zook  Bros.  Const. 

Gr.  , Agg. Surf . ,PMS 

11/22/60 

180  Cal. 

11/9/60 

Completed 

Clearwater-Big  Fork 

$512,338.14 

Sc  Dr . 

Days 

6/20/62 

F 191  (19)  U-1 

5.548 

F & S Cont.  Co. 

Gr. jAgg.Surf . ,PMS 

UI22lb2 

250  Cal. 

5/10/62 

Fair  28 

8 

Pablo- Kali  spell 

$968,935.33 

Sc  Dr. 

Days 

F 191  (20)  U-1 

7.300 

Curtis  Const. 

Gr ., Surf ., PMS  Sc  Dr. 

3/22/61 

150  Cal. 

4/4/61 

Good  20 

94 

Pablo- Kali  spell 

$281,156.53 

Days 
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monthlI^Jonstruction  report 

Month  Ending  June  30,  1962  

Division  301  - Continued 

F 191(21)U2,F  259(9)  U2  26.603  Asphalt  Const.  Seal  Coat  A/23/62  60  Cal. 

Kalispel 1 jHami Iton- Florence , $53,356.47  Days 

Clearwater-Big  Fork 


Not  Started 


S 325  (1)  U-2 

C.B.Lauch  Const. 

121.5'  Cone.  Br. 

11/29/61 

8/31/62 

4/16/62 

Good 

8 

72 

Libby  Fish-Hatchery 

$46,020.42 

S 377  (2) 

4.021  Murphy  Bros. 

Gr.  ,Agg.Surf . ,PMS 

bllllbl 

220  Cal. 

Not  Started 

Whitefish- North 

$455,814.70 

b Dr. 

Days 

SMP  2799- 62 , Missoula 

Cha  s . Shannon  Co . 

Cr . b Stockpiling 

kllllbl 

130  Cal. 

5/7/62 

Poor 

4 

12 

Lincoln .Flathead , Lake  < 

Cos . 

$158  ,800.00 

DISTRICT  109  - Butte 

Division  309  - Butte 

S 6 (4)  U-1 

7.027 

McLaughlin,  Inc. 

Gr  . ,Agg.Surf . ,PMS 

8/30/61 

240  Cal, 

9/26/61 

Good 

35 

70 

Townsend- Canyon  Ferry- C lasoi 1 

$319,862.15 

b Dr. 

Days 

I 15-1  (11)  37  U-  1 

7.775 

Ni Ison- Smi th 

Gr  . ,Agg . Surf . ,PMS 

3/22/61 

400  Cal. 

6/16/61 

Good 

44 

76 

Idaho  Line-Dillon 

$1,043,487.45 

b Dr. 

Days 

I 15-1  (11)  37  U-2 

-Ralph  Huckaba 

4 Prest.  Br. -567.0" 

3/22/61 

6/30/62 

4/17/61 

Completed 

Idaho  Line-Dillon 

$222  ,558.72 

6/18/62 

I 15-1  (11)  37  U-3 

4.500 

Hildreth  Const. 

Fencing 

4/17/61 

200  Cal. 

6/20/61 

Resumed 

2 

50 

Idaho  Line-Dillon 

$29,997,97 

Days 

6/6/62 

I 15-1  (15)  37 

7.775 

Electrical  Prod, Co 

.Signing  b Delineation 

6/25/62 

90  Cal. 

Not  Started 

Armstead-No.  & So 

$20,838.81 

Days 

I 15-2  (14)  127  U-1 

3.361 

Bud  King  Const. 

Gr  , ,Surf  . , Cone  . Pave  , i. 

8/30/61 

400  Cal. 

9/26/61 

Fair 

63 

12 

F 207  (8)  6.  F 279  (4) 

$1,726,708.52 

PMS  , Seal  Coat  b Dr, 

Days 

Butte  Streets 

I 15-2  ( 14)  127  U-2 

2.708 

U.S. Steel  Corp. 

Fenc i ng 

8/30/61 

200  Cal. 

Not  Started 

Butte  Urban 

$62  ,087.38 

Days 

I-IG  15-2  (16)  126  U-1 

2.554 

Kie ly  Cons t . Co , 

Gr , ,Agg .Surf , ,PMS , 

5/23/62 

400  Cal. 

6/18/62 

0 

& I 115-2  (2)  126  U- 1 

$1,826,707.87 

Cone. Pave,  b Dr. 

Days 

Butte  Streets 

I-IG  15-2  ( 16)  126  U-2 

W.R.Cahoon  Const. 

5 Structures 

5n2,!b2 

9/30/63 

Not  Started 

& I 115-2  (2)  126  U-2 

$566,921.56 

Butte  Urban 

I-IG  15-2  ( 16)  126  U-3 

2.554 

U.S, Steel  Corp. 

Fencing 

200  Cal. 

Not  Started 

& I 115-2  (2)  126  U-3 

$26,008.46 

Days 

Butte  Urban 

I-IG  15-2  ( 16)  127  U-4 

W.R.Cahoon  Const. 

Dual  462.5'  Steel  OP 

5!23lb2 

9/30/63 

Not  Started 

Butte  Urban 

$345,958.00 

I-IG  15-2  (17)  130  U-1 

1.296 

King  8 McLaughlin 

Gr  . ,Agg ..Surf  , ,Ceni 

4/25/62 

300  Cal. 

5/7/62 

Fair 

21 

11 

& S 213  (4) 

$732,528  92 

Stab. Base,  Cone. Pave., 

Days 

Butte  Streets 

PMS  b Dr. 

I-IG  15-2  ( 17)  130  U-2 

■Waddell  Const. 

3 Structures 

4/25/62 

6/30/63 

5/28/62 

Good 

9 

1 

E.  Butte  Interchange  $227,822.64 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  June  30^  1962 
Division  309  - Continued 


I-IG  15-2  (17)  130  U-3 

1.470 

U.S. Steel  Corp. 

Fencing 

4/25/62 

150  Cal. 

Not  Started 

E.  Butte  Interchange 

$18,124.79 

Days 

F 42  (1)  U-  1 

9.226 

S .Arkwright ,I nc . 

Gr . ,Surf . & PMS 

7/19/61 

250  Cal. 

8/14/61 

Good  19 

52 

Idaho  Line-Wisdom 

$699,594.72 

Days 

F 42  (1)  U-2 

Watters  Const. 

214.5'  Conc.Str. 

7/19/61 

7/31/62 

8/21/61 

Good  5 

95 

Idaho  Line-Wisdom 

$69  ,600.05 

S 167  (6) 

4.978 

Hi  Ide  Const. 

Gr . jSurf . ,BST  & Dr. 

7/5/61 

220  Cal. 

8/24/61 

Poor  5 

66 

Cardwe 11- Southeast 

$341,016-40 

Days 

DISTRICT  110  - Bozeman 

Division  310  - Bozeman 

F 13(6)U2,  F 43(15)U2 

69.841 

United  Paving  Co. 

Seal  Coat 

A/23!e2 

60  Cal. 

Not  Started 

F 217(12)U2,  F 217( 13)U2, 

$131,985.62 

Days 

S 9(9)U2,S  366(2)U2,S  : 

273(3)U2 

Livingston-So. ^Wisdom-^ 

Divide 

Gardiner- Livingston  jCardwe 1 1- 

Boulder jEmigrant  Br.  & 

App.  , 

Pray  Siding-Mill  Creek 

S 49  (7)  U- 1 

8.979 

S .Birch  , Inc . & 

Gr.  , Surf ., PMS,  Dr. 

10/25/61 

200  Cal. 

11/6/61 

Good  35 

57 

Fort  Logan- W , S . Spri ngs 

$294,071.82 

& 29®  TT  Br. 

Days 

I-IG  90-6  (2)  309  U- 1 

5.275 

Goodie  How  Bros, 

Gr.  jSurf  ,PMS  , Dr. 

5/24/61 

420  Cal. 

b/15/61 

Good  8 4 

67 

Rocky  Canyon  Road 

$4,058 ,435 . 93 

Si  3 Structures 

Days 

I-IG  90-6  (2)  309  U-2 

5.275 

Tsehache  Bros. 

Fencing 

6/5/bl 

150  Cal. 

6/22/61 

Susp. 

25 

Rocky  Canyon  Road 

$39,885,60 

Days 

10/24/61 

I 90-6  (b)  309 

5.275 

Elec .Products  Corp 

Signing  & Delineation 

6/25/62 

90  Cal. 

Not  Started 

Rocky  Canyon  Road 

$20,838  81 

Days 

I-IG  90-7  (9)  327  U- 1 

12.087 

King  & McLaughlin 

Gr.  ,Suif  . ,PMS  , Di  , 6. 

12/21/60 

350  Cal. 

1/25/61 

Fair  50 

77 

& F 185  (6)  U-1 

$3  5 134,965 . 16 

Irr.  Facilities 

Days 

Livingston-So,-East  & 1 

^est 

I-IG  90-7  (9)  327  U-2 

Schultz  6t  Lindsay 

1,486.5®  S&C  OP 

12/21/60 

6/30/62 

1/30/61 

Completed 

Livingston-So , 8 East 

$404,374.87 

6/28/62 

I-IG  90-7  (9)  327  U-3 

12.087 

Lahren  Const. 

Fencing 

12/21/60 

150  Cal. 

3/14/61 

Shutdown 

64 

& F 185  (6)  U-3 

$66,821.50 

Days 

8/12/61 

Livingston-So.  &i  East 

I 90-7  (10)  327 

11.823 

Natl.Adv.  Co, 

Signing  & Delineation 

6/25/62 

90  Cal. 

Not  Started 

Livingston-So,  8 East 

$68  ,540.90 

Days 

SMP  1699-61, Gallatin, 

W.  B.  Harding 

Cr.  St  Stockpiling 

7/19/61 

120  Cal. 

8/14/61 

Completed 

Madison  Beaverhead  Cos. 

$47,415.00 

Days 

6/23/62 

DISTRICT  106  - GREAT  FALLS 

Division  306  - Great 

Falls 

I-IG~ING  15-4  (4)i82U2 

2.770 

Hi Ide  Cons  t . 

Gr ., Surf ., PMS , Dr.& 

9/28/60 

300  Cal. 

10/12/60 

Good  28 

98 

F 214(3)Ul,Helena-So 

. 

$1,129,813.43 

Dual  260.5’  St. UP 

Days 

'■-"TO 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  June  30,  1962 

Division  306  - Continued 


1-IG-ING  15-4  (4)  182U4 

1.248 

S. Birch,  Inc.  R 

Gr . ,Surf . ,PMS , Dr . , 

5/24/61 

300  Cal. 

6/8/61 

Good 

3 

99 

R I 15-4  (5)  185U1 

S .Birch  R Sons 

242,5’  Tnterch.  Sc 

Days 

Helena- No . 

I-IG-ING  15-4  (4) 182U6 

1.248 

U.S. Steel  Corp. 

Fencing  &.  Cattle  Gds . 

5/24/61 

100  Cal 

9/27/61 

Good 

4 

99 

I 11-4(5) 182  U2 , Helena- 

No. 

$32,110.94 

Days 

I 15-4  (6)  186  U-1  R 

9.994 

Zook  Bros . 

Gr  . ,Agg . Surf . ,PMS 

4/25/62 

400  Cal. 

5/16/62 

Good 

13 

6 

S 2 (15)  U1 ,Helena-No. 

R Lake  Helena-West 

$1,924,473.59 

Sc  Dr. 

Days 

I 15-4  (6)  186  U-2 

A & B Const. 

50.0'  Cone.  Br. 

4/25/62 

10/31/62 

5/23/62 

Fair 

9 

9 

Helena-North 

$77,437.23 

I 15-4  (6)  186  U-3 

— 

Mont.Engr.R  Const. 

Dual  1 18 . 0 ' Cone .OP 

12/20/61 

8/31/62 

3/26/62 

Good 

13 

60 

Helena-No . 

$130,183.48 

Sc  204.5'  Cone.  Inter 

I 15-4  (6)  186  U-^ 

8.170 

Strandberg  & 

Fencing 

4/25/62 

250  Cal. 

5/16/62 

Fai  r 

2 

15 

He lena-No . 

Senecal  8 Mininger 
$40,106.15 

Days 

I 15-4  (9)  194  U-1 

12.663 

McNutt  R Baulne 

Gr  . ,Surf . ,PMS ,Dr . 

6/14/61 

400  Cal. 

7/19/61 

Good 

159 

48 

Helena  Hill-Sieben 

$3,788,848.75 

& Dual  118.0'  Str . 

Days 

I 15-4  (9)  194  U-2 

12.663 

Tschache  Bros, 

Fencing  Sc  Cattle  Gd . 

6/14/61 

150  Cal. 

6/28/61 

Poor 

69 

Helena  Hill-Sieben 

$79,149.25 

Days 

I 15-4  ( 10)  182  R F214 

3.469 

Highway  Steel 

Signing  8.  Delineation 

7/5/61 

150  Cal. 

10/3/61 

Shutdown 

85 

( 4)  ,L .RC .Co . Line  No, 

$61,237.71 

Days 

12/8/61 

I 15-4  ( 12)  207  U- 1 

3.388 

King  & McLaughlin 

Gr  . ,Surf . ,PMS , 

10/25/61 

300  Cal. 

11/6/61 

Good 

53 

49 

Sieben-No.  & So. 

$2,110,638.04 

Fencing  8 Dr . 

Days 

T 15-4  ( 12)  207  U-2 

Fred  Strandberg 

Dual  113-0’  Str. 

10/25/61 

7/31/62 

4/6/62 

Good 

6 

83 

Sieben-No.  8 So. 

$89,445.74 

Sc  63.1'  Br , 

I 15-4  (14)  185 

1.248 

Skinner  Enter. 

Signing  8 Delineation 

4/25/62 

60  Cal. 

5/21/62 

Good 

3 

60 

He lena-No . 

$18,975.37 

Days 

I 15-5  ( 13)  239  U- 1 

9.702 

Baltrusch  Const, 

Gr.  ,Surf . ,PMS  8 Dr. 

3/22/61 

420  Cal. 

4/24/61 

Fair 

15 

63 

Hardy  Creek-Cascade 

$1,741,788.17 

Days 

I 15-5  (13)  239  U-3 

9.702 

Boulet  Const. 

Fenc ing 

3/22/61 

200  Cal. 

5/2/61 

Shudown 

56 

Hardy  Creek-Cascade 

$60,050.85 

Days 

5/12/62 

I 15-5  (17)  239 

9.702 

Skinner  Enter. 

Signing  8 Delineation 

4/25/62 

100  Cal. 

Not  Started 

Hardy  Preek-Cascade 

$21,450.14 

Days 

F 65  (8)  U-1 

1.232 

Robertson  8 Cave 

Gr . ,Agg . Surf . ,BST 

12/20/61 

100  Cal. 

5/18/62 

Good 

12 

25 

Sun  River- Choteau 

$58,463.87 

8 Dr. 

Days 

S 77  (6) 

0.595 

Watters  Const. 

Gr.  ,Dr.  8 141.5' 

6/27/62 

11/30/62 

Not  Started 

Cascade- U Im 

$84,652.20 

Prestress.  Cone,  Br. 

S 82  (1)  U-1 

5.901 

Ni Ison- Smi th 

Gr.  ,Agg.Surf . ,PMS 

4/25/62 

200  Cal. 

5/22/62 

Good 

14 

14 

Choteau- Farmington 

$211,262.52 

8 Dr. 

Days 

F 149  (16) 

9.726 

Schultz  Sc  Lindsay 

Gr . ,Agg . Surf . ,PMS 

5/23/62 

280  Cal, 

Not  Started 

Gt. Fa  11s- Ft .Benton 

$603,123.97 

8 Dr . 

Days 

■?  Cl 
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MONTHLY  TZONSTRUCTION  REPORT 


Month  Ending  June  30. 

1962 

Division  306  - Continued 

F 180  (4)  & U 277  (5) 

3.198 

Mont. Sand  & Grav. 

Minor  Gr . ,Surf . ,PMS, 

6/27/61 

70  Cal, 

7/31/62 

Shutdown 

93 

Great  Falls  Streets 

$239,875.32 

SCO  , Med .Curb , & Dr. 

Days 

10/6/61 

F 180  (5)  & S-US  386  (1)3.695 

McLaughlin,  Inc. 

Gr. ,Agg.Surf . ,PMS 

1/24/62 

150  Cal, 

3/30/62 

Good 

30 

40 

Great  Falls  Streets 

$251,948.65 

& Dr. 

Days 

F 235(27)U2  G S 239(4) 

15.389 

Zook  Bros . 

Seal  Coat 

ii/23/62 

60  Cal. 

Not  Started 

U2  jArmington-Lewistown 

$34,085.05 

Days 

F 238  (8)  U-1 

8.476 

Ni Ison- Smi th 

Gr . ,Agg .Surf . ,PMS 

1/18/62 

200  Cal. 

4/16/62 

Good 

40 

25 

Wolf  Creek-August 

$736,044.20 

& Dr . 

Days 

F 238  (8)  U-2 

Watters  Const. 

294.0'  Steel  Br, 

1/18/62 

10/31/62 

3/6/62 

Poor 

21 

Wolf  Creek-August 

$133,734.30 

U 249(14)U1,U-UG  376 

0.513 

C.B.Lauch  Const. 

Gr . jSurf . ,Pave . , 

5/24/61 

7/31/62 

6/13/61 

Good 

28 

58 

(3)Ui, Helena  Sts. 

$300,715.78 

PMS,OP  h Dr. 

U 249( 14)U2,U-UG  376 

Allen  Electric 

Traffic  Signals 

11/29/61 

45  Cal. 

Not  Started 

U2  .Helena  Sts. 

$15,540.92 

Days 

DISTRICT  102  - HAVRE 


Division  302  - Havre 


S 12  (9) 

4 . 866 

Richardson  Const. 

Gr , ,Agg.Surf , ,PM  S 

U/25/62 

150  Cal. 

Not  Started 

Har lem-Turner-Can . Line 

$288,159.83 

L Dr , 

Days 

S 13  (5)  U-1 

5.288 

O’Neil  Const. 

Gr  . ,Sarf  . ,PMS  Si  Dr. 

3/27/61 

200  Cal. 

4/26/61 

Completed 

Rudyard- Go Ids  tone 

$327,239.84 

Days 

6/11/62 

F 62  (11) 

8.249 

United  Paving  Co. 

Plant  Mix  Bit,  Surf. 

b/27/62 

90  Cal. 

Not  Started 

She Iby- Chester 

$195,029.30 

Days 

S 179  (4) 

6.315 

Allen  Stuber 

Gr . ,Surf , & Dr . 

6/14/61 

200  Cal. 

7/12/61 

Completed 

Har lem- Hoge land 

$120,348.25 

Days 

6/22/62 

S 188  (4) 

10,095 

O'Neil  Const.  Co. 

Gr . , Agg.Surf,  G Dr, 

7/2/62 

250  Cal, 

Not  Started 

Galata-No . 

$246,315,18 

Days 

F 260  (7)  L F 353  (8) 

5.761 

S .Birch , Inc . & 

Gr . ,Agg,Surf . ,PMS 

4/20/62 

250  Cal. 

5/14/62 

Good 

36 

8 

W . Glacier-E . Glacier  & 

S. Birch  & Sons 

L Dr, 

Days 

E . Glacier- Browning 

S 290  (12) 

1.688 

N. A. Nelson  Const. 

Gr.  ,Surf . ,PMS ,Dr. 

7/19/61 

7/31/63 

8/16/61 

Fair 

6 

22 

Geraldine-Ft , Benton 

$526,260.65 

L 708.0'  St.Br. 

S 290  ( 13)  U-  1 

9.508 

S .Birch , Inc , & 

Gr . , Agg.Surf . ,PMS 

3/28/62 

250  Cal. 

4/30/62 

Good 

22 

14 

Geraldine-Ft,  Benton 

S. Birch  G Sons 
$388,571.90 

R Dr. 

Days 

S 301  (8)  U-1 

4.993 

O'Neil  Const. 

Gr . , Agg . Surf . ,PMS 

2/21/62 

150  Cal. 

4/19/62 

Good 

20 

42 

Havre- Simpson- C . Line 

$216,399.85 

L Dr. 

Days 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr. ,Agg,Surf . ,PMS 

4/25/62 

220  Cal. 

Not  Started 

Fort  Benton-Chester 

$421,229.67 

G Dr . 

Days 

S 366  (6) 

4.073 

O'Neil  Const. 

Gr  .,  Agg . Surf  . , Sx  Dr. 

12/20/61 

200  Cal. 

5/14/62 

Good 

14 

26 

Sunburst- Sweetgrass 

$126,200.71 

Days 

SMP  2101-62 

0.565 

Nault  Plumbing 

8"  asbestos- cement 

6/25/62 

9/30/62 

Not  Started 

Havre,  Mont. 

$12,292.90 

water  pipe  line 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  June  30,  1962 


DISTRICT  104  - Glendive 

Division  304  - Glendive 

S 32  (11) 

7.408 

Haggart  Const. 

Gr . ,Surf , ,PMS ,Sea 1 

7/5/61 

140  Cal. 

7/27/61 

-- 

93 

Glendive- Richey- NW 

$291,557.58 

& Dr . 

Days 

I 94-7  (3)  240 

Otto  J.  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

Good 

20 

62 

Wibaux-East  & West 

$169,195.29 

I 94-7  (4)  233  U- 1 

6.169 

Albert  Lalonde 

Gr . ,Agg  S urf . ,PMS , 

10/25/61 

300  Cal. 

11/14/61 

Good 

55 

18 

Wibaux- West 

$1,054,732.96 

Fencing  h Dr. 

Days 

I 9A-7  (4)  233  U-2 

8.105 

Albert  Lalonde 

Gr . ,Agg . Surf . ,PMS , 

10/25/61 

300  Cal. 

11/14/61 

Good 

67 

44 

Wibaux- East 

$1,113,399.82 

Fencing  St  Dr. 

Days 

S 238  ( 1)  U-1 

6.586 

Joe  Mayo  & Son 

Gr  . ,Agg . Surf  . S;  Dr. 

1/24/62 

200  Cal. 

3/29/62 

Good 

18 

87 

Circle-So.  Sc  East 

$164,483.25 

Days 

S 238  (1)  U-2 

Otto  J.  Eickhof 

Structures 

12/20/61 

10/31/62 

4/4/62 

Poor 

24 

Circle-So.  & East 

$68,834.04 

F 246(9)U2,F333(29)U2 

56.648 

Richardson  Const. 

Seal  Coat 

4/23/62 

60  Cal. 

Not  Started 

S 8(10)U2,S  68(4)U2, 

$115,789.80 

Days 

S 187(8)U2,S  361(10)U2, 

Circ le-Glendive-Grassrange-Malta , 

Scobey-Opheim ,Hi Iger-Winif red- 

Big 

Sandy ,Arme 11s  Creek-Hay 

s- Harlem , 

Presservi 1 le-Girard- Fairview 

F 213  (4) 

N. A. Nelson  Const. 

Repair  of  3 piers 

6/27/62 

12/31/62 

Not  Started 

Towne  St.  Br, 

$117,500.00 

S 258  (4) 

7.820 

O'Neil  Const. 

Gr , ,Surf  . St  Dr . 

9/27/61 

240  Cal, 

10/16/61 

Poor 

23 

Rock  Springs- VanNorman 

$184,266.53 

Days 

SMP  1101-62 

Morgen  Si  Oswood 

Addition  to  Office 

6/25/62 

12/31/62 

Not  Started 

Glendive,  Montana 

$25,991.00 

Building 

DISTRICT  103  - WOLF  POINT 

Division  103  - Wolf  Point 

S 73  (4)  U-1 

8.444 

Schultz  & Lindsay 

Gr . ,Surf  . ,PMS  St  Dr. 

7/5/61 

250  Cal. 

9/11/61 

Fair 

75 

Reserve- No .Dak . Line 

$314,455.62 

Days 

F 84  (30)  U-1 

10.851 

Schultz  & Lindsay 

Agg.Surf.  Si  PMS 

11/29/61 

90  Cal. 

4/4/62 

Poor 

15 

W.of  W . Point-No .Dak . 

$234,300.24 

Days 

F 144(6)  U1,S  368(13) 

6.760 

Richardson  Const. 

Gr . ,Surf , ,PMS , Dr. 

5721/61 

240  Cal. 

6/13/61 

Fair 

40 

88 

6i  S 368 ( 14)  , Glasgow- 

$849,261.16 

St  TT  Br. 

Days 

Nashua- Opheim-C .Line 

F 144  (6)  U-2 

Watters  Const. 

Traffic  Signals 

12/20/61 

450  Cal. 

4/30/62 

Poor 

40 

1st  Ave .No ,- Glasgow 

$14,881.22 

Days 

S 239  (2)  U-1 

13.422 

Richardson  Const, 

Agg .Surf  PMS  St 

4/25/62 

220  Cal. 

5/11/62 

Good 

50 

27 

Nashua-No . 

$290,595.16 

Minor  Surf. Prep. 

Days 

F 315  (15) 

12.052 

Wickens  Bros. 

Gr  . ,Surf  . St  Dr  . 

8/30/61 

330  Cal. 

10/9/61 

Good 

45 

54 

Van  Norman-Glasgow 

$565,457.30 

Days 

S 402  (3) 

7.778 

Hilling  Const. 

Gr . , Agg , Surf . ,PMS 

7/2/62 

240  Cal. 

Not  Started 

Gulbertson-McCave-Bainvi lie 

$294,423.63 

St  Dr, 

Davs 
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MONTHLY  CONSTRUCTION  REPORT  ▼ ^ 

Month  Ending  June  30,  1962 


DISTRICT  105  - Lewistown 

Division  305  - Lewistown 

S 68  (5)  U-1 

13.011 

' Gus  M , Albert 

Agg.Surf.  Si  PMS 

7/2/62 

120  Cal. 

Not  Started 

Hi Iger-Winif red-Big  Sandy 

$327,341.54 

Days 

F 103  (lO)Ul  & F 333 

11.452 

NW  Engr . Co. 

Gr.  ,Cem. Stab. Base, 

7/5/61 

220  Cal. 

8/17/61 

Poor 

48 

( 28) U1 , Lewistown- Roy , 

$688,619.11 

PMS  & Dr. 

G o Range- Malta 

U 112(3) ,U  229( 15)  & 

1.976 

Robertson  &i  B lossomGr  . ,Agg  .Surf  . ,PMS  , 

4/30/62 

140  Cal. 

5/14/62 

Fair 

20 

16 

U 235(32), Main  St .- Lewistown 

$319,924.89 

Dr.  Sa  30.0'  Conc.Br. 

Days 

F 333(27)U1  & F 2^(6) 

11.218 

Peter  Kiewit 

Gr . ,Cem .Stab .Base , 

2/21/61 

220  Cal. 

4/11/61 

Shutdown 

99 

Roundup- G . Range- Ma 1 ta 

$723,297.09 

PMS  & Dr. 

Days 

11/10/61 

S 399  (2) 

0.991 

Wickens  Bros. 

Gr  . ,Surf  . ,Dr  . Si 

9/27/61 

7/31/62 

10/24/61 

Poor 

2 

97 

Melstone-Mosby 

$91,866.17 

131.5'  Br. 

DISTRICT  111  - Billings 

Division  311  - Billings 

FLH  9 (1)  U-1 

5.200 

S . H . Arkwright 

Gr . ,Agg . Surf . ,PMS 

10/25/61 

180  Cal, 

3/27/62 

Fair 

15 

60 

St.  Xavier- Hardin 

$330,527.87 

Si  Dr. 

Days 

FLH  9 (1)  U-2 

4.400 

Richardson  Const. 

Gr . ,Agg . Surf . ,PMS 

3/28/62 

140  Cal. 

4/25/62 

Fair 

15 

48 

St.  Xavier-Hardin 

$219,746.85 

& Dr . 

Days 

FLH  9 (1)  U-3 

W.P.Roscoe  Co. 

65  ' Cone . Br . 

4/25/62 

9/15/62 

5/31/62 

Good 

7 

59 

St.  Xavier- Hardin= 

$24,985.41 

S 71  (4) 

0.512 

W.Mackin  6 Son 

141.5'  Cone .Br . , 

12/20/61 

8/31/62 

3/28/62 

Good 

11 

64 

Ryegate- South 

$72,786.12 

Gr  . ,Agg . Surf  . Si  Dr. 

I 90-7  (8)  387  U-1  6 

5.915 

S .H. Arkwright 

Gr . ,Agg . Surf . ,PMS 

4/6/62 

380  Cal. 

5/21/62 

Fair 

17 

8 

I- IG  90-8  ( 12)  388  U- 1 

$1,004,665.33 

& Dr. 

Days 

Reed  Point-East  & West 

I 90-7  (8)  387  U-2  6. 

Strandberg  & 

7 Structures 

4/6/62 

5/31/63 

6/12/62 

Good 

6 

2 

I-IG  90-8  ( 12)  388  U-3 

Associates 

Reed  Point-East  & West 

$251,586.34 

I 90-7  (8)  387  U-3  & 

10.547 

Clair  Boulet 

Fencing 

4/6/62 

300  Cal. 

5/8/62 

Fair 

10 

29 

I-IG  90-8  ( 12)  388  U-4 

$81,017.00 

Days 

Reed  Point-East  6 West 

I 90-8  (10)  451 

W.R.Cahoon  Const. 

Dual  937.75'  St.Br. 

5/23/60 

8/30/62 

6/22/60 

Completed 

Yellowstone  Riv . Br. 

$808,983.80 

6/20/62 

I-IG  90-8  ( 12)_  388  U-2 

4.633 

S.H.  Arkwright 

Gr . ,Agg . Surf . ,PMS 

4/6/62 

200  Cal, 

6/4/62 

Fair 

7 

4 

Reed  Point-East 

$1,046,792.32 

& Dr. 

Days 

IG  90-8  (13)  395 

— 

Waddell  Const. 

248.5'  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Good 

6 

21 

Reed  Point-East 

$92,851.18 

I 90-8  (16)  437  U-2 

— 

F.L. Flynn  Co. 

73.94’  Cone.  Br. 

5/23/62 

5/31/63 

Not  Started 

Mossmain-Bi 1 lings 

$43,334.44 

I 94-1  (5)  51 

Husman  Bros . 

580.25'  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Fair 

8 

10 

Yellowstone  Co . Interstate  $29A,A00,62 
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MONTHLY  J^STRUCTION  REPORT  ^ ^ 

Month  Ending  June  30^  1962 

Division  311  - Continued 


I 94-1  (6)  50  U1  & 

5 All 

S .H .Arkwright 

Gr  . ,Agg .Surf . ,PMS 

6/25/62 

350  Cal. 

Not  Started 

I 54-2  (4)  51  U1 

$1,034,576.96 

h Dr. 

Days 

Custer-E . ,Big  Horn-E.  & 

W. 

I 94-  1 (6)  50  U2  & 

5 All 

Bohleen  Const. 

Fencing 

6/25/62 

200  Cal. 

Not  Started 

I 94-2  (4)  51  U-3 

$35,843.50 

Days 

Custer-E Big  Horn-E.  & 

W. 

I 94-2  (4)  51  U2 

— 

Schultz  & Lindsay 

178.0'  Prestress. 

6/25/62 

12/31/62 

Not  Started 

Big  Horn-E.  R W. 

$53,881.70 

Cone  . Beam  Underpass 

U-FG  228  (16) 

1 . 466 

Schultz  & Lindsay 

Gr . ,Agg . Surf . ,C .S . 

11/29/61 

11/30/63 

1/29/62 

Fair  1^ 

17 

Laurel-Billings 

$1,043,348.05 

Base , Cone .Pave . ,PMS  & 

Dr. 

S 260  (3)  U-1 

11.412 

Albert  Lalonde 

Surf.  6.  PMS 

- 7/5/61 

100  Cal. 

8/28/61 

Completed 

Lodge  Grass-St .Xavier 

$211,507.28 

Days 

6/15/62 

U-F  296  (15)  U-2 

Walter  Mackin 

35.0'  TT  Br. 

5/23/62 

12/31/62 

Not  Started 

Bi  1 lings  - Lavina- 

$17  ,742.20 

S 399  ( 1) 

7.824 

F rank  E . Olson 

Gr , ,Agg . Surf  . Si  Dr. 

2/21/62 

180  Cal, 

6/18/62 

Good  43 

14 

Melstone-Mosby 

$177,086.22 

Days 

SMP  0999-62,  Custer 

Schultz  R Lindsay 

Cr.  Si  Stockpiling 

6/27/62 

180  Cal. 

Not  Started 

Fallon  & Rosebud 

$95,102.85 

Days 

DISTRICT  112  - MILES  CITY 

Division  307  - Miles 

Ci  tv 

I 94-3  (3)114  U-1 

6,246 

Schultz  & Lindsay 

Gr  . ,Surf  . ,PMS  Si  Dr. 

7/19/61 

350  Cal. 

9/28/61 

Good  62 

43 

6,  T 94-4  (9)  119  U-1 

$829,372.47 

Days 

Hathaway- East  & West 

I 94-3  (3)  114  U-3  & 

6.246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal. 

4/18/62 

Good  6 

56 

I 94-4  (9)  119  U-2 

$31,598.00 

Days 

Hathaway-East  & West 

T 94-3  (7)  114,  I 94-4 

33.646 

E lec . Products 

Signing  Sx  Delineation 

6/25/62 

120  Cal. 

Not  Started 

( 10)  127,  I 94-4  ( 12) 

$74,736.69 

Days 

119,  Hathaway- E.  & West 

Miles  City-E.  & West 

I 94-4  (6)  136  U- 1 & 

12.442 

Peter  Kiewit 

Gr . ,Surf . ,Conc .Pave . 

4/19/61 

400  Cal. 

6/18/61 

Good  90 

62 

F 86  (20)  U-1 

$2,849,375.73 

PMS  Si  Structures 

Days 

Miles  City-East 

I 94-4  (6)  136  U-2 

11.597 

W. Mackin  & Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Shutdown 

76 

Miles  City- East 

$62,799.00 

Days 

12/4/61 

I 94-4  (8)  120  U-  1 

7.308 

Schultz  & Lindsay 

Gr.  ,Surf . ,PMS  & Dr. 

7/19/61 

400  Cal. 

8/17/61 

Good  68 

49 

Hathaway- East 

$1,302,922.13 

Days 

I 94-4  (8)  120  U-3 

7.308 

W. Mackin  Sons 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

Shutdown 

59 

Ha  thaway- East 

$47,215.00 

Days 

11/20/61 

F 156  (10)  U-1  S. 

13.187 

Albert  & Marshall 

Gr.  ,Surf . & PMS 

7/5/61 

300  Cal. 

8/28/61 

Good  57 

67 

F 156  (11)  U-1 

$759,600.10 

Days 

Olive-Miles  City 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  June  30-  1962 


Division  307  - Continued 

F 157  (16)  U-1  5.000 

Hilling  Const. 

Gr . jAgg.Surf . ,PMS 

1/24/62 

200  Cal. 

4/10/62 

Good 

30 

38 

Miles  City- Jordan 

F 157  (16)  U-2 

$296,315.69 

Otto  Eickhof 

& Dr. 

101.5'  Cone.  Br. 

11/29/61 

Days 

7/31/62 

5/14/62 

Fai  r 

8 

26 

Miles  City- Jordan 

S 259  (2)  U-1 

9.033 

$34,756.77 

Weaver  Const. 

Gr. jAgg.Surf . ,PMS , 

3/28/62 

200  Cal. 

4/17/62 

Fair 

30 

14 

Rosebud-Cartersvi lle-E . 
S 333  (2) 

5.260 

$418,119.38 
Hilling  Const. 

Dr.  & 38'  TT  Br. 

Gr . ,Surf  . Dr . 

11/29/61 

Days 

200  Cal. 

3/12/62 

Fair 

11 

47 

Say le-East 

S 398  (2) 

9.640 

$185,758.38 

Joe  Mayo  & Son 

Gr . ,Agg.Surf . 8 Dr. 

5/15/62 

Days 

250  Cal. 

5/30/62 

Good 

42 

28 

Plevna-Baker 

$237,417.75 

Days 

v-  • 


STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  July  31.  1962 


Project  No, 
Location 

Contractor  and 
Mileage  Bid  Price 

Type 

Contract 

Awarded 

Date  of 
Completion 

Work 

Began 

Pro- 

gress 

Men  % 
Emp.Comp, 

DISTRICT  ONE  - MISSOULA 

Division  110  - Missoula 

I 90-1  (6)  43  U-1 

6.686 

Zook  Bros.  Const. 

Gr . ,Agg , Surf . ,PMS ,Dr . 

1/21/60 

330  Cal, 

3/29/60 

Completed 

Superior-East  & West 

$1,096,572.11 

R 17.25*  Sept. 

Days 

7/20/62 

I 90-1(16)43,  I 90-3 

23.720 

Tschache  Bros. 

Seeding  R Mulching 

7/25/62 

4/30/63 

Not  Started 

(11)180,  F 184(15) , 

$30,067.43 

C F 191(22),  Superior- 

E,  R W. , Deer  Lodge- No, 

& 

So,,  Bearmouth-Deer  Lodge 

Pablo- Kali  spell 

I-IG  90-2  (12)  118  U-1 

Watters  Const. 

Dual  353.0'  OP 

2/21/62 

6/30/63 

3/21/62 

Good 

4 

33 

Pi  ItzVi 1 le- Clinton 

$233,014.57 

I-IG  90-2  (12)  118  U-2 

A C B Const. 

284.5'  Cone.  Br. 

4/25/62 

6/30/63 

Not  Started 

Pi  Itzvi 1 le- Clinton 

$91,717.05 

I-IG  90-2  ( 12)  118  U-3 

Pew  Bridge  Co. 

Daul  123.0*  Cone. 

5/23/62 

10/31/62 

5/31/62 

Good 

10 

28 

Pi  Itzvi lie- Clinton 

$87,268.07 

Beam  Sep. 

F-FG  215  (7) 

0.252 

Sletten  Const. 

Gr . ,Agg - Surf . ,PMS  , Dr. 

9/27/61 

6/30/63 

10/16/61 

Good 

29 

74 

Higgins  Ave,-Msla.  Rd . 

$988,381.36 

R 972.0'  Str. 

F-FG  219  (16)  U-1 

9.781 

S.  Birch,  Inc.R 

Gr . ,Agg . Surf . ,PMS , 

7/25/62 

300  Cal. 

Not  Started 

Missoula- Arlee 

S,  Birch  & Sons 

R Dr. 

Days 

$995,276.53 

F-FG  219  (16)  U-2 

Riklin  Const. 

173.0'  Cone.  Beam 

3/28/62 

10/31/62 

7/3/62 

Good 

4 

4 

Missoula- Arlee 

$61,618.24 

Highway  over  RR  OP 

S 221  (2) 

5.189 

Bud  King  Const. 

Gr . jAgg . Surf . R Dr. 

2/21/62 

200  Cal. 

2/20/62 

Fair 

16 

61 

Thompson  Falls-West 

$224,289.40 

Days 

S-SG  272  (2) 

1.731 

Naranche  R Konda 

Surf. ,PMS  R Seal  Coat 

7/19/61 

50  Cal. 

8/16/61 

Completed 

NW  Frenchtown-West 

$46,331,95 

Days 

7/3/62 

S 291  (6) 

5.406 

Peter  Kiewit 

Gr , ,Cem . Stab .Base , 

7/19/61 

150  Cal. 

5/23/62 

Good 

20 

40 

Avon-Helmvi lie 

$336,918.99 

PMS  R Dr. 

Days 

S 328  (1) 

1.215 

Bud  King  Const. 

Gr . , Surf.,RM0,  Dr. 

4/19/61 

200  Cal. 

6/29/61 

Good 

5 

84 

Conner- Cutoff 

$228,546.43 

R 2 Cone . Str . 

Days 

SMP  3210-03-62 

Watters  Const. 

84*x  36'  maint.  shop 

6/25/62 

12/31/62 

7/ 10/62 

Good 

6 

40 

22  miles  west  of  Lolo 

SMP  3210-62 

22  miles  west  of  Lolo 


$17,720.00 
Tollef  Follinglo 
$17  .860.00 


31’x  31'  sectionhouse  6/25/62  12/31/62  7/13/62 
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MONTHLY  CONSTRUCTION  REPORT 


Month  Ending  July  31, 

1962 

Division  120  - Kalispell 

F 191  (19)  U-1 

5.548 

F & S Cont.  Co. 

Pablo- Kalis pell 

$968,935.33 

F 191  (20)  U-1 

7.300 

Curtis  Const. 

Pablo- Kali spell 

$281,156.53 

F 191  (20)  U-2  & 

13.849 

United  Paving  Co 

S 7 (6)  U-2, Pablo- 

$41,137.30 

Kalispell-Half  Moon 

F 191  (21)  U-2, 

26.603 

Asphalt  Const. 

F 259  (9)  U-2,  F 65  (4) 

$53,356.47 

U-2 , Pablo- Kali spell , 
Hami Iton-Florence , 
Clearwater-Big  Fork 

U 257  ( 14)  U-2 

1.068 

Hollingsworth  El 

Idaho  St . -Kali spe 1 1 

Skinner  Enterpr. 

S 325  ( 1)  U-1 

3.358 

$34,321.80 

Walter  Laas 

Libby-Fish  Hatchery 

$217  ,754.21 

S 325  ( 1)  U-2 

C.B.Lauch  Const, 

Libby-Fish  Hatchery 

$46 ,020.42 

S 377  (2) 

4.021 

Murphy  Bros. 

Whi tef i sh- North 

$455,814.70 

SMP  2799-62,  Missoula, 

Chas . Shannon  Co 

Lincoln , Flathead ,Lake 

$158  ,800.00 

DISTRICT  TWO  - BUTTE 
Division  210  - Butte 

S 6 (4)  U-1 

7.027 

McLaughlin,  Inc. 

Townsend-Canyon  Ferry- 

C lasoi  1 

$319,862.15 

I 15-1  (11)  37  U-1 

7.775 

Ni Ison- Smi th 

Idaho  Line-Dillon 

$1,043,487.45 

I 15-  1 (11)  37  U-3 

4.500 

Hildreth  Const. 

Idaho  Line-Dillon 

$29,997.97 

I 15-1  (15)  37 

7.775 

E lec , Prod . Co . 

Armstead-No.  & So. 

$20,838.81 

I 15-2  ( 14)  127  U- 1 

3.361 

Bud  King  Const, 

F 207  (8)  & F 279  (4) 

$1,726,708.52 

Butte  Streets 

I 15-2  (14)  127  U-2 

2.708 

U.S. Steel  Corp. 

Butte  Urban 

$62  ,087.38 

I 


Gr. ,Agg.Surf . ,PMS 
& Dr. 

4/23/62 

250  Cal. 
Days 

5/10/62 

Fair  40  15 

Gr. ,Surf . ,PMS  & Dr. 

Seal  Coating 

3/22/61 

Sub j . to 
BPR  Cone. 

150  Cal. 
Days 

30  Cal. 
Days 

hlh/6l 

Completed 

7/5/62 

Seal  Coat 

h/23162 

60  Cal. 
Days 

7/10/62 

Completed 

7/22/62 

Traffic  Signals, 

7/25/62 

60  Cal. 

Not  Started 

Signs  G Lighting 

Days 

Gr . ,Agg,Surf . ,PMS 

7/25/62 

140  Cal. 

Not  Started 

& Dr . 

Days 

121.5*  Gone , Br . 

11/29/61 

8/31/62 

4/16/62 

Completed 

7/18/62 

Gr . ,Agg.Surf . ,PMS 

6/27/62 

220  Cal. 

7/16/62 

Fair  11  2 

G Dr. 

Days 

Cr  . G Stockpiling 

4/23/62 

130  Cal. 

5/7/62 

Poor  10  25 

Days 


Gr.  ,Agg.Surf . ,PMS 

8/30/61 

240  Cal. 

9/26/61 

Good 

15 

87 

G Dr. 

Gr. ,Agg.Surf • ,PMS 

3/22/61 

Days 

400  Cal. 

6/16/61 

Good 

44 

85 

G Dr. 

Fencing 

4/17/61 

Days 

200  Cal. 

6/20/61 

Good 

3 

83 

Signing  G Delineation 

6/25/62 

Days 

90  Cal. 

Not  Started 

Gr . ,Surf . ,Conc . Pave . , 

8/30/61 

Days 

400  Cal. 

9/26/61 

Fair 

80 

25 

PMS  , Seal  Coat  G Dr. 

Days 

Fencing 

8/30/61 

200  Cal. 

Not  Started 

Days 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  July  31,  1962 


Division  210  - continued 


I-IG  15-2  (16)  126  U-1 

2.554 

Kiely  Const.  Co. 

Gr . ,Agg. Surf . ,PMS , 

5/23/62 

400  Cal. 

6/18/62 

Fair 

40 

5 

St  I 115-2  (2)  126  U-1 

$1,826,707.87 

Cone. Pave.  St  Dr, 

Days 

Butte  Streets 

I-IG  15-2  (16)  126  U-2 

W.  R.  Cahoon  Const. 

5 Structures 

5/23/62 

9/30/63 

7/12/62 

Fair 

4 

1 

St  I 115-2  (2)  126  U-2 

$566,921.56 

Butte  Urban 

I-IG  15-2  (16)  126  U-3 

2.554 

U.S. Steel  Corp. 

Fencing 

5/23/62 

200  Cal, 

Not  Started 

St  I 115-2  (2)  126  U-3 

$26  ,008.46 

Days 

Butte  Urban 

1-IG  15-2  (16)  126  U-4 

W.  R.  Cahoon  Const. 

Dual  462,5’  Steel  OP 

5/23/62 

9/30/63 

7/10/62 

-- 

-- 

0 

Butte  Urban 

$345,958.00 

I-IG  15-2  (17)  130  U-1 

1.296 

King  St  McLaughlin 

Gr,  ,Agg,Surf . ,Cem. 

4/25/62 

300  Cal, 

5/7/62 

Fair 

9 

11 

St  S 213  (4) 

$732,528.92 

Stab. Base , Cone .Pave. , 

Days 

Butte  Streets 

PMS  St  Dr. 

I-IG  15-2  (17)  130  U-2 

Waddell  Const. 

3 Structures 

4/25/62 

6/30/63 

5/28/62 

Good 

14 

9 

E. Butte  Interchange 

$227  ,822.64 

I-IG  15-2  ( 17)  130  U-3 

1.470 

U.S.  Steel  Corp. 

Fencing 

4/25/62 

150  Cal. 

Not  Started 

E.  Butte  Interchange 

$18,124.79 

Days 

F 42  (1)  U-1 

9.226 

S. Arkwright,  Inc. 

Gr  . ,Surf  . St  PMS 

7/19/61 

250  Cal. 

8/14/61 

Good 

20 

69 

Idaho  Line-Wisdom 

$699,594.72 

Days 

F 42  (1)  U-2 

Watters  Const. 

214.5’  Cone.  Str. 

7/19/61 

7/31/62 

8/21/61 

Completed 

Idaho  Line-Wisdom 

$69  ,600.05 

7/9/62 

S 167  (6) 

4.978 

Hi  Ide  Const. 

Gr  . ,Surf  . ,BST  S-  Dr. 

7/5/61 

220  Cal. 

8/24/61 

Fair 

16 

75 

Cardwe 1 1 - Southeas  t 

$341,016.40 

Days 

SMP  4799-62,  Silber 

Walter  Laas 

Cr.  St  Stockpiling 

7/25/62 

150  Cal. 

Not 

Bow ,Madi son , Beaverhead 

$80,550.00 

Days 

St  Jefferson  Counties 

Division  220  - Bozeman 

F 13(6)U2,  F 43(15)U2,  69.841  United  Paving  Co.  Seal  Coat 
F 217(12)U2,  F 217(13)U2,  $131,985.62 

S 9(9)U2,  S 366(2)U2,S  273(3)U2 
Livingston- So . , Wisdom- Divide , 

Gardiner- Livingston ,Cardwe 11- 
Boulder  , Emigrant  Br.  St  Appr., 

Pray  Siding-Mill  Creek 

S 49  (7)  U-  1 8.979  S. Birch, Inc.  8 Gr . ,Surf . ,PMS , Dr 

Fort  Logan-W. S . Springs  S. Birch  & Sons  Const.  & 29'  TT  Br. 

$294,071.82 

I-IG  90-6  (2)  309  U-  1 5.275  Goodfellow  Bros.  Gr . ,Surf . ,PMS , Dr 


4/23/62 

60  Cal. 
Days 

4^/27/62 

10/25/61 

200  Cal. 
Days 

11/6/61 

Completed 

7/23/62 

5/24/61 

420  Cal. 

6/15/61 

Good 

Rocky  Canyon  Road 


$4,058,435.93  & 3 Structures 


Days 
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MONTHLY  ^STRUCTION  REPORT 
Month  Ending  July  31,  1962 

Division  220'-  continued 


I-IG  90-6  (2)  309  U-2 

5.275 

Tscbache  Bros. 

Fencing 

6/5/61 

150  Cal. 

6/22/61 

Susp. 

26 

Rocky  Canyon  Road 

$39,885.60 

Days 

10/24/61 

I 90-6  (6)  309 

5.275 

Elec.  Prod.  Corp. 

Signing  & Delineation 

6/25/62 

90  Cal. 

Not  Started 

Rocky  Canyon  Road 

$20,838.81 

Days 

I-IG  90-7  (9)  327  U- 1 

12.087 

King  & McLaughlin 

Gr.  ,Surf . ,PMS , Dr. 

12/21/60 

350  Cal. 

1/25/61 

Fair 

98 

86 

& F 185  (6)  U-1 

$3,134,965.16 

Irr.  Facilities 

Days 

Livingston- So , -East  & 

West 

I-IG  90-7  (9)  327  U- 3 

12.087 

Lahren  Const, 

Fencing 

12/21/60 

150  Cal. 

3/14/61 

Shutdown 

84 

& F 185  (6)  U-3 

$66,821.50 

Days 

8/12/61 

Livingston- So . h East 

I 90-7  (10)  327 

11.823 

Natl.  Adv.  Co. 

Signing  G Delineation 

6/25/62 

90  Cal. 

Not  Started 

Livingston- So , 6i  East 

$68,540.90 

Days 

DISTRICT  THREE  - GREAT 

FALLS 

Division  310  - Great 

Falls 

I-IG-ING  15-4  (4)  182  ' 

2.770 

Hilde  Const. 

Gr.  ,Surf . ,PMS,  Dr.  6 

9/28/60 

300  Cal. 

10/12/60 

99 

U2  & F 214(3)U1, Helena 

- So . 

$1,129,813.43 

Dual  260.5*  St.  UP 

Days 

I-IG-ING  15-4(4) 182U4  ^ 

1.248 

S .Birch  , Inc . G 

Gr . ,Surf . ,PMS , Dr . , 

5/24/61 

300  Cal. 

6/8/61 

Completed 

G I 15-4  (5)  184U1 

S. Birch  & Sons 

242.5’  Incerch.  6 

Days 

6/25/62 

He lena-No . 

$636,632.67 

214.5'  Gr . Sep . 

I-IG-ING  15-4  (4)  182 

1.248 

U.S. Steel  Corp, 

Fencing  & Cattle  Gds. 

5/24/61 

100  Cal. 

9/27/61 

Completed 

U6  & I 15-4  (5)  185U2 

$32,110.94 

Days 

6/26/62 

Helena-No . 

I 15-4  (6)  186  U1  G 

9.994 

Zook  Bros. 

Gr . ,Agg.Surf . ,PMS 

4/25/62 

400  Cal. 

5/16/62 

Good 

39 

12 

S 2 (15)  U1 , Helena-No 

$1,924,473.59 

G Dr . 

Days 

Lake  Helena-West 

I 15-4  (6)  186  U2 

A & B Const. 

3-50.0'  Cone.  Br. 

4/25/62 

10/31/62 

5/23/62 

Good 

10 

26 

He lena- North 

$77,437.23 

I 15-4  (6)  186  U3 

Mont.Engr.  6 Const. 

Dual  118.0’  Cone.  OP  6 

12/20/61 

8/31/62 

3/26/62 

Fair 

13 

70 

He lena-No . 

$130,183.48 

204.5*  Cone.  Inter. 

I 15-4  (6)  186  U-4 

8.170 

Strandberg  & 

Fencing 

4/25/62 

250  Cal. 

5/16/62 

Good 

3 

32 

He lena-No . 

Senecal  & Mininger 

Days 

$40,106,15 

I 15-4  (9)  194  U-1 

12.663 

McNutt  SsL  Baulne 

Gr . ,Surf . ,PMS , Dr. 

6/14/61 

400  Cal. 

7/19/61 

Fair  157 

53 

Helena  Hill-Sieben 

$3,788,848.75 

G Dual  118.0'  Str. 

Days 

I 15-4  (9)  194  U-2 

12.663 

Tscbache  Bros. 

Fencing  & Cattle  Gd . 

6/14/61 

150  Cal. 

6/28/61 

Fair 

3 

80 

Helena  Hill-Sieben 

$79,149.25 

Days 

I 15-4  ( 10) 182  6F  214 

3.469 

Highway  Steel 

Signing  6 Delineation 

7/5/61 

150  Cal. 

10/3/61 

3 

87 

( 4)  ,L.6tC  .Co.Line  No. 

$61,237.71 

Days 

I 15-4  ( 12)  207  U-  1 

3.388 

King  6 McLaughlin 

Gr.  ,Surf . ,PMS , 

10/25/61 

300  Cal. 

11/6/61 

Fair 

52 

58 

Sieben-No.  & So. 

$2,110,638.04 

Fencing  & Dr. 

Days 

I 15-4  (12)  207  U-2 

Fred  Strandberg 

Dual  113.0'  Str. 

10/25/61 

7/31/62 

4/6/62 

Good 

9 

98 

Sieben-No.  6 So. 

$89,445.74 

63.1'  Br . 

' 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  jnlv  TI.  -L942 - 

Division  310  - continued 


I 15-4  (14)  185 

1.248 

Skinner  Enter, 

Signing  St  Delineation 

4/25/62 

60  Cal. 

5/21/62 

-- 

-- 

65 

Helena-No , 

$18,975.37 

Days 

I 15-5  (13)  239  U-1 

9.702 

Baltrusch  Const, 

Gr  . jSurf  . ,PMS  ft  Dr. 

3/22/61 

420  Cal. 

4/24/61 

Fair 

12 

68 

Hardy  Creek-Cascade 

$1,741,788.17 

Days 

I 15-5  (13)  239  U-3 

9.702 

Boulet  Const, 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Shutdown 

56 

Hardy  Creek- Cascade 

$60,050.85 

Days 

5/12/62 

I 15-5  (17)  239 

9,702 

Skinner  Enter, 

Signing  ft  Delineation 

= 4/25/62 

100  Cal. 

Not  Started 

Hardy  Creek-Cascade 

$21,450.14 

Days 

F 65  (8)  U-1 

1.232 

Robertson  R Cave 

Gr. jAgg.Surf . ,BST 

12/20/61 

100  Cal. 

5/18/62 

Fair 

14 

40 

Sun  River-Choteau 

$58,463.87 

ft  Dr. 

Days 

S 77  (6) 

0.595 

Watters  Const. 

Gr . ,Dr.  ft  141.5' 

6/27/62 

11/30/62 

7/26/62 

-- 

-- 

0 

Cascade-Ulm 

$84,652.20 

Prestress.  Gone.  Br. 

S 82  (1)  U-1 

5.901 

Ni Ison- Smi th 

Gr . jAgg.Surf . ,PMS 

4/25/62 

200  Cal. 

5/22/62 

Fair 

14 

27 

Choteau- Farmington 

$211,262.52 

ft  Dr. 

Days 

S 131  (3)  U-1 

6.526 

Schultz  G Lindsay 

Gr . jAgg.Surf , ,PMS 

7/25/62 

240  Cal. 

Not  Started 

Brady- East 

$297,051.15 

ft  Dr . 

Days 

F 149  (16) 

9.726 

Schultz  & Lindsay 

Gr . ,Agg . Surf . ,PMS 

5/23/62 

280  Cal. 

Not  Started 

Gt.  Falls-Ft.  Benton 

$603,123.97 

ft  Dr. 

Days 

F 180  (4)  G U 277  (5) 

3.198 

Mont. Sand  G Grav , 

Minor  Gr . ,Surf . ,PMS , 

6/27/61 

70  Cal. 

7/31/62 

Shutdown 

93 

Great  Falls  Streets 

$239,875.32 

SCO , Med . Curb . G Dr, 

Days 

10/6/61 

F 180  (5)  h.  S-US  386(  1) 

3.695 

McLaughlin,  Inc. 

Gr . , Agg . Surf . , PMS 

1/24/62 

150  Cal. 

3/30/62 

Good 

22 

78 

Great  Falls  Streets 

$251,948.65 

ft  Dr. 

Days 

F 235(27)U2  G S 329(4) 

15.389 

Zook  Bros . 

Seal  Coat 

4/23/62 

60  Cal. 

7/24/62 

Fair 

25 

U2  jArmington- Lewi stown 

$34,085.05 

Days 

F 238  (8)  U-1 

8.476 

Ni Ison-Smi th 

Gr . ,Agg.Surf , ,PMS 

1/18/62 

200  Cal. 

4/16/62 

Good 

25 

38 

Wolf  Creek- Augusta 

$736,044.20 

ft  Dr. 

Days 

F 238  (8)  U-2 

Watters  Const. 

294.0'  Steel  Br. 

1/18/62 

10/31/62 

3/6/62 

Poor 

2 

21 

Wolf  Creek- Augusta 

$133,734.30 

U 249( 14)U1,U-UG  376 

0.513 

C .B . Lauch  Const . 

Gr . ,Surf . ,Pave . , 

5/24/61 

7/31/62 

6/13/61 

Fair 

10 

67 

(3)U1, Helena  Sts, 

$300,715.78 

PMS  , OP  ft  Dr : 

U 249( 14)U2,U-UG  376 

Allen  Electric 

Traffic  Signals 

11/29/61 

45  Cal. 

6/29/62 

Good 

2 

48 

U2, Helena  Sts. 

$15,540.92 

Days 

SMP  2599- 62, Lewis  h 

Chas . Shannon  Co . 

Cr . ft  Stockpiling 

7/25/62 

250  Cal. 

Not  Started 

C lark , Cascade , Pondera 

$135,846.66 

Days 

G Teton  Counties 

Division  320  - Havre 

S 12  (9) 

4 . 866 

Richardson  Const, 

Gr . , Agg. Surf . ,PMS 

4/25/62 

150  Cal. 

7/2/62 

Good 

17 

7 

Har lem-Turner-Can .Line 

$288,159.83 

ft  Dr. 

Days 

F 62  ( 11) 

8.249 

United  Paving 

Plant  Mix  Bit.  Surf. 

6/27/62 

90  Cal. 

7/20/62 

Good 

11 

3 

Shelby- Chester 

$195,029.30 

Days 

S 188  (4) 

10.095 

O'Neil  Const.  Co. 

Gr  .,  Agg . Surf  . ft  Dr. 

7/2/62 

250  Cal. 

Not  Started 

Galata-No . 

$246,315.18 

Days 
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MONTHLY  ^STRUCT ION 
Month  Ending  duly  31, 

REPORT 

1962 

Division  320  - continued 

F 260  (7)  & F 353  (8)  5.761 

S.BirchjInc. 

Gr . ,Agg . Surf . ,PMS 

W.Glacier-E. Glacier  & 

S. Birch  St  Sons  Const.  St  Dr, 

E .Glacier-Browning 

S 290  (12) 

1.688 

$794,267.45 

N. A. Nelson  Const. 

Gr , , Surf . ,PMS , Dr. 

Geraldine-Ft .Benton 

$526,260.65 

St  708.0*  St.Br. 

S 290  ( 13)  U-1 

9.508 

S. Birch,  Inc.  St 

Gr . ,Agg . Surf . ,PMS 

Geraldine-Ft .Benton 

S. Birch  St  Son 

St  Dr. 

S 301  (8)  U-1 

4.993 

$388,571.90 

O'Neil  Const. 

Gr . ,Agg.Surf . ,PMS 

Havre- Simpson- C . Line 

$216,399.85 

St  Dr. 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr . ,Agg.Surf . ,PMS 

Fort  Benton-Chester 

$421,229.67 

St  Dr. 

S 366  (6) 

4.073 

O'Neil  Const. 

Gr . ,Agg , Surf  . St  Dr 

Sunburst- Sweet grass 
SMP  2101-62 

0.565 

$126,200.71 

Nault  Plumbing 

8"  asbestos- cement 

Havre,  Mont. 

$12,292.90 

water  pipe  line 

DISTRICT  FOUR  - GLENDIVE 
Division  410  - Glendive 

S 32  (11)  7.408 

Haggart  Const. 

Gr . ,Surf . ,PMS , Sea 

G lend ive- Richey- NW 

$291,557.58 

St  Dr. 

I 94-6  (4)  216  h 

22:517 

Loftus  Landsc.Inc, 

Seeding 

F 246  ( 10)  , F 391( 14) 

5 

$15,761.87 

Glendive -East ,Circ le- 
Glendive,  Circ le- Sidney 

I 94-7  (3)  240  ----- 

Otto  J.  Eickhof 

Structures 

Wibaux-East  8 West 

I 94-7  (4)  233  U-1 

6.169 

$169,195.29 

Albert  Lalonde 

Gr  . ,Agg . Surf . ,PMS 

Wibaux- West 

$1,054,732.96 

Fencing  St  Dr  . 

I 94-7  (4)  233  U-2 

8.105 

Albert  Lalonde 

Gr . ,Agg.Surf . ,PMS 

Wibaux- East 

$1,113,399.82 

Fencing  St  Dr. 

F 213  (4) 

N. A. Nelson  Const. 

Repair  of  3 piers 

Towne  St.  Br. 

S 238  (1)  U-1 

6.586 

$117  ,500.00 

Joe  Mayo  St  Son 

Gr  . , Agg . Surf  . St  Dr 

Circle-So.  & East 

S 238  ( 1)  U-2 

$164,483.25 

Otto  J.  Eickhof 

Struc  tures 

Circle-So.  6 East 

F 246(9)U2 ,F333(29)U2 

56.648 

$68  ,834.04 
Richardson  Const. 

Seal  Coat 

S 8(10)U2,  S 68(4)U2, 

$115,789.80 

S 187(8)Us,  S 361(10)U2, 

Circ le- G lend ive- Gras srange-Malta ,Scobey-Opheim , 

Hi Iger- Winifred-Big  Sandy ,Armells  Creek-Hays-Har lem , 
Presservi 1 le- Girard- Fairview 


h 


4/20/62 

250  Cal. 
Days 

5/14/62 

Good 

32 

78 

7/19/61 

7/31/63 

8/16/61 

Fair 

6 

24 

3/28/62 

250  Cal. 
Days 

4/30/62 

Good 

23 

21 

2/21/62 

150  Cal. 

4/19/62 

Good 

20 

71 

4/25/62 

Days 

220  Cal. 

Not  Starred 

12/20/61 

Days 

200  Cal, 

5/14/62 

Good 

15 

42 

6/25/62 

Days 

9/30/62 

Not  Started 

7/5/61 

140  Cal. 

7/27/61 

Poor 

20 

93 

7/25/62 

Days 

4/30/63 

Not  Started 

10/25/61 

11/10/62 

3/8/62 

Good 

22 

78 

10/25/61 

300  Cal. 

11/14/61 

Fai  r 

63 

22 

10/25/61 

Days 

300  Cal. 

11/14/61 

Good 

75 

57 

6/27/62 

Days 

12/31/62 

Not  Started 

1/24/62 

200  Cal. 

3/29/62 

89 

12/20/61 

Days 

10/31/62 

4/4/62 

Poor 

2 

24 

4/23/62 

60  Cal. 
Days 

7/11/62 

Good 

30 

43 
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Division  410  - continued 

- 

■ 

— 

— 

S 258  (4) 

7.820 

O'Neil  Gonst. 

Gr . ,Surf , G Dr . 

9/27/61 

240  Cal. 

10/16/61 

Good 

16 

32 

Rock  Springs-Van  Norman 

$184,266.53 

Days 

SMP  1101-62 

Morgen  G Oswood 

Addition  to  Office 

6/25/62 

12/31/62 

7/13/62 

-- 

2 

1 

Glendive,  Montana 

$25,991.00 

Bui Iding 

Division  420  - Wolf 

Point 

S 73  (4)  U-1 

8.444 

Schultz  G Lindsay 

Gr.  ,Surf . ,PMS  G Dr. 

7/5/61 

250  Cal. 

9/11/61 

Completed 

Reserve-No.  Dak,  Line 

$314,455.62 

Days 

7/20/62 

F 84  (30)  U-1 

10.851 

Schultz  G Lindsay 

Agg.Surf.  G PMS 

11/29/61 

90  Cal. 

4/4/62 

Good 

27 

19 

W.  of  W. Point-No . Dak . 

$234,300.24 

Days 

F 84(31) , F 189(7) , 

26.370 

Loftus  Landsc.Inc. 

Seeding 

7/25/62 

4/30/63 

Not  Started 

F 232  (5) ,&F-FG  273  ( 12) 

$8,028.82 

Nashua-W. Point ,W. of  W. 
Point-No .Dak . 

F 144  (6)  Ul,  S 368 

6.760 

Richardson  Const, 

Gr.  ,Surf . , PMS, Dr. 

5/21/61 

240  Cal. 

6/13/61 

Good 

10 

94 

(13)  G S 368  ( 14) 

$849 ,261.16 

G TT  Br. 

Days 

G las gow- Nashua- Opheim- 
F 144  (6)  U-2 

■C.Line 

Watters  Const. 

Traffic  Signals 

12/20/61 

450  Cal. 

4/30/62 

Poor 

45 

1st  Ave.  No. -Glasgow 

$14,881.22 

Days 

S 239  (2)  U-1 

13.422 

Richardson  Const. 

Agg. Surf ., PMS  G Minor 

4/25/62 

220  Cal. 

5/11/62 

Good 

50 

44 

Nashua-No . 

$290,595. 16 

Surf.  Prep. 

Days 

F 315  (15) 

12.052 

Wickens  Bros. 

Gr . , Surf . G Dr , 

8/30/61 

330  Cal. 

10/9/61 

Fair 

10 

63 

Van  Norman- Glasgow 

$565,457.30 

Days 

S 402  (3) 

7.778 

Hilling  Const. 

Gr . , Agg.Surf. ,PMS 

7/2/62 

240  Cal. 

Not  Started 

Culbertson-McCabe-Bainvi 1 le 

$294,423.63 

G Dr . 

Days 

Division  430  - Lewistown 

S 68  (5)  U-1 

13.011 

Gus  M.  Albert 

Agg.  Surf.  G PMS 

7/2/62 

120  Cal. 

Not  Started 

Hi Iger- Winifred-Big  Sandy 

$327,341.54 

Days 

F 103  (10)  Ul  G F 333 

11.452 

NW  Engr.  Co. 

Gr . ,Cem . Stab .Base , 

7/5/61 

220  Cal. 

8/17/61 

__ 

48 

( 28)U1 , Lewis town- Roy 

$688,619.11 

PMS  G Dr. 

Grass  Range-Malta 

U 112(3)  , U 229(  15)  U 

1.976 

Robertson  G Blossom 

Gr . ,Agg . Surf . ,PMS , 

4/30/62 

140  Cal. 

5/14/62 

Good 

30 

26 

U 235(32), Main  St , -Lewistown 

$319  ,924.89 

Dr.  G 30.0'  Cone.  Br. 

Days 

F 333(27)U1  G F 26(6) 

11.218 

Peter  Kiewit 

Gr , , Cem. Stab. Base , 

2/21/61 

220  Cal. 

4/11/61 

Completed 

Roundup- G. Range-Malta 

$723,297.09 

PMS  G Dr. 

Days 

7/11/62 

S 399  (2) 

0.991 

Wickens  Bros. 

Gr . ,Surf . ,Dr . G 

9/27/61 

7/31/62 

10/24/61 

Completed 

Me  Is tone- Mo sby 

$91,866.17 

131.5'  Br. 

7/20/62 

DISTRICT  FIVE  - BILLINGS 
Division  510  - Billings 


FLH 

St. 

9 (1)  U-1 
Xavier-Hardi n 

5.200 

S .H .Arkwright ,Inc . 
$330,527.87 

Gr . ,Agg . Surf . ,PMS 

G Dr. 

10/25/61 

180  Cal. 
Days 

3/27/62 

Good 

30 

80 

FLH 

St. 

9 (1)  U-2 
Xavier-Hardin 

4.400 

Richardson  Const. 
$219  ,746.85 

Gr, jAgg.Surf . ,PMS 

G Dr. 

3/28/62 

140  Cal, 
Days 

4/25/62 

Good 

18 

67 
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MONTHL\'^c)NSTRUCTION  REPORT  ^ 

Month  Ending  July  31,  1962  

Division  510  - continued 


FLH  9 (1)  U-3 

W.P.Roscoe  Co. 

65'  Cone,  Br , 

4/25/62 

9/15/62 

5/31/62 

Completed 

St,  Xavier-Hardin 

$24,985.41 

7/24/62 

S 71  (4) 

0,512 

W.Mackin  G Son 

141,5'  Cone,  Br,,Gr., 

12/20/61 

8/31/62 

3/28/62 

Poor 

3 

70 

Ryegate- South 

$72,786,12 

Agg.  Surf,  G Dr. 

I 90-7  (8)  387  U-1  & 

5.915 

S .H .Arkwright 

Gr. , Agg. Surf . ,PMS 

4/6/62 

380  Cal. 

5/21/62 

Fair 

50 

16 

I-IG  90-8  ( 12)  388  U-  1 

$1,004,665.33 

G Dr. 

Days 

Reed  Point-East  G West 

I 90-7  (8)  387  U-2  8 

Strandberg  G 

7 Structures 

4/6/62 

5/31/63 

6/12/62 

Good 

15 

9 

I-IG  90-8  ( 12)  388  U-3 

Associates 

Reed  Point-East  & West 

$251,586.34 

I 90-7  (8)  387  U-3  & 

10,547 

Clair  Boulet 

Fencing 

4/6/62 

300  Cal. 

5/8/62 

Fair 

39 

I-IG  90-8  (12)  388  U-4 

$81 ,017.00 

Days 

Reed  Point-East  8 West 

I-IG  90-8  ( 12)  388  U-2 

4,633 

S ,H .Arkwright 

Gr . ,Agg.Surf . ,PMS 

4/6/62 

200  Cal, 

6/4/62 

Fair 

50 

8 

Reed  Point-  East 

$1,046,792.32 

G Dr, 

Days 

IG  90-8  (13)  395 

Waddell  Const. 

248,5'  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Good 

11 

29 

Reed  Point-East 

$92  ,851,18 

I 90-8  (16)  437  U-2 

_ _ „ _ _ 

F.L. Flynn  Co. 

73.94'  Cone.  Br. 

5/23/62 

5/31/63 

Not  Started 

Mossmain-Bi 1 lings 

$43,334.44 

I 94-1  (5)  51 

Husman  Bros, 

580,25'  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Poor 

2 

10 

Yellowstone  Co,  Interstate 

$294,400.62 

I 94-1  (6)  50  U1  8 

5,477 

S ,H , Arkwri ght 

Gr . ,Agg.Surf . ,PMS 

6/25/62 

350  Cal. 

7/10/62 

Fai  r 

24 

2 

I 94-2  (4)  51  U1 

$1,034,576.96 

G Dr . 

Days 

Custer-E . ,Big  Horn-E.  & 

W. 

I 94-  1 (6)  50  U2  & 

5.477 

Bohleen  Const. 

Fencing 

6/25/62 

200  Cal. 

Not  Started 

I 94-2  (4)  51  U-3 

$35,843.50 

Days 

Custer-E Big  Horn-E. GW 

. 

I 94-2  (4)  51  U2 

Schultz  G Lindsay 

178.0*  Prestress. 

6/25/62 

12/31/62 

7/13/62 

Fair 

2 

1 

Big  Horn-E,  G W. 

$53,881,70 

Cone,  Beam  Underpass 

U-FG  228  (16) 

1.466 

Schultz  G Lindsay 

Gr,  ,Agg.Surf . ,C.S. 

11/29/61 

11/30/63 

1/29/62 

Fair 

20 

20 

Laure 1-Bi 1 lings 

$1,043,348.05 

Base , Cone . Pave . ,PMS  G 

Dr. 

U-F  296  (15)  U-1 

4, 181 

NW  Engr.  Co. 

Gr . ,Agg,Surf . ,PMS 

7/25/62 

300  Cal, 

Not  Started 

Bi llings-Lavina 

$1,333,453.44 

G Dr. 

Days 

U-F  296  (15)  U-2 

Walter  Mackin 

35.0'  TT  Br. 

5/23/62 

12/31/62 

Not  Started 

Bi llings-Lavina 

$17,742.20 

S 399  ( 1) 

7.824 

Frank  E.  Olson 

Gr ., Agg. Surf . G Dr. 

2/21/62 

180  Cal. 

6/18/62 

Good 

40 

66 

Me Istone-Mosby 

$177  ,086.22 

Days 

Division  520  - Miles 

Ci  tv 

I 94-3  (3)114  U- 1 

6.246 

Schultz  G Lindsay 

Gr . ,Surf . ,PMS  G Dr. 

7/19/61 

350  Cal. 

9/28/61 

Good 

86 

53 

G I 94-4  (9)  119  U-1 

$829  ,372.47 

Days 

Hathaway- East  & West 
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MONTHLY  UONSTRUCTION  REPORT 

Month  Ending  July  31,  1962 

Division  520  - continued 


I 94-3  (3)  114  U-3  S. 

6,246 

Hout  Fencing 

Fencing 

7/19/61 

150  Gal. 

4/18/62 

Good 

7 

75 

I 94-4  (9)  119  U-2 
Hathaway- East  & West 

$31,598.00 

Days 

I 94-3  (7)  114,1  94-4 

33,646 

Elec,  Products 

Signing  & Delineation 

6/25/62 

120  Cal. 

Not  Started 

(10)  127,  I 94-4  (12) 

$74,736.69 

Days 

119,  Hathaway-East  & West 

Miles  City-E.  &c  West 

I 94-4(6)136Ul  & F 86 

12,442 

Peter  Kiewit 

Gr . ,Surf . ,Conc . Pave . , 

4/19/61 

400  Cal. 

6/18/61 

Good 

110 

74 

(20)U1, Miles  City-East 

$2,849,375,73 

PMS  8 Structures 

Days 

I 94-4  (6)  136  U-2 

11,597 

W.Mackin  Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Fair 

6 

81 

Miles  City-East 

$62,799.00 

Days 

I 94-4  (8)  120  U-1 

7,308 

Schultz  8 Lindsay 

Gr ., Surf ., PMS  8 Dr. 

7/19/61 

400  Cal. 

8/17/61 

Good 

92 

57 

Hathaway- East 

$1,302,922.13 

Days 

I 94-4  (8)  120  U-3 

7.308 

W.Mackin  Sons 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

Resumed 

59 

Hathaway- East 

$47,215.00 

Days 

7/9/62 

F 156(10)U1  & F 156 

13.187 

Albert  8 Marshall 

Gr, ,Surf , & PMS 

7/5/61 

300  Cal. 

8/28/61 

Good 

59 

78 

( IDUl  ,01ive-M.City 

$759,600,10 

Days 

F 157  (16)  U-1 

5,000 

Hilling  Const, 

Gr , ,Agg,Surf . ,PMS 

1/24/62 

200  Cal. 

4/10/62 

Fair 

15 

43 

Miles  City- Jordan 

$296,315.69 

& Dr. 

Days 

F 157  (16)  U-2 

Otto  Eickhof 

101,5'  Cone . Br . 

11/29/61 

7/31/62 

5/14/62 

Good 

5 

87 

Miles  City- Jordan 

$34,756,77 

S 259  (2)  U-1 

9,033 

Weaver  Const. 

Gr.  ,Agg.Surf . ,PMS , 

3/28/62 

200  Cal. 

4/17/62 

Fair 

32 

24 

Rosebud-Cartersvi 1 le-E , 

$418,119.38 

Dr,  *38'  TT  Br . 

Days 

S 333  (2) 

5.260 

Hi lling  Const, 

Gr , ,Surf . & Dr . 

11/29/61 

200  Cal. 

3/12/62 

Good 

24 

69 

Sayle-East 

$185,758.38 

Days 

S 398  (2) 

9.640 

Joe  Mayo  & Son 

Gr . ,Agg . Surf . & Dr. 

5/15/62 

250  Cal. 

5/30/62 

Good 

38 

49 

P levna-Baker 

$237,417.75 

Days 

SMP  0999-62,  Custer 

Schultz  Si  Lindsay 

Cr . 8 Stockpiling 

6/27/62 

180  Cal. 

Not  Started 

Fallon  Rosebud $95 , 102 .85 Days 


1 1 


‘ - ■'* 


■gPP^r^/  r Ipld^^ 
^,„::4;^^'  iiima-  dwc a^  if  ^ 


.to.scf, 

ca 

cJiAlltO:!'!  -OoJff 

t^s:  BtT.  Ar? 


’ v#«  t>’. 

: :r.  ('Ae^iS' 

■ ! ■ ifijfiK  V 

- vv. *:<>?■ 

■.J  ri'.l-^ 

■-■» 


■a' 

s a ?ii  . 4r- 

■ifijtW^fV  :?rag ^aJS>^ 

M cE  r;^ii»7  E'" 

3«3W  ^ X^eS  -;fpwe£li^ 
SAii.ii  d 

tD  Hli 

P-;  iii  L -'J  ^(S  <S^f^ 

8£T.„t  I 4i  ^1  Jll)i 

J»flS  • _ 

' ^ ^ ?-«‘  4 

3iGi-Va>#e 

'I  m::  'j  : J^HQi 

y;:0.<i«viJO,tl}llJ 
»--'j  'di'.  Ri-a“ 

■T-'i-'-'Cit  -Y.l  vr)  8«/ 1^1 

- : -.r  • ' til 


1- 

t 


W'-c. 


;.d 

.9' 


■Fr. 


STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  August  31,  1962 

Project  No.  ST’ Location  Contractor  and 

DIST  ON&,-DIV.  IIQ-Msia.  Mi leage^  Bid  .Price 

I 90-1(16)43,  I 90-3  (11)  23.720  Tschache  Bros. 
180,  F 184(15),  $ F 191(22)  $30,067.43 

Superior-E.  8 W. ,Deer  Lodge- 
No.  C So.,  Bearmouth-Deer  Lodge, 

Pablo- Kali  spell 


Q-LC-  /WP 


. Type 

Seeding  & Mulching 


Contract  Date  of  Work  Pro- 

Awarded  Completion  Began gress 

7/25/62  4/30/63  Not  Started 


Men 

Emp.Comp. . 


I 90-1(17)75  U-1  8 
I 90-2(13)78  U-1 
Alberton-East  & West 
I 90-1(17)75  U;2 
I 90-2(13)78  U-2 
Alberton-East  8 West 
I 90-1(17)75  U-3  C 
I 90-2(13)78  U-3 
Alberton-East  8 West 
I- IG  90-2  ( 12)  118  U-1 
Pi Itzvi lie- Cl in ton 
I-IG  90-2  (12)  118  U-2 
Pi  Itzvi  He- Cl  in  ton 
I-IG  90-2  ( 12)  118  U-3 
Pi Itzvi lle-Clinton 
F-FG  215  (7) 

Higgins  Ave . -Ms la . Rd . 

F-FG  219  ( 16)  U- 1 
Mi s sou la- Ar lee 

F-FG  219  ( 16)  U-2 
Mi s sou la- Ar lee 
S 221  (2) 

Thompson  Falls-West 
S 291  (6)  U-1 
Avon-He Imvi 1 le 
S 328  ( 1) 

Conner-Cutof f 

SMP  3210-03-62 

22  miles  west  of  Lolo 

SMP  3210-62 

22  miles  west  of  Lol 

SMP  3299- 62 jGrani te , Lake , 

Missoula ,Raval li , Sanders 


4.958 

Ni Ison- Smith 

Gr  . ,Agg.Surf . , PI. Mix 

$1,304,345.01 

Bit. Surf . , 17.25'  Jr 
Gr . Sep. 

Pew  Bridge  Co. 

219.5'  Cone.  UP 

$115,982.81 

123.0'  Cone.  OP 

4.958 

Tschache  Bros. 
$47,093.50 

Fencing 

Watters  Const. 
$233,014.57 

Dual  353.0'  OP 

A 8 B Const. 

284.5'  Cone.  Br. 

Pew  Bridge  Co, 

Dual  123,0'  Cone. 

$87,268.07 

Beam  Sep. 

0.252 

Sletten  Const. 

Gr . ,Agg . Surf , ,PMS  , 

$988,381,36 

Dr.  8 972.0'  Str. 

00 

S. Birch,  Inc.  8 

Gr . ,Agg. Surf . ,PMS , 

S, Birch  C Sons 
$995,276.53 

& Dr . 

Riklin  Const. 

173.0'  Cone . Beam 

$61,618.24 

Highway  over  RR  OP 

5.189 

Bud  King  Const. 
$224,289.40 

Gr , ,Agg . Surf . 8 Dr. 

5.406 

Peter  Kiewit 

Gr.  ,Cem . Stab .Base , 

$336,918.99 

PMS  C Dr. 

1.215 

Bud  King  Const. 

Gr  . jSurf . ,RM0 , Dr. 

$228,546.43 

8 2 Cone . Str . 

Watters  Const. 

$17  ,720.00 

84'  X 36'  maint.shop 

Tollef  Follinglo 

31'  X 31*  section 

$17  ,860.00 

house 

Mountain  Const, 
$225,445.00 

Cr.  & Stockpiling 

8/29/62 

350  Cal. 

Not  Started 

Days 

8/29/62 

8/31/63 

Not  Started 

8/29/62 

200  Cal. 

Not  Started 

Days 

2/21/62 

6/30/63 

3/21/62 

Good 

9 

51 

4/25/62 

6/30/63 

8/14/62 

Good 

3 

1 

5/23/62 

10/31/62 

5/31/62 

Good 

11 

62 

9/27/61 

6/30/63 

10/16/61 

Good 

30 

78 

7/25/62 

300  Cal. 
Days 

8/14/62 

Fair 

7 

1 

3/28/62 

10/31/62 

7/3/62 

Fair 

7 

11 

2/21/62 

200  Cal. 

2/20/62 

Fair 

16 

71 

7/19/61 

Days 

150  Cal. 

5/23/62 

Good 

20 

62 

4/19/61 

Days 

200  Cal. 

6/29/61 

Good 

6 

92 

6/25/62 

Days 

12/31/62 

7/10/62 

Good 

9 

98 

6/25/62 

12/31/62 

7/13/62 

Good 

3 

35 

8/29/62 

250  Cal. 

Not  Started 

Days 

. vu? 
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MONTHLY  COTSTRUCTION  REPORT 
Month  Ending  August  31,  1962 

Division  120  - Kalispell 


F 191  (19)  U-1  5.548 

Pablo- Kali  spell 

F 191  (20)  U-2  & 13.849 

S 7 (6)  U-2,  Pablo- 
Kali spe 1 1-Half  Moon 
U 257  (14)  U-2  1.068 

Idaho  St . - Kalispel 1 

S 325  (1)  U-1  3.358 

Libby-Fish  Hatchery 
S 377  (2)  4.021 

Whi tef i sh- North 


SMP  2799-62,  Missoula, 
Lincoln , Flathead ,Lake 

DISTRICT  TWO  - BUTTE 
Division  210  - Butte 


S 6 (4)  U-1  7.027 

Townsend- Canyon  Ferry-Clasoi 1 
I 15-1  ( 11)  37  U- 1 7.775 

Idaho  Line-Dillon 
I 15-1  (11)  37  U-3  4.500 

Idaho  Line-Dillon 
I 15-1  (15)  37  7.775 

Armstead-No.  & So. 

I 15-2  (14)  127  U-1  3.361 

F 207  (8)  & F 279  (4) 

Butte  Streets 

I 15-2  ( 14)  127  U-2  2.708 

Butte  Urban 

I-IG  15-2  ( 16)  126  U- 1 2.554 


I 115-2  (2)  126  U-1 
Butte  Streets 

I-IG  15-2  (16)  126  U-2  

& I 115-2  (2)  126  U-2 
Butte  Urban 

1-IG  15-2  ( 16)  126  U-3  2.554 

8 I 115-2  (2)  126  U-3 
Butte  Urban 

I-IG  15-2  (16)  126  U-4  

Butte  Urban 

I-IG  15-2  (17)  130  U-1  1.296 

& S 213  (4) 

Butte  Streets 


F S Const. 
$968,935.33 
United  Paving  Co. 
$41,137.30 

Hollingsworth  Ele 
Skinner  Enterpr. 
$34,321.80 
Walter  Laas 
$217,754.21 
Murphy  Bros. 
$455,814.70 
Chas . Shannon 
$158,800.00 


McLaughlin , Inc . 
$319,862.15 
Ni Ison- Smi th 
$1,043,487.45 
Hi  Idreth  Const , 
$29,997.97 
Elec .Prod. Co. 

$20  ,838.81 

Bud  King  Const, 

$1,726,708.52 

U.S. Steel  Corp. 
$62  ,087.38 
Kiely  Const, 
$1,826,707.87 

W . R . Cahoon 
$566,921.56 

U.S, Steel  Corp, 
$26,008.46 

W.R, Cahoon  Const, 
$345,958.00 
King  6 McLaughlin 
$732,528.92 


5 


V 


Gr. jAgg.Surf . ,PMS 
& Dr . 

4/23/62 

250  Cal, 
Days 

5/10/62 

Fair 

40 

24 

Seal  Coating 

7/31/62 

30  Cal. 
Days 

8/24/62 

0 

.Traffic  Signals, 
Signs  8 Lighting 

7/25/62 

60  Cal. 
Days 

8/17/62 

-- 

4 

1 

Gr . jAgg.Surf . ,PMS 
& Dr . 

7/25/62 

140  Cal. 
Days 

8/14/62 

-- 

2 

1 

Gr . ,Agg,Surf . ,PMS 
& Dr. 

6/27/62 

220  Cal. 
Days 

7/16/62 

Good 

23 

13 

Cr . Stockpiling 

4/23/62 

130  Cal. 

5/7/62 

Fair 

10 

42 

Days 


Gr . ,Agg.Surf . , 

PMS 

8/30/61 

240  Cal. 

9/26/61 

87 

&£  Dr . 

Days 

Gr . ,Agg.Surf . , 

PMS 

3/22/61 

400  Cal. 

6/16/61 

Good 

60 

94 

Dr. 

Days 

Fenc ing 

4/17/61 

200  Cal. 
Days 

6/20/61 

Fair 

— 

91 

Signing  St  Delineation 

6/25/62 

90  Cal. 

Not  Started 

Days 

Gr . ,Surf . ,Conc 

. Pave . , 

8/30/61 

400  Cal. 

9/26/61 

Good 

96 

37 

PMS,  Seal  Coat 

St  Dr. 

Days 

Fenc ing 

8/30/61 

200  Cal. 
Days 

7/6/62 

Poor 

3 

7 

Gr.  ,Agg.Surf . , 

PMS  , 

5/23/62 

400  Cal. 

6/18/62 

Fair 

43 

11 

Cone  . Pave . St 

Dr. 

Days 

5 Structures 

5/23/62 

9/30/63 

7/12/62 

Fair 

12 

1 

Fencing 

5/23/62 

200  Cal. 
Days 

Not  Started 

Dual  462.5'  Steel  OP 

5/23/62 

9/30/63 

7/10/62 

Poor 

2 1 

Gr. jAgg.Surf . ,Cem. 
Stab .Base , Cone .Pave . , 

4/25/62 

300  Cal. 
Days 

5/7/62 

Fair 

--  12 

PMS  & Dr. 


tm, . : 


I'L-. 


.•St 

' ..  4 


I ;,^'r 


» 


•;5:’  J t ^ .SA?.,’ 

V " U i.  -V & hB3  i nU  ?^SS . C i 


3«i.i.'^‘  ;!  . HoH  ■•’.."'0.  ]’ 

V 'tr--  ' 

. nv , ; ■ ■ 


■ ■-''  •-  ,:ui'  -i 


:'^r  . S. 


! '••  -Xa 

li- 

^ £-‘T.  . 

, i i n ^3  - 1 i -;s  s.  ij  a] 

i-ii  .^^1'ix.p:" 


. ^ . •• 


i 

v’'  d'a  r'n  - 

H :a  ^ 3 ' 


"■•??'’’*  S ■'  J / ; i '-J  ~ bn  •''  3 sT V f>T'  ■ 


\ c 


n ’.crK. 


*'■:  ;,  i i '-sn-H  ';;rioh^9 
■ -'i  Vf  ' a ) 4 H 


r-  '.•  '• 


• ::Cl-  orcij  ^ ■:4ji,!>'^ 

..  i.;i!  ;;..|_i  5 

- M ' I 
: ■ % 
a':: 

.:  \ .£->si.,;i 

■ rar^:';  i 
: •'  -I-CJ' 

,.v.  ^ Air  I A 

':.i;  DIA 


A1 


Z-ci  f - 4^^ 


.'-i  1'  >■ 


■•■^  i-ci''r’-'  JiiS''',,'  : 

! SI  -X  .. 

Sli  i.i,  ;I-en  ■ 

' ' C f i .)  ; .•  2 ■■•.’  t 01:^, X 


V,  c.>  I.  ■•  X . - ,, 

..T  jc ; .'Aj  i-A  «J  **  . 

-'  ijVK-;-  fr-  , 


MONTHLY  OBSTRUCTION  REPORT 
Month  Ending  August  31^  1962 


Dxtrision  210  - Continued 

I-IG  15-2  (17)  130  U-2 

Waddell  Const, 

3 Structures 

4/25/62 

6/30/63 

5/28/62 

Good 

18 

34 

E. Butte  Interchange 

$227 ,822.64 

I-IG  15-2  (17)  130  U-3 

1.470 

U.S. Steel  Corp, 

Fencing 

4/25/62 

150  Cal. 

7/9/62 

Good 

__ 

52 

E.  Butte  Interchange 

$18,124,79 

Days 

F 42  (1)  U-1 

9.226 

S .Arkwright  jinc . 

Gr,,Surf,  St  PMS 

7/19/61 

250  Cal. 

8/14/61 

Good 

40 

80 

Idaho  Line-Wi sdom 

$699,594,72 

Days 

S 167  (6) 

4.978 

Hilde  Const. 

Gr,  ,Surf  , ,BST  St  Dr, 

7/5/61 

220  Cal. 

8/24/61 

Good 

16 

97 

Cardwe 1 1- Southeast 

$341,016.40 

Days 

SMP  4799-62,  Silver 

Walter  Laas 

Cr , St  Stockpiling 

7/25/62 

150  Cal, 

8/13/62 

Fair 

5 

8 

Bow ,Madi son , Beaverhead 

$80,550,00 

Days 

6i  Jefferson  Counties 

Division  220  - Bozeman 

F 13(6)U2,  F43(15)U2, 

69,841 

United  Paving 

Seal  Coat 

4/23/62 

60  Cal. 

7/27/62 

Good 

30 

68 

F 217(12)U2,  F 217( 13)U2, 

$131,985.62 

Days 

S 9(9)U2,  S 366(2)U2,S 

273(3)U2 

Livingston- So . , Wisdom-^ 

Divide  3 

Gardiner- Livingston , Cardwell- 

Boulder  , Emigrant  Br. 

Appro . , 

Pray  Siding-Mill  Creek 

I-IG  90-6  (2)  309  U-1 

5.275 

Goodfellow  Bros, 

Gr , jSurf , jPMS , Dr. 

5/24/61 

420  Cal, 

6/15/61 

Good 

66 

76 

Rocky  Canyon  Road 

$4,058,435.93 

St  3 Structures 

Days 

I-IG  90-6  (2)  308  U-2 

5.275 

Tschache  Bros, 

Fencing 

6/5/61 

150  Cal, 

6/22/61 

Good 

3 

52 

Rocky  Canyon  Road 

$39,885,60 

Days 

I 90-6  (6)  309 

5,275 

Elec .Prod .Corp, 

Sign.  St  Delineation 

6/25/62 

90  Cal. 

Not  Started 

Rocky  Canyon  Road 

$20,838.81 

Days 

I-IG  90-7  (9)  327  U-1 

12,087 

King  St  McLaughlin 

Gr . ,Surf , ,PMS , Dr. 

12/21/60 

350  Cal, 

1/25/61 

Good 

88 

95 

& F 185  (6)  U-1 

$3,134,965.16 

St  Irr . Facilities 

Days 

Livingston- So . -East  & 1 

West 

I-IG  90-7  (9)  327  U-3 

12,087 

Lahren  Const, 

Fencing 

12/21/60 

150  Cal, 

3/14/61 

Shutdown 

91 

& F 185  (6)  U-3 

$66  ,821.50 

Days 

8/12/61 

Livingston-So • St  East 

I 90-7  ( 10)  327 

11,823 

Natl,  Adv,  Co. 

Sign,  St  Delineation 

6/25/62 

90  Cal, 

Not  Started 

Livingston-So,  St  East 

$68,540.90 

Days 

DISTRICT  THREE  - GREAT 

FALLS 

Division  310  - Great 

Falls 

I-IG-ING  15-4  (4)  182 

2.770 

Hi  Ide  Const , 

Gr , ,Surf . ,PMS , Dr. 

9/28/60 

300  Cal. 

10/12/60  Completed 

U-2  St  F 214(3)  U-1 

$1,129,813.43 

St  Dual  260,5'  St.  UP 

Days 

7/20/62 

He lena- So . 

I 15-4  (6)  186  U-1  St 

9.994 

Zook  Bros, 

Gr . ,Agg . Surf , ,PMS 

4/25/62 

400  Cal. 

5/16/62 

Good 

83 

26 

S 2 (15)  U-1,  Helena-No.  & 

$1,924,473.59 

St  Dr, 

Days 

Lake  Helena-West 

I 15-4  (6)  186  U-2 

A St  B Const. 

3-50,0’  Cone,  Brs. 

4/25/62 

10/31/62 

5/23/62 

Good 

11 

46 

He lena-No . 


$77,437.23 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Etidlng  August  31  > 1962 


Division  310  - Continued 

I 15~4  (6)  186  U-3 

Mont.Engr.  G Const. Dual  118.0’  Cone. OP 

12/20/61 

8/31/62 

3/26/62 

Good  15 

82 

Helena-Noo 

I 15-4  (6)  186  U-4 

8.170 

$130,183.48 
Strandberg  & 

& 204.5’  Cone.  Inter. 
Fencing 

4/25/62 

250  Cal. 

5/16/62 

Fair 

50 

He lena-No » 

I 15-4  (9)  194  U-1 

12.663 

Seneca 1 & Mininger 
$40,106.15 

McNutt  & Baulne  Gr . jSurf , ,PMS , Dr. 

6/14/61 

Days 

400  Cal. 

7/19/61 

Fair  84 

59 

Helena  Hill-Sieben 

I 15-4  (9)  194  U-2 

12.663 

$3, 788  3848  ..75 
Tschache  Bros. 

& Dual  118.0"  Str. 
Fencing  & Cattle  Gd , 

6/14/61 

Days 

150  Cal. 

6/28/61 

Fair 

83 

Helena  Hill-Sieben 

I 15-4(  10)  182  h.  F 214(4) 

3.469 

$79,149.25 

Highway  Steel 

Sign.  & Delineation 

7/5/61 

Days 

150  Cal. 

10/3/61 

Completed 

L,  h.  C.  Co  o Line-No, 

I 15-4  ( 12)  207  U-1 

3.388 

$61,237.71 

King  St  McLaughlin 

Gr . ,Surf . 5PMS , 

10/25/61 

Days 

300  Cal. 

11/6/61 

8/11/62 

Fair  57 

68 

Sieben-No,  8i  So, 

1 15-4  (12)  207  U-2 

$2,110,638.04 

Fred  Strandberg 

Fencing  8 Dr. 

Dual  113.0’  Str. 

10/25/61 

Days 

7/31/62 

4/ 6/ 62 

Completed 

Sieben-No,  h.  So, 

I 15-4  (14)  185 

1.248 

$89,445.74 

Skinner  Enter. 

& 63.1’  Br. 

Sign.  & Delineation 

4/25/62 

60  Cal. 

5/21/62 

7/31/62 

62 

Helena-No „ 

I 15-5  (13)  239  U-1 

9.702 

$18,975.37 
Baltrusch  Const. 

Gr.  ,Surf . ,PMS  8 Dr. 

3/22/61 

Days 

420  Cal. 

4/24/61 

Good  10 

76 

Hardy  Creek-Cascade 

I 15-5  (13)  239  U-3 

9.702 

$1,741,788.17 
Boulet  Const. 

Fenc Ing 

3/22/61 

Days 

200  Cal. 

5/2/61 

Shutdown 

56 

Hardy  Creek-Cascade 

1 15-5  (17)  239 

9.702 

$60,050.85 

Skinner  Enter. 

Sign,  G Delineation 

4/25/62 

Days 

100  Cal. 

5/12/62 

Not  Started 

Hardy  Creek-Cascade 

F 65  (8)  U-1 

1.232 

$21,450.14 
Robertson  & Cave 

Gr, jAgg.Surf . ,BST 

12/20/61 

Days 

100  Cal, 

5/18/62 

Good  12 

79 

Sun  River- Choteau 

S 77  (6) 

0.595 

$58,463.87 

Watters  Const. 

& Dr. 

Gr.  ,Dr.  G 141.5' 

6/27/62 

Days 

11/30/62 

7/26/62 

Fair  11 

11 

Cascade- Ulm 

S 82  (1)  U-1 

5.901 

$84,652.20 

Ni Ison- Smi th 

Prestress.  Cone.  Br, 
Gr  , ,Agg . Surf . jPMS 

4/25/62 

200  Cal, 

5/22/62 

Fair  14 

36 

Choteau- Farmington 

S 131  (3)  U-1 

6.526 

$211,262.52 
Schultz  & Lindsay 

G Dr . 

Gr , jAgg.Surf . ,PMS 

7/25/62 

Days 

240  Cal. 

Not  Started 

Brady-East 

F 149  (16) 

9.726 

$297,051.15 
Schultz  & Lindsay 

G Dr . 

Gr . ,Agg . Surf , ,PMS 

5/23/62 

Days 

280  Cal. 

8/21/62 

5 

0 

Gt.Falls-Ft.Benton 

F 180(4)  & U 277  (5) 

3.198 

$603,123.97 

Mont, Sand  & Grav. 

G Dr. 

Minor  Gr . jSurf . jPMS , 

6/27/61 

Days 

70  Cal. 

7/31/62 

Resumed 

98 

Great  Falls  Streets 

F 180(5)  & S-US  386  (1) 

3.695 

$239,875.32 
McLaughlin ,Inc , 

SCO,  Med. Curb.  G Dr. 
Gr . ,Agg.Surf . jPMS 

1/24/62 

Days 

150  Cal. 

3/30/62 

8/15/62 

90 

Great  Falls  Streets 

F 235  (27)U2,&  S 329  (4) 

15.389 

$251,948.65 

Zook  Bros. 

G Dr . 

Seal  Coat 

4/23/62 

Days 

60  Cal. 

7/24/62 

Completed 

U2  jArmington-Lewistown 

F 238  (8)  U-1 

8.476 

$34,085.05 

Ni Ison- Smi th 

Gr . ,Agg,Surf . ,PMS 

1/18/62 

Days 

200  Cal. 

4/16/62 

8/9/62 

Good  15 

55 

Wolf  Creek-Augusta 

$736,044.20 

G Dr. 

Days 
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MONTHLY  ^STRUCTION  REPORT 

Month  Ending  August  31 » 1962  

Dlvisio-n  310  ° Continued 


F 238  (8)  U-2 

Watters  Const, 

294,0'  Steel  Br, 

17 18/62 

10/31/62 

3/6/62 

Fair 

5 

27 

Wolf  Creek- Augusta 

$133,734,30 

U 249(14)U1,U-UG  376  (3) 

0,513 

C.B.Lauch  Const, 

Gr , ,Surf  , 5,Pave  . , 

5/24/61 

7/31/62 

6/13/61 

Good 

15 

83 

UI5  Helena  Sts„ 

$300,715,78 

PMS,  OP  & Dr, 

U 249(14)U2,U-UG  376 

Allen  Electric 

TraLfic  Signals 

11/29/62 

45  Cal, 

6/29/62 

Poor 

__ 

48 

U25  Helena  Sts, 

$15^540,92 

Days 

SMP  2599-62 , Lewis  & Clark 

) ° ° - 

Chas , Shannon  Co . 

Cr,  8 Stockpiling 

7/25/62 

250  Cal. 

Not  Started 

Cascade,  Pondera  & Teton 

Cos , 

$135 ,846,66 

Days 

Division  320  - Havre 

S 12  (9) 

4,866 

Richardson  Const, 

Gr . ,Agg,Surf . ,PMS 

4/25/62 

150  Cal, 

7/2/62 

Good 

30 

25 

Har lem- Turner- Can , Line 

$288,159,83 

8 Dr, 

Days 

F 62  (11) 

8,249 

United  Paving 

Plant  Mix  Bit,  Surf, 

6/27/62 

90  Cal, 

7/20/62 

Good 

30 

16 

Shelby- Chester 

$195,029,30 

Days 

S 188  (4) 

10.095 

O'Neil  Const, 

Gr , , Agg , Surf , G Dr. 

7/2/62 

250  Cal, 

8/13/62 

Fair 

16 

6 

Galata-No . 

$246,315,18 

Days 

F 260  (7)  & F 353  (8) 

5,761 

S, Birch,  Inc,  & 

Gr , , Agg , Surf . ,PMS 

4/20/62 

250  Cal, 

5/14/62 

Good 

43 

39 

W,Glacier-E, Glacier  & 

S. Birch  G Sons 

& Dr , 

Days 

E , Glacier-Browning 

S 290  (12) 

1,688 

N, A. Nelson  Const. 

Gr . ,Surf . ,PMS  ^Dr , 

7/19/61 

7/31/63 

8/16/61 

Fair 

17 

28 

Geraldine-Ft , Benton 

$526,260,65 

& 708.0’  St,  Br, 

S 290  (13)  U-1 

9,508 

S .Birch,  Inc . & 

Gr. ,Agg,Surf . ,PMS 

3/28/62 

250  Cal, 

4/30/62 

Good 

38 

45 

Geraldine- Ft , Ben ton 

S, Birch  G Son 

& Dr, 

Days 

$388,571,90 

S 301  (8)  U-1 

4,993 

O’Neil  Const, 

Gr , ,Agg , Surf . ,PMS 

2/21/62 

150  Cal, 

4/19/62 

Completed 

Havre-Simpson-C ,Line 

$216,399,85 

G Dr,  • 

Days 

8/23/62 

S 339  (9)  U-1 

6,500 

Richardson  Const, 

Gr,  , Agg, Surf. jPMS 

4/25/62 

220  Cal, 

8/22/62 

27 

1 

Fort  Benton-Chester 

$421,229.67 

G Dr . 

Days 

S 366  (6) 

4,073 

0 ’ Nei  1 Const , 

Gr, 5 Agg  Surf,  & Dr. 

12/20/61 

200  Cal, 

5/14/62 

Good 

18 

68 

Sunburst-Sweetgrass 

$126,200,71 

Days 

SMP  2101-62 

0,565 

Nault  Plumbing 

8"  asbestos-cement 

6/25/62 

9/30/62 

Not  Started 

Havre,  Mont, 

$12,292,90 

water  pipe  line 

DISTRICT  FOUR  - GLENDIVE 

S 32  (11) 

7,408 

Haggart  Const, 

Gr , jSurf , ,PMS 3 Seal 

7/5/61 

140  Cal, 

Completed 

G1 endive- Richey- NW 

$291,557,58 

& Dr , 

Days 

7/31/62 

I 94-6  (4)  216  U 

22,517 

Loftus  Landsc , 

Seeding 

7/25/62 

4/30/63 

Not  Started 

F 246  ( 10)  , F 391  ( 14)  , 

$15,761,87 

Glendive -East  ^Ci  rc le- 

Glendive  jCirc le-Sidney 

I 94-7  (3)  240 

_____ 

Otto  J,  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

Good 

11 

91 

Wibaux-East  G West 

$169,195,29 

I 94-7  (4)  233  U-1 

6,169 

A,  Lalonde 

Gr , ,Agg,Surf , ,PMS 

10/25/61 

300  Cal, 

11/14/61 

Fair 

74 

33 

Wibaux-West 

$1,054,732,96 

Fencing  & Dr, 

Days 

Tft 
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MONTHLY  CONSTRUCTION  REPORT 


Month  Ending  August  1962 

Division  410  - Con tinned 
I 94-7  (4)  233  U-2  8.105 

Wibaux- East 


Albert  Lalonde 
$1,1135399.82 


F 213  (4) 

Towne  St.  Br. 

S 238  (1)  U-1 
Circle-So.  8 East 


-----  N.S. Nelson  Const. 

$117,500.00 
6.586  Joe  Mayo  8 Son 
$164,483.25 


S 238  (1)  U-2  ----- 

Circle-So.  8 East 
F 246  (9)  U2,F  333(29)  U2  56.648 
S 8 (10)  U2,  S 68(4)  U2 
S 187(8)  U2,  S 361(10)U2, 

Circ le-Glendive-Grassrage-Malta , 
Scobey-Opheim , Hi Iger-Winifred- 
Big  Sandy,  Armells  Creek-Hays- 
Harlem  jPresservl lle-Girard-Fairvi 
S 258  (4)  7.820 


Otto  J.  Eickhof 
$68,834.04 
Richardson  Const. 
$115,789.80 


ew 

O'Neil  Const. 


Rock  Springs-Van  Norman  $184,266.53 

SMP  1101-62  -----  Morgen  8 Oswood 

Glendive,  Montana $25 ,991.00 

Division  420  - Wolf  Point 


F 84  (30)  U-1 

W.  of  W.Point-No.Dak. 

F 84(31) , F 189(7) , F 232 
(5)  ,8  F-FG  273  ( 12) 
Nasbua-W .Point jW . of  W. 
Point-No .Dak. 

F 144  (6)  Ul,  S 368  (13) 

8 S 368  ( 14)  , Glasgow- 
Nashua- Opheim-C .Line 
F 144  (6)  U-2 


10.851  Schultz  8 Lindsay 
$234,300.24 
26.370  Loftus  Landsc. 


6.760  Richardson  Const. 
$849,261.16 

-----  Watters  Const. 


1st  Ave. No. -Glasgow 

F 193  (12) 

11.592 

Culbertson-Plentywood 

S 239  (2)  U-1 

13.422 

Nashua-No . 

F 315  ( 15) 

12.052 

Van  Norman-Glasgow 

S 402  (3) 

7.778 

Culbertson-McCabe-Bainvi 1 le 

$14,881.22 
Richardson  Const. 
$703,716.82  - 
Richardson  Const. 
$290,595.16 
Wickens  Bros. 
$565,457.30 
Hilling  Const. 
$294,423.63 


I 


Gr . lAgg . Surf . ,PMS  , 

10/25/61 

Fencing  8 Dr. 

Repair  of  3 piers 

6/27/62 

Gr.  ,Agg.Surf . 8 Dr, 

1/24/62 

Structures 

12/20/61 

Seal  Coat 

4/23/62 

Gr.jSurf.  8 Dr. 

9/27/61 

Addition  to  Office 
Building 

6/23/ 62 

Agg.  Surf.  8 PMS 

11/29/61 

Seeding 

7/25/62 

Gr. ,Surf . ,PMS ,Dr, 

8 TT  Br. 

5/21/61 

Traffic  Signals 

12/20/61 

Gr . ,Agg.Surf . ,PM 

Bit. Surf.,  8 Dr. 

8/29/62 

Agg. Surf . jPMS  8 Minor 

4/25/62 

Surf.  Prep. 

Gr . 5 Surf . 8 Dr . 

8/30/61 

Gr . , Agg. Surf . ,PMS 

8 Dr . 

7/2/62 

300  Cal. 

11/14/61 

Good 

75 

78 

Days 

12/31/62 

Not  Started 

200  Cal. 

3/29/62 

Poor 

89 

Days 

10/31/62 

4/4/62 

Good 

20 

56 

60  Gal. 

7/11/62 

Good 

31 

99 

Days 


240  Cal. 

10/16/61 

Good  19 

68 

Days 

12/31/62 

7/13/62 

Fair  8 

14 

90  Cal, 

4/4/62 

Completed 

Days 

8/29/62 

4/30/63 

Not  Started 

240  Cal. 
Days 

6/13/61 

Good 

10 

99 

450  Cal. 

4/30/62 

Fair 

2 

88 

Days 

220  Cal. 

Not  Started 

Days 

220  Cal. 

5/11/62 

Good 

25 

67 

Days 

330  Cal. 

10/9/61 

Good 

16 

70 

Days 

240  Cal. 

8/22/62 

3 

1 

Days 
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MONTHLY  COTSTRUCTION  REPORT  f 

Month  Ending  August  .31  ^ 1962 

PivisloTi  430  --Lewlstown 


S 68  (5)  U-1 

13.011 

Gus  M,  Albert 

Agg , Surf  . Gt  PMS 

772/62 

120  Cal. 

8/9/62 

Fair 

20 

0 

Hi Iger- Winifred-Big  Sandy 

$327,341.54 

Days 

F 103  (10)  U1  & F 33  (28) 

11.452 

NW  Engr.  Co. 

Gr.  ,Ceni,  Stab. Base  , 

7/5/61 

220  Cal. 

8/17/61 

Fair 

-- 

73 

U1 jLewi s town- Roy , Grass 

$688,619.11 

PMS  G Dr. 

Days 

Range-Malta 

U 112(3)  , U 229(  15) , 

1.976 

JRober  tson  G 

Gr . 5Agg, Surf . jPMS , 

4/30/62 

140  Cal. 

5/14/62 

Good 

40 

41 

U 235(320,  Main  St, 

B losson 

Dr.  G 30.0 ’ Cone.  Br. 

Days 

Lewi s town 

$319,924.89 

F 333  (31) 

Morgen  G Oswood 

173.0’  Cone.  Br. 

8/29/62 

12/31/62 

Not  Started 

Grass  Range-Malta 

$86,411.44 

DISTRICT  TIVE  - BILLINGS 

Division  510  - Billings 

FLH  9 (1)  U-1 

5.200 

S .H .Arkwright 

Gr . , Agg . Surf , , PMS 

10/25/61 

180  Cal. 

3/27/62 

Completed 

St,  Xavier-Hardin 

$330,527.87 

G Dr . 

Days 

8/28/62 

FLH  9 (1)  U-2 

4.400 

Richardson  Const. 

Gr . jAgg.Surf , ,PMS 

3/28/62 

140  Cal. 

4/25/62 

Good 

81 

St.  Xavier-Hardin 

$219,746.85 

G Dr. 

Days 

S 71  (4) 

0.512 

W.Mackin  G Son 

141.5"  Cone ,Br . ,Gr , , 

12/20/61 

8/31/62 

3/28/62 

Fair 

6 

94 

Ryegate- South 

$72,786.12 

Agg. Surf.  G Dr. 

I 90-7  (8)  387  U-1  G 

5.915 

S .H .Arkwright 

Gr , ,Agg . Surf . ,PMS 

4/6/62 

380  Cal. 

5/21/62 

Fair 

17 

I-IG  90-8  ( 12)  388  U-1 

$1,004,665.33 

G Dr , 

Days 

Reed  Point-East  G West 

I 90-7  (8)  387  U-2  G 

_____ 

Strandberg  G 

7 Structures 

4/6/62 

5/31/63 

6/12/62 

Good 

20 

23 

I-IG  90-8  ( 12)  388  U-3 

Associates 

Reed  Point-East  G West 

$251,586.34 

I 90-7  (8)  387  U-3  G 

10.547 

Clair  Boulet 

Fencing 

4/6/ 62 

300  Cal. 

5/8/62 

Poor 

__ 

39 

I-IG  90-8  ( 12)  388  U-4 

$81,017.00 

Days 

Reed  Point-East  G West 

I-IG  90-8  (12)  388  U-2 

4.633 

S .H .Arkwright 

Gr,  ,Agg.Surf . ,PMS 

4/6/62 

200  Cal. 

6/4/62 

Fair 

50 

18 

Reed  Point-East 

$1 ,046,792.32 

G Dr. 

Days 

IG  90-8  ( 13)  395 

_____ 

Waddell  Const, 

248.5'  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Fair 

10 

37 

Reed  Point-East 

$92,851.18 

I 90-8  (16)  437  U-2 

F.L. Flynn  Co. 

73.94"  Cone.  Br. 

5/23/62 

5/31/63 

Not  Started 

Mossmain-Bi 1 lings 

$43,334.44 

I 94-1  (5)  51 

_____ 

Husman  Bros. 

580.25'  St,  Br. 

12/20/61 

7/31/63 

3/19/62 

Fair 

8 

12 

Yellowstone  Co . Interstate 

$294,400.62 

I 94-1  (6)  50  U1  G 

5.477 

S .H .Arkwright 

Gr . , Agg . Surf . , PMS 

6/25/62 

350  Cal, 

7/10/62 

Fair 

34 

14 

I 94-2  (4)  51  U1 

$1,034,576.96 

G Dr . 

Days 

Custer-E . ,Big  Horn-E,  G W, 

I 94-  1 (6)  50  U2  G 

5.477 

Bohleen  Const. 

Fencing 

6/25/62 

200  Cal. 

7/27/62 

Fair 

3 

11 

I 94-2  (4)  51  U-3 

$35,843.50 

Days 

Custer-E . ,Big  Horn-E.G  W. 

I 94-2  (4)  51  U2 

Schultz  G Lindsay 

178.0'  Prestress. 

6/25/62 

12/31/62 

7/13/62 

Fair 

4 

10 

Big  Horn-E.  G W. 

$53,881.70 

Cone.  Beam  Underpass 

■:!i;i:;'; 

^ 

•?/*"  '*’!; 
:|->v;‘'‘ii 
;j"*:|Vj'|[ 


fr- ' 


. ' , 


■jy. 


ilSl?' 


.;:.r‘»ii8i.r-A:::i:r  


^ ■.  TtwajfUSA  '■■  ai^..  .:'lll3'„f:l  '■spbibb'^^.  I 

^>3  j-gnH.  S^A , J i (as^y  Af  = f : jgl*  <0^'il0f 

»«  ^ ' .U-.,nKU^  :.^  aa«cr5  frair^ni'oi* 

' --  ’'5  ■■  u&ki^6S^  (^l^lia/,.^JCtKl/^X| 

od-fiU  d 




-.  i<  ,'.  nr’ 


irs&  ttxnm 

mi 


asKOjia  ^ 

ianl..!  1 14..:  >-■ ' O t rfp?Aj? 


tJiCT' 


-i-4 

■ '1.  ttr  ■ 

■ <..*>.  ,'?t ' s..^.og>yi|H 

-•t*  ijhii,  j ixJ'rfS’' 

■'  - . <1  / <4*1  ^ * 

Hi  al' , 

- .'c.  , ' ' ■'  sod  a >yo|  i 

t>'  ' --’J  le 

■”’.3}  .-/-fOr!  .a  rif, 

'SU  ic- 

I .jl  S ■ 


MONTHLY  luNSTRTJCTION  REPORT 


Mo-nth  Endine  August  31 

, 1962 

Division  510  - Continued 

S 207  (3) 

Busby- Wyo .Line 

3.900 

Empire  Sand  Grav . Gr . ,Agg.Surf  . ,PM 

$247,377.39  Bit. Surf.  G Dr. 

U-FG  228  ( 16) 

Laurel- Bi 1 lings 

1„466 

Schultz  Lindsay 

$1,043,348.05 

Gr. jAgg.Surf , ,C.S. 
Base , Cone .Pave , ,PMS 

U-F  296  (15)  U-1 

Bi  1 lings-Lavina 

4.181 

NW  Engr.Co. 
$1,333,453.44 

Gr,  ,Agg,Surf . ,PMS 

G Dr. 

U-F  296  (15)  U-2 

Bi  1 lings-Lavina 

Walter  Mackin 
$17  ,742.20 

35.0'  TT  Br. 

S 399  (1) 

Me Istone-Mosby 

7.824 

Frank  E.  Olson 
$177,086.22 

Gr . jAgg . Surf , 8 Dr. 

Division  520  - Miles 

City 

I 94-3  (3)  114  U-1 
& I 94-4  (9)  119  U-1 
Hathaway- East  G West 

6.246 

Schultz  Si  Lindsay 
$829,372.47 

Gr.  ,Surf . jPMS  Dr. 

T 94-3  (3)  114  U-3 

I 94-4  (9)  119  U-2 
Hathaway- East  G West 

6.246 

Hout  Fencing 
$31,598.00 

F encing 

I 94-3  (7)  114,  I 94-4 
(10)  127,  I 94-4  (12) 

119,  Hathaway- East  G West 
Miles  City-E.  & West 

33.646 

Elec. Prod ,Corp . 
$74,736.69 

Sign.  & Delineation 

I 94-4(6) 136U1  & F 86(20) 
Ul,  Miles  City-East 

12.442 

Peter  Kiewit 
$2,849,375.73 

Gr . 3 Surf . ,Conc . Pave 
PMS  Si  Structures 

I 94-4  (6)  136  U-2 
Miles  City-East 

11.597 

WoMackin  & Sons 
$62,799.00 

Fencing 

I 94-4  (8)  120  U-1 
Hathaway- Eas  t 

7.308 

Schultz  4 Lindsay 
$1,302,922.13 

Gr . 3 Surf . ,PMS  & Dr . 

1 94-4  (8)  120  U-3 
Hathaway- East 

7.308 

W. Mackin  & Sons 
$47 ,215.00 

Fencing 

F 156( 10)  Ul  & F 156 
(11)  Ul,  Olive-M.City 

13.187 

Albert  G Marshall 
$759,600. 10 

Gr.,Surf.  8 PMS 

F 157  (16)  U-1 

Miles  City-Jordan 

5.000 

Hilling  Const. 
$296,315.69 

Gr . jAgg.Surf . 3PMS 
& Dr. 

F 157  (16)  U-2 

Miles  City-Jordan 

— 

Otto  Eickhof 
$34,756.77 

101.5*  Cone , Br . 

S 259  (2)  U-1 

9.033 

Weaver  Const. 

Gr . ,Agg . Surf . ,PMS , 

Rosebud-Cartersvi 1 le-E 

$418,119.38 

Dr.  Si  38'  TT  Br. 

S 333  (q) 

Sayle-East 

5.260 

Hi  1 li ng  Const . 
$185,758.38 

Gr . ,Surf . 8 Dr . 

S 398  (2) 

Plevna-Baker 

9.640 

Joe  Mayo  & Son 
$237,417,75 

Gr , ,Agg . Surf . 8 Dr. 

SMP  0999-62,  Custer, 
Fallon  6i  Rosebud 

Schultz  Si  Lindsay 
$95,102.85 

Cr.  Si  Stockpiling 

8/29/62 

200  Gal. 

Not  Started 

Days 

11/29/61 
Dr . 

11/30/63 

1/29/62 

Poor 

20 

20 

7/25/62 

300  Gal, 

Not  Started 

Days 

5/23I62 

12/31/62 

Not  Started 

2/21/62 

180  Gal. 
Days 

6/18/62 

Good 

30 

91 

7/19/61 

350  Cal. 
Days 

9/28/61 

Good 

74 

70 

7/19/61 

150  Cal. 
Days 

4/18/62 

Good 

-- 

91 

6/25/62 

120  Cal. 

Not  Started 

Days 

4/19/61 

400  Cal. 
Days 

6/18/61 

Good 

35 

87 

4/19/61 

200  Cal. 
Days 

6/13/61 

Good 

6 

97 

7/19/61 

400  Cal. 
Days 

8/17/61 

Fair 

71 

61 

8/7/61 

150  Cal. 
Days 

9/21/61 

Poor 

59 

7/5/61 

300  Cal, 

8/28/61 

Completed 

Days 

8/28/62 

1/24/62 

200  Cal. 
Days 

4/10/62 

Fair 

27 

57 

11/29/61 

7/31/62 

5/14/62 

Poor 

87 

3/28/62 

200  Cal. 
Days 

4/17/62 

Fair 

36 

33 

11/29/61 

200  Cal. 
Days 

3/12/62 

Fair 

4 

73 

5/15/62 

250  Cal. 
Days 

5/30/62 

Poor 

4 

53 

6/27/62 

180  Cal. 

Not  Started 

Days 
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MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  September  30,  1962 


STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


Contractor  and 


Project  No„  E Location Mileage  Bid  Price 

DISTRICT  ONE  - MISSOULA 
Division  110  - Missoula 


I 90-1(  16)43,  T 90-3(11) 

23.720 

Tschache  Bros. 

180,  F 184(15)  E F 191(22) 

$30,067.43 

Superlor-E.  8 W.  ,Deer  Lodge- 

No.  6 So.,  Bearmouth-Deer 

Lodge 

Pablo- Kali  spell 

I 90- 1( 17)75  U- 1 G 

4.958 

Ni Ison-Smith 

I 90-2  (13)  78  U-1 

$1,304,345.01 

Alberton-feast  E West 

I 90-1(  17)75  U-2  & 

Pew  Bridge  Co. 

I 90-2( 13y78  U-2 

$115,982.81 

Alberton-East  8 West 

I 90- 1( 17)75  U-3  E 

4.958 

Tschache  Bros. 

I 90-2(13)  78  U-3 

$47,093.50 

Alberton-East  E West 

I- IG  90-2  ( 12)  118  U- 1 

Watters  Const. 

Pi Itzvi 1 le-Clinton 

$233,014.57 

I-IG  90-2  ( 12)  118  U-2 

A G B Const. 

Pi  Itzvi 1 le-Clinton 

$91,717.05 

I-IG  90-2  (12)  118  U-3 

Pew  Bridge  Co. 

Pi  Itzvi  He- Clinton 

$87,268.07 

F-FG  215  (7) 

0.252 

Sletten  Const. 

Higgins  Ave.-Msla.  Rd . 

$988,381.36 

F-FG  219  (16)  U-1 

9.781 

S . Birch , Inc . i 

Mis60ula-Ar lee 

S . Birch  E Sons 

F-FG  219  ( 16)  U-2 

$997,276.53 
Riklin  Const. 

Mi s sou  la- Ar lee 

$61,618.24 

S 221  (2) 

5.189 

Bud  King  Const. 

Thompson  Falls-West 

$224,289.40 

S 291  (6)  U-1 

5.406 

Peter  Kiewit 

Avon-Helmvi  He 

$336,918.99 

S 328  (1) 

1.215 

Bud  King  Const. 

Conner- Cutoff 

$228,546.43 

SMP  3210-03-62 

Watters  Const. 

22  miles  west  of  Lolo 

$17  ,720.00 

^^7^979  IcJF- 

Contract  Date  of  Work  Pro-  Men  % 

Type Awarded  Completion  Began gress Emp.Comp. 


Seeding  E Mulching  7/25/62  A/30/63  Not  Started 


Gr.  ,Agg.Surf . ,P.Mix 
Bit. Surf . , 17.25'  Jr. 
Gr.  Sep. 

8/29/62 

219.5'  Cone.  UP 

123.0'  Cone.  OP 

8/29/62 

Fencing 

8/29/62 

Dual  353.0'  OP 

2/21/62 

284.5'  Cone.  Br . 

4/25/62 

Dual  123.0'  Cone. 

Beam  Sept. 

5/23/62 

Gr.  ,Agg.Surf . ,PMS, 

Dr.  G 972.0'  Str. 

9/27/61 

Gr. ,Agg.Surf . ,PMS, 

E Dr. 

7/25/62 

173.0'  Cone.  Beam 
Highway  over  RR  OP 

3/28/62 

Gr . ,Agg . Surf . & Dr. 

2/21/62 

Gr.  , Cem. Stab. Base , 

PMS  G Dr. 

7/19/61 

Gr . ,Surf . ,RM0 , Dr. 

E 2 Cone . Str. 

4/19/61 

84'  X 36'  maint.  shop 

6/25/62 

350  Cal. 
Days 

9/18/62 

13 

0 

8/31/63 

Not  Started 

200  Cal. 

Not  Started 

Days 

6/30/63 

3/21/62 

-- 

1 

65 

6/30/63 

8/14/62 

Fair 

5 

12 

10/31/62 

5/31/62 

Good 

12 

93 

6/30/63 

10/16/61 

Good 

23 

85 

300  Cal. 
Days 

8/14/62 

Fair 

7 

'6 

10/31/62 

7/3/62 

Fair 

-- 

24 

200  Cal. 

2/20/62 

Fair 

16 

83 

Days 

150  Ccal. 
Days 

5/23/62 

Good 

24 

99 

200  Cal. 

6/29/61 

Completed 

Days 

9/6/62 

12/31/62 

7/10/62 

Fair 

98 
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MONTHLY  CuNSTRUCTION  REPORT 
Month  Ending  September  30,  1962 

Division  110  - Continued 

SMP  3210-62 

22  miles  west  of  Lolo 

SMP  3299- 62 ,Grani te , Lake » 

Missoula ,Rava 1 11 , Sanders 

Division  120  - Kalispell 


F 191  (19)  U-1  5.548 

Pablo-Kalispell 

F 191  (20)  U-2  8 13.849 

S 7 (6)  U-2,  Pablo- 
Kalispel 1-Half  Moon 
U 257  ( 14)  U-2  1.068 

Idaho  S t . - Kali spe 1 1 

S 325  (1)  U-1  3.358 

Libby-Fish  Hatchery 
S 377  (2)  4.021 

Whitefish- North 


SMP  2799-62 , Missoula,  

Lincoln ,F lathead ,Lake 

DISTRICT  TWO  - BUTTE 
Division  210  - Butte 

5 6 (4)  U-1  7.027 

Townsend- Canyon  Ferry-Clasoi 1 

I 15-1  (11)  37  U-1  7.775 

Idaho  Llne-Dillon 
I 15- 1 (11)  37  U-3  4.500 

Idaho  Line-Dillon 
I 15-1  ( 15)  37  7.775 

Armstead- No.  & So. 

I 15-2  (14)  127  U-1  3.361 

F 207  (8)  & F 279  (4) 

Butte  Streets 

I 15-2  ( 14)  127  U-2  2.708 

Butte  Urban 

I-IG  15-2  ( 16)  126  U- 1 2.554 

C I 115-2(2)  126  U-1 
Butte  Streets 

I-IC  15-2  (16)  126  U-2  & 

I 115-2  (2)  126  U-2 
Butte  Urban 

I-IC  15-2  (16)  126  U-3  2.554 

6 I 115-2  (2  ) 126  U-3 

Butte  Urban 


r 


Tollef  Follinglo 
$17  ,860.00 
Mountain  Const. 
$225,445.00 

31'  X 31'  section- 
house 

Cr . & Stockpiling 

6/25/62 

8129/62 

12/31/62 

250  Cal. 
Days 

7/13/62  Good 

Not  Started 

3 

75 

F S Const. 

Gr . ,Agg.Surf . ,PMS 

4/23/62 

250  Cal. 

5/10/62 

Fair 

45 

34 

$968,935.33 

& Dr . 

Days 

United  Paving  Co 

. Seal  Coating 

7/31/62 

30  Cal. 

8/24/62 

Completed 

$41,137.30 

Days 

9/5/62 

Hollingsworth  Elec.  Traffic  Signals, 

7/25/62 

60  Cal. 

8/17/62 



25 

Skinner  Enterpr. 

Signs  8 Lighting 

Days 

$34,321.80 

Walter  Laas 

Gr.  ,Agg.Surf . ,PMS 

7/25/62 

140  Cal. 

8/14/62 

Poor 

9 

6 

$217,754.21 

& Dr. 

Days 

Murphy  Bros . 

Gr . ,Agg.Surf . ,PMS 

6/27/62 

220  Cal. 

7/16/62 

Good 

23 

26 

$455,814.70 

& Dr . 

Days 

Chas.  Shannon 

Cr . & Stockpiling 

4/23/62 

130  Cal. 

5/7/62 

Fair 

11 

54 

$158,800,00 

Days 

McLaughlin,  Inc. 

Gr . ,Agg.Surf . ,PMS 

8/30/61 

240  Cal. 

9/26/61 

Fair 

21 

91 

$319,862.15 

8 Dr. 

Days 

Ni Ison- Smi th 

Gr . ,Agg.Surf . ,PMS 

3/22/61 

400  Cal. 

6/16/61 

Good 

8 

99 

$1,043,487.45 

& Dr . 

Days 

Hildreth  Const. 

Fencing 

4/17/61 

200  Cal. 

6/20/61 

Fair 

2 

97 

$29  ,997.97 

Days 

Elec.  Prod.  Co. 

Signing  8 Delineation 

6/25/62 

90  Cal. 

Not  Started 

$20,838.81 

Days 

Bud  King  Const. 

Gr . ,Surf . ,Conc .Pave . , 

8/30/61 

400  Cal. 

9/26/61 

Fair 

100 

45 

$1,726,708.52 

PMS , Seal  Coat  8 Dr. 

Days 

U.S. Steel  Corp. 

Fencing 

8/30/61 

200  Cal. 

7/6/62 

Poor 

3 

15 

$62  ,087.38 

Days 

Kiely  Const. 

Gr . ,Agg . Surf . ,PMS , 

5/23/62 

400  Cal. 

6/18/62 

Fai  r 

44 

18 

$1,826,707.87 

Cone.  Pave.  & Dr. 

Days 

W.  R.  Cahoon 

5 Structures 

5/23/62 

9/30/63 

7/12/62 

Fair 

25 

5 

$566,921.56 

U.S. Steel  Corp. 

Fencing 

5/23/62 

200  Cal. 

Not  Started 

$26,008.46 

Days 
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MONTHLY  ljis:^ST RUCTION  REPORT 
Month  Ending  September  30,  1962 


Divi slon  210  - Continued 


I-IG  15-2  (16)  126  U-4 

W.  R.  Gaboon  Const-sDural  462.5'  Steel  OP 

5/23/62 

9/30/63 

7/10/62 

Poor 

1 

Butte  Urban 

$345,958.00 

I-IG  15-2  (17)  130  U-1 

1.296 

King  & McLaughlin 

Gr. jAgg.Surf . ,Cem.Stab 

.4/25/62 

300  Cal. 

5/7/62 

Fair 

44 

22 

& S 213  (4) 

$732,528,92 

Base,  Cone . Pave . ,PMS 

Days 

Butte  Streets 

Sc  Dr. 

I-IG  15-2  (17)  130  U-2 

Waddell  Const. 

3 Structures 

4/25/62 

6/30/63 

5/28/62 

Good 

16 

63 

E.  Butte  Interchange 

$227  ,822.62 

I-IG  15-2  (17)  130  U-3 

1.470 

U.S. Steel  Corp. 

F enc ing 

4/25/62 

150  Cal. 

7/9/62 

Poor 

52 

E.  Butte  Interchange 

$18,124.79 

Days 

F 42  (1)  U-1 

9.226 

S . Arkwright , I nc . 

Gr.  ,Surf . Sc  PMS 

7/19/61 

250  Cal. 

8/14/61 

Good 

9 

97 

Idaho  Line-Wisdom 

$699,594.72 

Days 

I-IG  90-6  (5)  276  U-1 

5.495 

Earl  L.  McNutt 

Gr  . ,Dr  . Sc  234.5'  UP 

9/25/62 

400  Cal. 

Not  Started 

Three  Forks-Logan 

$1,202,853.72 

Days 

I-IG  90-6  (5)  276  U-2 

5.495 

J.  C.  Denton 

Fencing 

9/25/62 

200  Cal. 

Not  Started 

Three  Forks-Logan 

$31,899.35 

Days 

I 90-6  (7)  278 

Hagger ty-Messmer 

Structures 

9/25/62 

9/30/63 

Not  Started 

Three  Forks-Logan 

$181,131.02 

I 90-6  (8)  277 

Hagger ty-Messmer 

Structures 

9/25/62 

8/31/63 

Not  Started 

Three  Forks-Logan 

$159,278.88 

S 167  (6) 

4.978 

Hilde  Const. 

Gr  . ,Surf  . ,BST  Si  Dr. 

7/5/61 

220  Cal. 

8/24/61 

Completed 

Cardwell- Southeast 

$341,016.40 

Days 

9/10/62 

SMP  4799-62,  Silver 

Walter  Laas 

Cr . Si  Stockpiling 

7/25/62 

150  Cal. 

8/13/62 

Fair 

8 

28 

Bow ,Madi son , Beaverhead 

$80 ,550.00 

Days 

& Jefferson  Counties 

Division  220  - Bozeman 

F 13(6)U2,  F 43( 15)U2, 

69.841 

United  Paving 

Seal  Coat 

4/23/62 

60  Cal. 

7/27/62 

Shutdown 

73 

F 217( 12)U2,  F 217( 13)U2, 

$131,985.62 

Days 

S 9(9)U2,  S 366(2)U2,  S 276(3)U2 
Li vingston- So . ,Wi sdom- Divide , 
Gardiner-Livingston , Cardwell- 
Boulder,  Emigrant  Br.  G App. , 
Pray  Siding-Mill  Creek 


I-IG  90-6  (2)  309 

U-  1 

5.275 

Goodfellow  Bros. 

Gr.'  ,Surf  . ,PMS,  Dr. 

5/24/61 

420  Cal. 

6/15/61 

Good  64 

80 

Rocky  Canyon  Road 

$4,058,435.93 

Sc  3 Structures 

Days 

I-IG  90-6  (2)  308 

u-2 

5.275 

Tschache  Bros . 

Fencing 

6/5/61 

150  Cal. 

6/22/61 

Good  3 

75 

Rocky  Canyon  Road 

$39,885.60 

Days 

I 90-6  (6)  309 

5.275 

Elec .Prod .Corp. 

Sign.  Sc  Delineation 

6/25/62 

90  Cal. 

Not  Started 

Rocky  Canyon  Road 

$20,838.81 

Days 

I-IG  90-7  (9)  327 

U-  1 

12.087 

King  Si  McLaughlin 

Gr  ., Surf ., PMS , Dr. 

12/21/60 

350  Cal. 

1/25/61 

Completed 

1 

00 

$3,134,965.16 

Sc  Irr.  Facilities 

Days 

9/14/62 

Livingston- So  . -East  St  West 
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’ MONTHLY  ds,^TRUCTION  REPORT 
Month  Ending  September  30,  1962 


Division  220  - Continued 


I-IG  90=7  (9)  327  U-3 
& F 185  (6)  U-3 
Livingston-So.  & East 

12.087 

Lahren  Const. 
$66,821.50 

Fenc ing 

12/21/60 

150  Cal. 
Days 

3/14/61  Completed 

9/12/62 

I 90-7  (10)  327 
Livingston- So . G East 

11.823 

Natl.Adv.  Co. 
$68,540.90 

Sign.  G Delineation 

6/25/62 

90  Cal. 
Days 

Not  Started 

DISTRICT  THREE  - GREAT  FALLS 


Division  310  - Great  Falls 


I 15-4  (6)  186  U-1  ^ 

9.994 

Zook  Bros. 

Gr . ,Agg.Surf . ,PMS 

4/25/62 

400  Cal. 

5/16/62 

Good 

87 

47 

G S 2 ( 15)  U- 1 , Helena-No. 

> 

$1,924,473.59 

6 Dr. 

Days 

Lake  Helena- West 

I 15-4  (6)  186  U-2 

ALB  Const. 

3-50.0'  Cone.  Brs. 

4/25/62 

10/31/62 

5/23/62 

Fair 

7 

78 

He lena- No . 

$77,437.23 

I 15-4  (6)  186  U-3 

Mont .Engr .GConst . 

Dual  118.U’  Cone. OP 

12/20/61 

8/31/62 

3/26/62 

Fair 

5 

94 

Helena-No . 

$130,183.48 

6 204.5'  Cone. Inter. 

I 15-4  (6)  186  U-4 

8.170 

Strandberg  6 

Fencing 

4/25/62 

250  Cal. 

5/16/62 

Fair 

69 

He lena- No . 

Senecal  6 Mininger 

Days 

$40,106.15 

I 15-4  (9)  194  U-1 

12.663 

McNutt  6 Baulne 

Gr . ,Surf . ,PMS , Dr. 

6/14/61 

400  Cal. 

7/19/61 

Fair 

96 

66 

Helena  Hill-Sieben 

$3,788,848.75 

6 Dual  118.0'  Str. 

Days 

I 15-4  (9)  194  U-2 

12.663 

Tschache  Bros . 

Fencing  G Cattle  Gd . 

6/14/61 

150  Cal. 

6/28/61 

Fair 

2 

8*9 

Helena  Hill-Sieben 

$79,149.25 

Days 

I 15-4  ( 12)  207  U-  1 

3.388 

King  G McLaughlin 

Gr . ,Surf . ,PMS  , 

10/25/61 

300  Cal. 

11/6/61 

Poor 

36 

73 

Sieben-No.  6 So. 

$2,110,638.04 

Fencing  6 Dr. 

Days 

I 15-4  (14)  185 

1.248 

Skinner  Enter. 

Sign.  G Delineation 

4/25/62 

60  Cal. 

5/21/62 

65 

He lena- No . 

$18,975.37 

Days 

I 15-5  ( 13)  239  U-1 

9.702 

Baltrusch  Const. 

Gr . ,Surf . ,PMS  G Dr. 

3/22/61 

420  Cal. 

4/24/61 

Good 

15 

81 

Hardy  Creek-Cascade 

$1,741,788.17 

Days 

I 15-5  (130)  239  U-3 

9.702 

Boulet  Const. 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Good 

3 

58 

Hardy  Creek-Cascade 

$60,050.85 

Days 

I 15-5  (17)  239 

9.702 

Skinner  Enter. 

Sign.  G Delineation 

4/25/62 

100  Cal. 

Not  Started 

Hardy  Creek-Cascade 

$21,450.14 

Days 

F 65  (8)  U-1 

1.232 

Robertson  6 Cave 

Gr  . ,Agg.Surf . ,BST 

12/20/61 

100  Cal. 

5/18/62 

Gompleted 

Sun  River-Choteau 

$58,463.87 

G Dr . 

Days 

9/12/62 

S 77  (6) 

0.595 

Watters  Const. 

Gr . ,Dr . G 141.5' 

6/27/62 

11/30/62 

7/26/62 

Fair 

8 

29 

Cascade-Ulm 

$84,652.20 

Prestress .Gone .Br . 

S 82  (1)  U-1 

5.901 

Ni Ison- Smi th 

Gr . , Agg . Surf . ,PMS 

4/25/62 

200  Cal. 

5/22/62 

Good 

25 

61 

Choteau- Farmington 

$211,262.52 

G Dr . 

Days 

S 131  (3)  U-1 

6.526 

Schultz  & Ljndsay  Gr . ,Agg . Surf . ,PMS 

7/25/62 

240  Cal. 

Not  Started 

Brady-East 

$297,051.15 

G Dr. 

Days 

F 149  (16) 

9.726 

Schultz  6 Linday 

Gr . ,Agg . Surf . ,PMS 

5/23/62 

280  Cal. 

8/21/62 

Fair 

17 

Gt . Falls-Ft.  Benton 

$603,123.97 

G Dr . 

Days 

F 180(4)  6 U 277(5) 

3.198 

Mont. Sand  & Grav . 

Minor  Gr . ,Surf . ,PMS , 

6/27/61 

70  Cal. 

7/31/62 

Completed 

Great  Falls  Streets 

$239,875.32 

SCO,  Med. Curb.  G Dr. 

Days 

8/31/62 
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' MONTHLY  vVs,JtSTRUCTION  REPORT  ' ) 

Month  Ending  September^O  , 1962 


Division  310-  Continued 

F 180(5)  & S-US  386(1) 

3.695 

McLaughlin,  Inc. 

Gr . ,Agg .Surf . ,PMS 

1/24/62 

150  Cal. 

3/30/62 

Fair 

--  99 

Great  Falls  Streets 

F 238  (8)  U-1 

8.476 

$251,948.65 

Ni Ison- Smi th 

& Dr . 

Gr . ,Agg.Surf . ,PMS 

1/18/62 

Days 

200  Cal. 

4/16/62 

Good 

35  69 

Wolf  Creek- Augusta 

F 238  (8)  U-2 

$736,044.20 
Watters  Const. 

& Dr. 

294.0'  Steel  Br. 

1/18/62 

Days 

10/31/62 

3/6/62 

Good 

4 74 

Wolf  Creek-Augusta 

U 249(14)U1,U-UG  376(3)U1 

0.513 

$133,734.30 
C.B.Lauch  Const. 

Gr . ,Surf . ,Pave . ,PMS , 

5/24/61 

7/31/62 

6/13/61 

--  99 

Helena  Sts. 

U 249(14)U2,U-UG  376  U2 

$300,715.78 

Allen  Electric 

OP  & Dr. 

Traffic  Signals 

11/29/62 

45  Cal. 

6/29/62 

Poor 

--  48 

Helena  Sts. 

SMP  2599-62 , Lewis  & Clark 

$15,540.92 

Chas. Shannon  Co. 

Cr.  6 Stockpiling 

7/25/62 

Days 

250  Cal. 

Not  Started 

Cascade  , Pondera  & Teton  Cos. $135 ,846 . 66 


Division  320  - Havre 


S 12  (9) 

Har lem- Turner- Can . Line 

4 . 866 

Richardson  Const. 
$288,159.83 

Gr . ,Agg.Surf . ,PMS 
& Dr. 

4/25/62 

150  Cal, 
Days 

7/2/62 

Fair 

22 

48 

F 62  (11) 

Shelby- Chester 

8.249 

United  Paving 
$195,029.30 

Plant  Mix  Bit.  Surf. 

6/27/62 

90  Cal. 
Days 

7/20/62 

Good 

30 

78 

S 188  (4)  10.095 

Galata-No . 

F 210(3) ,F  227(5)&  F 227(6)18.572 
Babb- So. & Kiowa  June. -Babb 

0 ' Nei 1 Const . 
$246,315.18 
Schultz  Lindsay 

$615,929.12 

Gr  . ,Agg . Surf  . 6:  Dr. 

Gr . ,Agg.Surf . , PI. Mix 
Bit. Surf.  6 Dr. 

7/2/62 

Sub j . to 
BPR  Cone 

250  Cal. 
Days 

250  Cal. 

. Days 

8/13/62 

Fair 

17 

23 

F 260  (7)  6 F 353  (8) 

W . Glacier-E  . Glaci er 

E . Glacier- Browning 

5.761 

S .Birch , Inc . 6 

S.  Birch  & Sons 
$794,267.45 

Gr . ,Agg.Surf . ,PMS 

6 Dr. 

4/20/62 

250  Cal, 
Days 

5/14/62 

Good 

40 

53 

S 290  (12) 

Geraldine-Ft . Benton 

1.688 

N. A. Nelson  Const. 
$526,260.65 

Gr  . ,Surf . ,PMS , Dr. 

& 708.0'  St.  Br. 

7/19/61 

7/31/63 

8/16/61 

Fai  r 

8 

55 

S 290  ( 13)  U-1 

Geraldine-Ft.  Benton 

9.508 

S.  Birch,  Inc.  6 
S.  Birch  6 Son 
$388,571.90 

Gr . ,Agg.Surf . ,PMS 

6 Dr. 

3/28/62 

250  Cal. 
Days 

4/30/62 

Good 

36 

70 

S 316  (7) 

Central  Ave.-Cutbank 

0.437 

Gr . ,Agg.Surf . ,P1 .Mix. 
Bit.  Surf.  & Dr. 

Bids  opened  in  Cutbank  9/27/62  but  not 
awarded  until  Spring 

to 

be 

S 339  (9)  U-1 

Fort  Benton-Chester 

6.500 

Richardson  Const. 
$421,229.67 

Gr . ,Agg .Surf . ,PMS 
& Dr. 

4/25/62 

220  Cal. 
Days 

8/22/62 

Fair 

32 

31 

S 366  (6) 

Sunburst-Sweetgrass 

4.073 

O'Neil  Const. 
$126,200.71 

Gr . ,Agg . Surf . 6 Dr, 

12/20/61 

200  Cal. 
Days 

5/14/62 

Completed 

9/24/62 

SMP  2101-62 

Havre  , Montana 

0.565 

Nault  Plumbing 
$12  ,292.90 

8"  asbestos-cement 
water  pipe  line 

6/25/62 

9/30/62 

9/4/62 

Good 

4 

64 

DISTRICT  FOUR  - GLENDIVE 
Division  410  - Glendive 


I 94-6  (4)216,  F 246  (10),  22.517  Loftus  Landsc.  Seeding  7/25/62  4/30/63  Not  Started 

F 391  (14),  Glendive-E.,  $15,761.87 

Circ le- Glendive ,Circ le- Sidney 
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MONTHLY  ^Vqdl^STRUCTION  REPORT  ^ ^ 

Month  Ending  September  30,  1962 


Di V i sion  410  - Continued 


I 94-7  (3)  240 

Otto  J.  Eickhof 

Struc  tui'es 

10/25/61 

11/10/62 

3/8/62  Good 

6 

96 

Wibaux-East  St  West 

$169,195.29 

I 94-7  (4)  233  U- 1 

6.169 

A.  Lalonde 

Gr . ,Agg . Surf . ,PMS , 

10/25/61 

300  Cal. 

11/14/61  Good 

92 

60 

Wibaux-:'  Wes  Jr 

$1,054,732.96 

Fencing  St  Dr. 

Days 

I 94-7  (4)  233  U-2 

8.105 

A.  Lalonde 

Gr. ,Agg.Surf . ,PMS, 

10/25/61 

300  Cal. 

11/14/61  Good 

42 

96 

Wibaux-East 

$1,113,399.82 

Fencing  St  Dr. 

Days 

F 213  14) 

— 

N. A. Nelson  Const. 

Repair  of  3 piers 

6/27/62 

12/31/62 

8/29/62  Poor 

7 

5 

Towne  St.  Br. 

$117,500.00 

S 238  ( 1)  U-1 

6.586 

Joe  Mayo  St  Son 

Gr  . ,Agg . Surf  . St  Dr. 

1/24/62 

200  Cal. 

3/29/62  Poor 

89 

Circle-So.  St  East 

$164,483.25 

Days 

S 238  (1)  U-2 

— 

Otto  J . Eickhof 

Structures 

12/20/61 

10/31/62 

4/4/62  Fair 

5 

85 

Circle-So.  St  East 

$68,834.04 

F 246  (9)  U2,  F333(29)  U2 

56.648 

Richardson  Const. 

Seal  Coating 

4/23/62 

60  Cal. 

Completed 

S 8 (10)  U2,  S 68  (4)  U2, 

$115,789.80 

Days 

8/28/62 

S 187(8)  U2,  S 361(10)  U2 , 

Circ le-G lend ive- Gras srange -Malta , 

Scobey-Opheim ,Hi Iger- Winifred- 

Big  Sandy ,Arme 1 Is  Creek-Hay 

s- 

Harlem ,Presservi 1 le- Girard- 

Fairview 

S 258  (4) 

7.820 

O'Neil  Const. 

Gr  . ,Surf  . St  Dr  . 

9/27/61 

240  Cal. 

10/16/61  Good 

12 

73 

Rock  Springs-Van  Norman 

$184,266.53 

Days 

F 315  ( 16)  U- 1 

11.42 

Baltrusch  St  Affil 

. Gr . , Agg . Surf  . St  Dr. 

9/25/62 

250  Cal. 

Not  Started 

Van  Norman-Glasgow 

$828,674.45 

Days 

SMP  1101-62 

Morgen  St  Oswood 

Addition  to  Office 

6/25/62 

12/31/62 

7/13/62  Fair 

4 

31 

Glendive -Mon tana 

$25,991.00 

Bui Iding 

SMP  4299-62 

A.  Lalonde 

Cr . St  Stockpiling 

7/25/62 

250  Cal. 

Not  Started 

Richland  St  Dawson 

$117,120.00 

Da  vs 

Division  420  - Wolf  Point 

F 84(31) , F 189(7)  , F 232 

26.370 

Loftus  Landsc. 

Seeding 

7/25/62 

4/30/63 

Not  Started 

(5)  St  F-FG  273  ( 12) 

$8,028.82 

Nashua- W . Point .W . of  W. 

Point-No .Dak. 

F 144  (6)  Ul,  S 368( 13) 

6.760 

Richardson  Const. 

Gr  . ,Surf . ,PMS , Dr . 

5/21/61 

240  Cal. 

6/13/61  Completed 

St  S 368  ( 14),  Glasgow- 

$849,261.16 

St  TT  Br. 

Days 

8/31/62 

Nashua- Opheim- C . Line 

F 144  (6)  U-2 

Watters  Const. 

Traffic  Signals 

12/20/61 

450  Cal. 

4/30/62  -- 

99 

1st  Ave . -No .- Glasgow 

$14,881.22 

Days 

F 153  (8) 

8.990 

Baltrusch  St  Affil 

.Gr. , Agg. Surf . , PI. Mix 

9/25/62 

270  Cal. 

Not  Started 

Dodson-Malta 

$647,911.87 

Bit. Surf.  St  Dr. 

Days 

F 193  (12) 

11.592 

Richardson  Const. 

Gr . ,Agg . Surf . ,PM 

8/29/62 

220  Cal. 

Not  Started 

Culberton-Plentywood 

$703,716.82 

Bit. Surf.  St  Dr. 

Days 

g ^39  (,2)  U-1 

13.422 

Richardson  Const. 

Agg  .Surf  . ,PMS  St  Minor 

4/25/62 

220  Cal. 

5/11/62  Good 

25 

97 

Nashua- No . 

$290,595.16 

Surf.  Prep. 

Days 
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MONTHLY  cVs.4tRUCTION  REPORT 
Month  Ending  September  30, 

1962, 

» r 

1 

Division  420  - Continued 

F 315  (15) 

12.052 

Wickens  Bros . 

Gr . ,Surf . G Dr . 

8/30/61 

330  Cal. 

10/9/61 

Good 

20 

77 

Van  Norman-Glasgow 

S 402  (3) 

7.778 

$565,457.30 
Hilling  Const. 

Gr  . ,Agg.Surf . ,PMS 

7/2/62 

Days 

240  Cal, 

8/22/62 

Fair 

20 

11 

Culbertson-McCabe-Bainvi lie 

$294,423.63 

& Dr. 

Days 

Division  430  - Lewistown 

F 28  (4) 

5.833 

S.  Arkwright 

Gr. ,Agg.Surf . , PI. Mix 

9/25/62 

250  Cal. 

Not  Started 

Roundup- Grass  Range 

S 68  (5)  U-1 

13.011 

$551,587.84 

Gus  M.  Albert 

Bit, Surf.  G Dr. 
Agg.Surf.  G PMS 

7/2/62 

Days 

120  Cal. 

8/9/62 

Good 

42 

27 

Hi Iger-Winif red-Big  Sandy 

$327,341.54 

Days 

F 103  (10)  U1  & F 333  (28) 

11.452 

NW  Engr.  Co. 

Gr.  ,Cem . Stab .Base , 

7/5/61 

220  Cal. 

8/17/61 

Good 

97 

Ul,  Lewi s town- Roy , Grass 

$688,619.11 

PMS  G Dr. 

Days 

Range-Malta 

U 112  (3) , U 229  ( 15) 

1.976 

Robertson  G 

Gr . , Agg.Surf.  ,PMS, 

4/30/62 

140  Cal. 

5/14/62 

Good 

35 

73 

U 235  (23) , Main  St. 

B lossom 

Dr.  & 30.0'  Cone.  Br. 

Days 

Lewistown 

F 333  (31) 

Morgen  G Oswood 

173.0'  Cone.  Br. 

8/29/62 

12/31/62 

9/13/62 

Fair 

7 

0 

Grass  Range-Malta 

$86,411.44 

DISTRICT  FIVE  - BILLINGS 


Division  510 


FLH  9 (1)  U-2 

St.  Xavier-Hardin 

4.400 

Richardson  Const. 
$219,746.85 

Gr . , Agg.Surf.  ,PMS 
& Dr. 

3/28/62 

140  Cal. 
Days 

4/25/62 

Completed 

9/25/62 

S 71  (4) 

Ryegate- South 

0.512 

W.Mackin  G Son 
$72,786.12 

141.5'  Cone . Br . ,Gr . , 
Agg.Surf.  G Dr. 

12/20/61 

8/31/62 

3/28/62 

Completed 

8/28/62 

I 90-7  (8)  387  U-1  G 

I-IG  90-8  (12)  388  U-1 

Reed  Point-East  & West 

5.915 

S .Arkwright 
$1,004,665.33 

Gr . ,Agg . Surf . ,PMS 
& Dr . 

4/6/62 

380  Cal. 
Days 

5/21/62 

Poor  2 

23 

I 90-7  (8)  387  U-2  & 

I-IG  90-8  (12)  388  U- 3 

Reed  Point-East  &.  West 

Strandberg  G 

Associates 

$251,586.34 

7 Structures 

4/6/62 

5/31/63 

6/12/62 

Good  19 

51 

I 90-7  (8)  387  U-3  & 

I-IG  90-8  (12)  388  U-4 

Reed  Point-East  & West 

10.547 

Clair  Boulet 
$81,017.00 

Fencing 

4/6/62 

300  Cal. 
Days 

5/8/62 

Fair  3 

41 

I 90-8  (11)  444 

West  Billings  Interchange 

0.071 

W.  P.  Roscoe 
$249,092.12 

Structures 

9/25/62 

11/30/63 

Not  Started 

I-IG  90-8  (12)  388  U-2 

Reed  Point-East 

4.633 

S.  Arkwright 
$1,046,792.32 

Gr.  , Agg.Surf. ,PMS 
& Dr. 

4/6/62 

200  Cal. 
Days 

6/4/62 

Fair  50 

23 

IG  90^8  ( 13)  395 

Reed  Point-East 

Waddell  Const. 

$92  ,851.18 

248.5'  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Fair  12 

59 

I 90-8  (16)  437  U-2 
Mossmain-Bi 1 lings 

F.  L.  Flynn  Co. 
$43,334.44 

73.94'  Cone . Br . 

5/23/62 

5/31/63 

Not  Started 

I 94-1  (5)  51 

Husman  Bros. 

580.25'  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Fair  7 

22 

Yellowstone  Co.  Interstate  $294,400.62 


MONTHLY  cWsTRUCTION  REPORT 

^ ) 

» 1 

Month  Ending  September  30, 

1962 

Division  510  - Billings 

I 94-1  (6)  50  U-1  & 

5.477 

S .H .Arkwright 

Gr  . ,Agg . Surf . ,PMS 

6/25/62 

350  Cal. 

7/10/62  Fair 

35 

26 

I 94-2  (4)  51  U-1 

$1,034,576.96 

G Dr. 

Days 

Custer-E . ,Big  Horn-E.  & W, 

I 94-1  (6)  50  U-2  & 

5.477 

Bohleen  Const. 

Fencing 

6/25/62 

200  Cal, 

7/27/62  -- 

20 

I 94-2  ( 4)  51  U-3 

$35,843.50 

Days 

Custer-E . ,Big  Horn-E. £nW. 

I 94-2  (4)  51  U-2 

Schultz  G Lindsay 

178.0'  Prestress. 

6/25/62 

12/31/62 

7/13/62  -- 

2 

21 

Big  Horn-E.  & W. 

$53,881.70 

Cone.  Beam  Underpass 

I 94-2  (5)  55  U-1 

6.434 

S.  Arkwright 

Gr . ,Agg , Surf . ,P1 .Mix 

9/25/62 

400  Cal. 

Not  Started 

Big  Horn-East 

$1,663,818.19 

Bi t . Surf . G Dr . 

Days 

I 94-2  (5)  55  U-2 

6.434 

Walter  Mackin 

Fencing 

9/25/62 

250  Cal. 

Not  Started 

Big  Horn-East 

$40,494.50 

Days 

S 192  (3) 

0.033 

W.  P.  Roscoe 

Dual  174.5'  Structure 

9/25/62 

9/30/63 

Not  Started 

Kings  Ave . Road-West 

$90,768.90 

S 207  (3) 

3.900 

Empire  Sand  G Grav . Gr . ,Agg .Surf . ,PM 

8/29/62 

200  Cal. 

Not  Started 

Busby- Wyo . Line 

$247,377.39 

Bit. Surf.  G Dr. 

Days 

U-FG  228  ( 16) 

1.466 

Schultz  G Lindsay 

Gr . ,Agg . Surf . ,C . S . 

11/29/61 

11/30/63 

1/29/62  Fair 

22 

27 

Laure 1-Billings 

$1,043,348.05 

Base , Cone .Pave . ,PMS  G 

Dr. 

F-FG  258  ( 12) 

12.924 

Schultz  G Lindsay 

PI . Mix  Bit . Surf . 

Sub j . to 

150  Cal. 

Not  Started 

Wyo .Line-Bridger 

$186,808.40 

BPR  Cone . 

Days 

U-F  296  ( 15)  U-1 

4. 181 

NW  Engr . Co . 

Gr. jAgg.Surf . ,PMS 

7/25/62 

300  Cal. 

Not  Started 

Billings- Lavina 

$1,333,453.44 

G Dr . 

Days 

U-F  296  (15)  U-2 

Walter  Mackin 

35.0'  TT  Br. 

5/23/62 

12/31/62 

Not  Started 

Bi 1 lings -Lavina 

$17,742.20 

S 399  (1) 

7.824 

Frank  E . Olson 

Gr . ,Agg . Surf . G Dr. 

2/21/62 

180  Cal. 

6/18/62  Completed 

Me  Is tone- Mo sby 

$177,086.22 

Days 

9/6/62 

Division  520  - Miles  City 

1 94-3  (3)  114  U-1 

6 . 246 

Schultz  G Lindsay 

Gr.  ,Surf . ,PMS  G Dr. 

7/19/61 

350  Cal. 

9/28/61  Good 

37 

91 

G I 94-4  (9)  119  U-1 

$829,372.47 

Days 

Hathaway-East  G West 

I 94-3  (3)  114  U-3  G 

6.246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal. 

4/18/62  -- 

91 

I 94-4  (9)  119  U-2 

$31  ,598.00 

Days 

Hathaway-East  G West 

I 94-3  (7)  114,  I 94-4 

33.646 

Elec .Prod .Corp. 

Sign.G  Delineation 

6/25/62 

120  Cal. 

Not  Started 

( 10)  127  , I 94-4  ( 12) 

$74,736.69 

Days 

119,  Hathaway-East  G West 

Miles  City-E.  G West 

I 94-4  (6) 136U1  G F 86(20) 

12.442 

Peter  Kiewi t 

Gr . ,Surf . ,Conc . Pave . , 

4/19/61 

400  Cal. 

6/18/61  Good 

30 

90 

Ul,  Miles  City-East 

$2,849,375.73 

PMS  G Structures 

Days 

I 94-4  (6)  136  U-2 

11.597 

W. Mackin  G Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61  Fair 

2 

98 

Miles  City-East 

$62,799.00 

Days 
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MONTHLY  (|cj)3TRUCTION  REPORT 
Month  Ending  September  30,  1962 

Divi sion  520  - Continued 


I 94-4  (8)  120  U-1 

7-308 

Schultz  & Lindsay 

Gr.  ,Surf . ,PMS  8 Dr. 

7/19/61 

400  Cal. 

8/17/61 

Fair 

67 

73 

Hathaway- East 

$l,302i022. 13 

Days 

I 94-4  (8)  120  U-3 

7.308 

W.Mackin  & Sons 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

Fair 

5 

78 

Hathaway- East 

$47,215.00 

Days 

F 157  (16)  U-1 

5.000 

Hilling  Const. 

Gr . , Agg . Surf . , PMS 

1/24/62 

200  Cal. 

4/10/62 

Fair 

21 

72 

Miles  City-Jordan 

$296,315.69 

G Dr . 

Days 

F 157  (16)  U-2 

— 

Otto  Eickhof 

101.5'  Cone . Br . 

11/29/61 

7/31/62 

5/14/62 

Completed 

Miles  City-Jordan 

$34,756.77 

9/7/62 

S 259  (2)  U-1 

9.033 

Weaver  Const. 

Gr . ,Agg . Surf . ,PMS , 

3/28/62 

200  Cal. 

4/17/62 

Fair 

37 

51 

Rosebud-Cartersvi lle-E . 

$418,119.38 

Dr.  & 38'  TT  Br. 

Days 

S 333  (2) 

5.260 

Hilling  Const. 

Gr  . ,Surf  . 8 Dr  . 

11/29/61 

200  Cal. 

3/12/62 

Poor 

74 

Sayle-East 

$185,758.38 

Days 

S 398  (2) 

9.640 

Joe  Mayo  8 Son 

Gr ., Agg . Surf , 8 Dr. 

5/15/62 

250  Cal. 

5/30/62 

Good 

29 

70 

Plevna-Baker 

$237,417.75 

Days 

SMP  0999-62,  Custer, 

Schultz  8 Lindsay 

Cr . 8 Stockpiling 

6/27/62 

180  Cal. 

Not  Started 

Fallon  &t  Rosebud 

$95,102,85 

Days 

00- 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  October  31.,  1962 


ccm 


Project  Number 
Location 


Contractor  and 
Mileage  Bid  Price 


Type 


Contract  Date  of 
Awarded  Completion _ 


Work  Pro- 

B egan  gres s 


Men  7o 
Emp . Comp . 


DISTRICT  ONE  - MISSOULA 
Division  110  - Missoula 


720 


I 90-1(16)43,  I 90-3(11)  23 
180,  F 184(  15)  & F 19U22) 
Superior-E.  8 W,,Deer  Lodge- 
No.  C So . ,Bearmouth-Deer  Lodge 
Pablo- Kali  spell 


Tschache  Bros, 
$30,067.43 


Seeding  C Mulching 


7/25/62  4/30/63 


10/29/62 


I 90-1  ( 17)  75  U- 1 & 

4.958 

Ni Ison- Smi th 

Gr  . ,Agg.Surf . ,P1 , Mix 

8/29/62 

350  Cal. 

9/18/62 

Fair 

33 

7 

I 90-2  ( 13)  78  U-  1 

$1,304,345.01 

Bit. Surf . ,17.25'  Jr. 

Days 

Alberton-East  C West 

Gr . Sep. 

I 90- 1 ( 17)  75  U-2  & 

Pew  Bridge  Co, 

219.5'  Cone.  UP 

8/29/62 

8/31/63 

10/15/  2 

Fair 

8 

1 

I 90-2  ( 13)  78  U-2 

$115,982.81 

123.0'  Cone.  OP 

Alberton-East  8 West 

I 90-  1 ( 17)  75  U-3  & 

4.958 

Tschache  Bros. 

Fencing 

8/29/62 

200  Cal. 

10/2/63 

Poor 

2 

0 

I 90-2  ( 13)  78  U-3 

$47,093.50 

Days 

Alberton-East  8 West 

I- IG  90-2  ( 10)  110  U-  1 

4.291 

Murphy  Bros. 

Gr . ,Agg .Surf . ,P1 . Mix 

10/24/62 

450  Cal. 

10/31/62 

__ 

0 

Bonner- Pi  1 tzvi 1 le-Eas t 

$1,519,876.19 

Bit.  Surf,  Dr. 

Days 

I-IG  90-2  ( 10)  110  U-2 

4.291 

Boulet  Const. 

Fencing 

10/24/62 

250  Cal. 

Not  Started 

Bonner- Pi Itzvi 1 le-East 

$44234.55 

Days 

I-IG  90-2  (10)  110  U-3 

S letten  Const . 

8 Structures 

10/24/62 

7/31/64 

Not  Started 

Bonner- Pi  Itzvi  He- East 

$572  ,720.04 

I-  IG  90-2  ( 12)  118  U-  1 

Watters  Const. 

Dual  353.0'  OP 

2/21/62 

6/30/63 

3/21/62 

65 

Pi  Itzvi  He- Clinton 

$233,014.57 

I-  IG  90-2  ( 12)  118  U-2 

_____ 

A 8 B Const. 

284.5'  Cone.  Br. 

4/25/62 

6/30/63 

8/14/62 

Good 

6 

24 

Pi  Itzvi  He-Clinton 

$91,717.05 

I-IG  90-2  ( 12)  118  U-3 

Pew  Bridge  Co . 

Dual  123. 0’  Cone. 

5/23/62 

10/31/62 

5/31/62 

Completed 

Pi Itzvi 1 le- Clinton 

$87,268,07 

Beam  Sep. 

10/22/62 

F-FG  215  (7) 

0.252 

Sletten  Const. 

Gr.  ,Agg.Surf . ,PMS, 

9/27/61 

6/30/63 

10/16/61 

Good 

30 

93 

Higgins  Ave.-Msla.  Rd . 

$988  ,381.36 

Dr.  C 972,0'  Str. 

F-FG  219  (16)  U-1 

9.781 

S . Birch , Inc . 8 

Gr.  ,Agg.Surf . ,PMS, 

7/25/62 

300  Cal, 

8/14/62 

Good 

8 

16 

Mi s sou la- Ar lee 

S.  Birch  & Sons 

Dr. 

Days 

$997,276.53 

F-FG  219  ( 16)  U-2 

Riklin  Const. 

173.0'  Cone.  Beam 

3/28/62 

10/31/62 

7/3/62 

Fair 

4 

33 

Mi s sou  la- Ar lee 

$61,618.24 

Highway  over  RR  OP 

S 221  (2) 

5.189 

Bud  Ki ng  Const . 

Gr  . ,Agg . Surf . C Dr. 

2/21/62 

200  Cal, 

2/20/62 

Good 

14 

97 

Thompson  Falls-West 

$224,289.40 

Days 

MONTHLY  IcJSTRUCTION  REPORT 
Month  Ending  October  31,  1962 


Divi sion  LIO  - Continued 


s 291  (6)  U-1 

5,406 

Peter  Kiewit 

Gr . ,Cem . Stab .Base , 

7/19/61 

150  Cal. 

5/23/62 

Completed 

Avon-Helravi 1 le 

$336,918.99 

PMS  & Dr. 

Days 

10/1/62 

SMP  3210-03=62 



Watters  Const. 

84"  X 36'  maint.  shop 

6/25/62 

12/31/62 

7/10/62 

Completed 

22  miles  west  of  Lolo 

$17  ,720.00 

10/5/62 

SMP  3210-62 

Tollef  Follinglo 

31’  X 31'  sectionhouse 

6/25/62 

12/31/62 

7/13/62 

Completed 

22  miles  west  of  Lolo 

$17  ,860.00 

house 

10/24/62 

SMP  3299- 62 jGrani te jLake , 

Mountain  Const. 

Cr.  G Stockpiling 

8/29/62 

250  Cal. 

10/17/62 

Fair 

Missoula , Ravalli , Sanders 

$225  ,445.00 

Days 

Division  120  - Kalispell 

F 191  (19)  U-1 

5.548 

F G S Const. 

Gr . ,Agg . Surf PMS  & 

Dr . 

4/23/62 

250  Cal. 

5/10/62 

Fair 

Pablo -Kali  spell 

$968,935.33 

Days 

U 257  (14)  U-2 

1.068 

Hollingsworth  Elec. Traffic  Signals, 

7/25/62 

60  Cal. 

8/ 17/62 

Idaho  St » - Ka li spe 1 1 

Skinner  Enterpr. 

Signs  & Lighting 

Days 

$34,321.80 

S 325  ( 1)  U=1 

3.358 

Walter  Laas 

Gr, ,Agg.Surf . ,PMS  & 

Dr. 

7/25/62 

140  Cal. 

8/14/62 

Fair 

Libby-Fish  Hatchery 

$217  ,754.21 

Days 

S 377  (2) 

4.021 

Murphy  Bros. 

Gr.  ,Agg.Surf . ,PMS  & 

Dr . 

6/27/62 

220  Cal. 

7/16/62 

Winter 

Whitefish- North 

$455 ,814.70 

Days 

Shut.  10/ 

SMP  2799-62,  Missoula, 

— 

Chas . Shannon 

Cr . G Stockpiling 

4/23/62 

130  Cal. 

5/7/62 

Good 

Lincoln , Flathead ,Lake 

$158  ,800.00 

Days 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

S 6 (4)  U-1 

7.027 

McLaughlin,  Inc. 

Gr . ,Agg , Surf ., PMS  & 

Dr, 

8/30/61 

240  Cal. 

9/26/61 

Completed 

Townsend- C . Ferry- C lasoi 1 

$319,862.15 

Days 

10/8/62 

I 15-1  (11)  37  U-1 

7.775 

Ni Ison-Smi th 

Gr . ,Agg  .Surf , ,PMS  & 

Dr , 

3/22/61 

400  Cal. 

6/16/61 

Completed 

Idaho  Line-Dillon 

$1,043,487.45 

Days 

10/15/62 

I 15-1  (11)  37  U-3 

4.500 

Hi Idreth  Const . 

Fencing 

4/17/61 

200  Cal . 

6/20/61 

Completed 

Idaho  Line-Dillon 

$29,997.97 

Days 

10/17/62 

I 15-1  (15)  37 

7.775 

Elec.  Prod,  Co. 

Signing  8 Delineation 

6/25/62 

90  Cal, 

10/2/62 

Good 

Armstead-No,  8 So, 

$20,838.81 

Days 

I 15-2  ( 14)  127  U- 1 

3,361 

Bud  King  Const. 

Gr . ,Surf . ,Conc , Pave , , 

8/30/61 

400  Cal, 

9/26/61 

Fair 

F 207  (8)  8 F 279  (4) 

$1,726,708.52 

PMS,  Seal  Coat  & Dr. 

Days 

Butte  Streets 

I 15-2  (14)  127  U-2 

2.708 

U , S .Steel  Corp. 

Fencing 

8/30/61 

200  Cal. 

7/6/62 

Fair 

Butte  Urban 

$62  ,087.38 

Days 

I-IG  15-2  ( 16)  126  U-  1 

2.554 

Kiely  Const. 

Gr . ,Agg .Surf , ,PMS , 

5/23/62 

400  Cal. 

6/18/62 

Fair 

G I 115-2  (2)  126  U-1 

$1,826,707.87 

Cone . Pave , 8 Dr . 

Days 

Butte  Streets 

I- IG  15-2  ( 16)  126  U-2  8 

W,  R.  Cahoon 

5 Structures 

5/23/62 

9/30/63 

7/12/62 

Good 

I 115-2  (2)  126  U-2 

$566,921.56 

Butte  Urban 

I-IG  15-2  ( 16)  126  U-3 

2.554 

U.S, Steel  Corp. 

Fencing 

5/23/62 

200  Cal. 

Not  Started 

& I 115-2  (2)  126  U-3 

$26,008.46 

Days 

Butte  Urban 


13  8 

35  52 

2 25 

10  21 
33 

16/62 
12  73 


10  50 
81  52 

3 26 

44  25 

20  13 
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MONTHLY  STRUCT  ION  REPORT 

Month  Ending  October  31,  1962 


Division  210  - Continued 

I-IG  15-2  (16)  126  U-4 

W.  RoCahoon  Co, 

Dual  462.5’  Steel  OP 

5/23/62 

9/30/63 

7/10/62 

Fair 

3 

2 

Butte  Urban 

$345,958.00 

I-IG  15-2  (17)  130  U-1 

1,296 

King  8 McLaughlin 

Gr , ,Agg,Surf , jCem.Stab, 

4/25/62 

300  Cal, 

5/7/62 

Fair 

25 

27 

& S 213  (4),  Butte  Streets 

$732,528,92 

Base  , Cone .Pave , ,PMS  & Dr 

Days 

I-IG  15-2  (17)  130  1=2 

Waddell  Const, 

3 Structures 

4/25/62 

6/30/63 

5/28/62 

Good 

17 

83 

E.  Butte  Interchange 

$227  ,822,62 

I-IG  15-2  ( 17)  130  U-3 

1,470 

U,S,  Steel  Corp, 

Fencing 

4/25/62 

150  Cal. 

7/9/62 

52 

E,  Butte  Interchange 

$18,124,79 

Days 

F 42  (1)  U-1 

9,226 

S .Arkwright , Inc  , 

Gr, ,Surf . 8 PMS 

7/19/61 

250  Cal, 

8/14/61 

Completed 

Idaho  Line-Wisdom 

$699,594,72 

Days 

10/4/62 

I-IG  90-6  (5)  276  U-1 

5,495 

Earl  L,  McNutt 

Gr.  ,Dr , & 234,5’  UP 

9/25/62 

400  Cal, 

10/15/62 

Fair 

0 

Three  For|cs- Logan 

$1,202,853.72 

Days 

I-IG  90-6  (5)  276  U-2 

5,495 

J.  C.  Denton 

Fencing 

9/25/62 

200  Cal. 

10/29/62 

Fair 

2 

0 

Three  Forks-Logan 

$31,899,35 

Days 

I 90-6  (7)  278 

Haggerty- Messmer 

Structures 

9/25/62 

9/30/63 

Not  Started 

Three  Forks-Logan 

$181,131.02 

I 90-6  (8)  277 

Haggerty- Messmer 

Structures 

9/25/62 

8/31/63 

10/26/62 

__ 

6 

0 

Three  Forks-Logan 

$159  ,278.88 

SMP  4799-62,  Silver  Bow 

3 

Walter  Laas 

Cr . G Stockpiling 

7/25/62 

150  Cal, 

8/13/62 

Fair 

8 

38 

Madison , Beaverhead  6 Jefferson 

$80,500.00 

Days 

Division  220  - Bozeman 

F 13(6)U2  , F 43( 15)U2 , 

69.841 

United  Paving 

Seal  Coat 

4/23/62 

60  Cal. 

7/27/62 

Winter 

73 

F 217(12)U2,  F 217(13)U2, 

$131,985,62 

Days 

Shutdown 

S 9 (9)U2,  S 66(2)U2,  S 

273(3)U2 

9/6/62 

Livingston- So . ,Wi sdom- Divide  , 

Gardiner-Livingston , Cardwel 1- 

Boulder,  Emigrant  Br.  & 

App.  , 

Pray  Siding-Mill  Creek 

I-IG  90-6  (2)  309  U-1 

5,275 

Goodfellow  Bros, 

Gr  , jSurf , ,PMS , Dr,  G 

5/24/61 

420  Cal, 

6/15/61 

Good 

35 

85 

Rocky  Canyon  Road 

$4,058,435,93 

3 Structures 

Days 

I-IG  90-6  (2)  309  U-2 

5,275 

Tschache  Bros, 

F enc ing 

6/5/61 

150  Cal, 

6/22/61 

-- 

92 

Rocky  Canyon  Road 

$39  ,885,60 

Days 

I 90-6  (6)  309 

5.275 

E lec , Prod , Corp . 

Signing  G Delineation 

6/25/62 

90  Cal, 

Not  Started 

Rocky  Canyon  Road 

$20,838,81 

Days 

I 90-7  (10)  327 

11,823 

Natl.  Adv . Co, 

Signing  G Delineation 

6/25/62 

90  Cal, 

10/3/62 

Fair 

16 

35 

Livingston-So , 8 East 

$68,540,90 

Days 

ROW  S 370  (13) 

Bohleen  Const. 

Resetting  of  Fence 

10/24/62 

40  Cal. 

Not  Started 

Bozeman- Wi Isal 1 

$635.05 

Days 

S 370  (15) 

6,736 

R . J . Sund ling 

Gr, ,Cem . Stab .Base , PI , 

10/24/62 

220  Cal. 

Not  Started 

Bozeman-Wi Isall 

$386,262,07 

Mix  Bit.  Surf,  G Dr, 

Days 

\ 


I 
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MONTHLY 4q^^STRUCTI0N  REPORT 
Month  Ending  October  31,  1962 

1 ) 

* I 

DISTRICT  THREE  - GREAT 

FALLS 

Division  310  - Great 

Falls 

I 15-4  (6)  186  U-1 

9,994 

Zook  Bros, 

Gr 0 ,Agg,Surf , ,PMS 

4/25/62 

400  Cal. 

5/16/62 

Good 

50 

60 

G S 2 (15)  U-1,  Helena 

-No, 

$1,924,473.59 

& Dr. 

Days 

Lake  Helena-West 

I 15-4  (6)  186  U-2 

A 6 B Gonst . 

3-50,0'  Cone.  Brs, 

4/25/62 

10/31/62 

5/23/62 

Completed 

Helena-No . 

$77,437.23 

10/30/62 

I 15-4  (6)  186  U-3 

Mont.Engr.G  Const. 

.Dual  118,0'  Cone, OP 

12/20/61 

8/31/62 

3/26/62 

Completed 

Helena-No , 

$130,183.48 

8 204,5'  Cone, Inter, 

10/13/62 

I 15-4  (6)  186  U-4 

8,170 

Strandberg  G 

Fencing 

hi25/b2 

250  Cal, 

5/16/62 

-- 

69 

Helena-No , 

Senecal  8 Mininger 

Days 

$40,106.15 

I 15-4  (9)  194  U-1 

12,663 

McNutt  G Baulne 

Gr  , ,Surf , ,PMS , Dr,  8 

6/14/61 

400  Cal, 

7/19/61 

Fair 

66 

76 

Helena  Hill-Sieben 

$3,788,848.75 

Dual  118,0'  Str, 

Days 

I 15-4  (9)  194  U-2 

12,663 

Tschache  Bros, 

Fencing  & Cattle  Gd , 

6/14/61 

150  Cal, 

6/28/61 

Fair 

2 

91 

Helena  Hill-Sieben 

$79,149,25 

Days 

I 15-4  (12)  207  U-1 

3 . 388 

King  & McLaughlin 

Gr , ,Surf . ,PMS , Fencing 

10/25/61 

300  Cal, 

11/6/61 

Poor 

53 

78 

Sieben-No,  8 So, 

$2,110,638.04 

& Dr, 

Days 

I 15-4  (14)  185 

1.248 

Skinner  Enter. 

Signing  G Delineation 

4/25/62 

60  Cal, 

5/21/62 

99 

He  lena-No , 

$18,975.37 

Days 

I 15-5  ( 13)  239  U- 1 

9,702 

Baltrusch  Const, 

Gr,  ,Surf , ,PMS  8 Dr, 

3/22/61 

420  Cal, 

4/24/61 

Winter 

90 

Hardy  Creek- Cascade 

$1,741,788.17 

Days 

Shut.  10/25/62 

I 15-5  (13)  239  U-3 

9,702 

Boulet  Const, 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Good 

3 

78 

Hardy  Creek-Cascade 

$60  ,050.85 

Days 

I 15-5  (17)  239 

9,702 

Skinner  Enter. 

Signing  8 Delineation 

4/25/62 

100  Cal, 

9/27/62. 

Good 

2 

5 

Hardy  Creek-Cascade 

$21,450.14 

Days 

I 15-6  (5)  311  U-1  G 

11,565 

Hi  Ide  Const . Co . 

Gr . jAgg.Surf . ,P1 , Mix 

10/24/62 

350  Cal, 

Not  Started 

I 15-7  (3)  312  U-1,  Br 

ady- 

$1,299,692,36 

Big . Surf , & Dr , 

Days 

No,  6 Pershing-So, 

I 15-6  (5)  311  U-2  G 

11.565 

Joseph  Yurek 

Fencing 

10/24/62 

250  Cal- 

Not  Started 

I 15-7  (3)  312  U-2,  Br 

ady- 

$51,803.10 

Days 

No,  & Pershing-So, 

I 15-7  (3)  312  U-2 

— 

Le'.v’is  Const. 

.Structures 

10/24/62 

9/30/63 

Not  Started 

Brady-No,  & So, 

$86  ,408.23 

F 67  (9) 

1,615 

Robertson  & Cave 

Gr . ,Agg , Surf ,Stab .Base 

10/24/62 

Subj , to 

Conrad- She Iby 

$386,194.42 

Surf,, PI. Mix  Surf,  & Dr, 

BPR  Cone, 

S 77  (6) 

0.595 

Watters  Const. 

Gr.  ,Dr.  8 141,5' 

6/27/62 

11/30/62 

7/26/62 

Fair 

12 

61 

Cascade-Ulm 

$84,652,20 

Pres  tress ,Conc ,Br . 

S 82  ( 1)  U- 1 

5.901 

Ni Ison-Smith 

Gr . ,Agg . Sur f , ,PMS  & Dr, 

4/25/62 

200  Cal. 

5/22/62 

Completed 

Choteau- Farmi ngton 

$211,262.52 

Days 

10/17/62 

S 131  (3)  U-1 

6.526 

Schultz  G Lindsay  Gr . ,Agg . Surf , ,PMS  & Dr. 

7/25/62 

240  Cal. 

10/11/62 

Fair 

14 

6 

Brady- East 

$297  ,051.15 

Days 

F 149  (16) 

9.726 

Schultz  & Lindsay 

Gr . ,Agg,Surf . ,PMS  & Dr. 

5/23/62 

280  Cal. 

8/21/62 

Good 

81 

43 

Gt . Falls-Ft .Benton 

$603,123.97 

Days 

^ 


1 


MONTHLY  dk^ofelRUCTION  REPORT 
Month  Ending  October  31,  1962 


Divi slon  310  - Continued 


F 180  (5)  & S-US  386  (1) 

3,695 

McLaughlin,  Inc. 

Gr  . ,Agg  . Surf  , ,PMS  St  Dr, 

l/2h/62 

150  Cal. 

3/30/62 

Completed 

Great  Falls  Streets 

$251,948.65 

Days 

10/22/62 

F 238  (8)  U-1 

8.476 

Ni Ison-Smi th 

Gr , , Agg .Surf , ,PMS  8 Dr. 

1/18/62 

200  Cal. 

4/16/62 

Good 

55 

81 

Wolf  Creek- Augusta 

$736,044.20 

Days 

F 238  (8)  U-2 

_ — . . 

Watters  Const. 

294.0*  Steel  Br, 

1/18/62 

10/31/62 

3/6/62 

Fair 

13 

86 

Wolf  Creek-August 

$133,734.30 

U 249( 14)U1 ,U-UG  376(3)U1 

0.513 

C.B.Lauch  Const, 

Gr . ,Surf , ,Pave . ,PMS , 

5/24/61 

7/31/62 

6/13/61 

Completed 

Helena  StSo 

$300,715,78 

OP  & Dr. 

10/31/62 

U 249(14)U2,U-UG  376(3)U2 

. _ _ 

Allen  Electric 

Traffic  Signals 

11/29/62 

45  Cal. 

6/29/62 

Good 

2 

86 

Helena  Sts, 

$15,540.92 

Days 

SMP  2599-62  .Lewis  C Clark.--- 

Chas , Shannon  Co. 

Cr , 8 Stockpiling 

7/25/62 

250  Cal. 

Not  Star 

ted 

Cascade .Pondera  8 Teton  Cos, 

$135,846.66 

Days 

Division  320  - Havre 

S 12  (9) 

4.866 

Richardson  Const, 

Gr.  , Agg, Surf . ,PMS 

4/25/62 

150  Cal. 

7/2/62 

Fair 

20 

71 

Harlem-Turner-Can .Line 

$288,159,83 

8 Dr. 

Days 

F 62  ( 11) 

8.249 

United  Paving 

PI,  Mix  Bit.  Surf . 

6/27/62 

90  Cal. 

7/20/62 

Completed 

Shelby- Chester 

$195,029.30 

Days 

10/10/62 

S 188  (4) 

10,095 

0 ’Nei 1 Const . 

Gr ,, Agg . Surf , 8 Dr. 

7/2/62 

250  Cal. 

8/13/62 

Good 

19 

57 

Galata-No , 

$246  ,315.18 

Days 

F 210(3) ,F  277(5)  8 F 22718.572 

Schultz  8 Lindsay 

Gr . , Agg . Surf , , PL .Mix 

10/12/62 

250  Cal. 

Not  Started 

( 6) '.Babb- So  , & Kiowa  June 

.-Babb 

$615,929.12 

Bit, Surf.  & Dr. 

Days 

F 260  (7)  & F 353  (8) 

5.761 

S .Birch , Inc  , 

Gr , , Agg .Surf , ,PMS 

4/20/62 

250  Cal. 

5/14/62 

Good 

40 

65 

W ,Glacier-E .Glacier  & 

S. Birch  8 Sons 

& Dr, 

Days 

E.  Glacier-Browning 

$794,267.45 

S 266  (4) 

10.464 

Naranche  & Konda 

Gr . , Agg .Surf , , PI .Mix 

10/24/62 

250  Cal. 

Not  Started 

Browning- Babb 

$544,706.74 

Bit. Surf.  & Dr, 

Days 

S 290  ( 12) 

1.688 

N. A, Nelson  Const. 

Gr,  ,Surf . ,PMS,  Dr, 

7/19/61 

7/31/63 

8/16/61 

Fair 

2 

66 

Geraldine-Ft . Benton 

$526,260.65 

& 708.0’  St.  Br. 

S 290  ( 13)  U-1 

9.508 

S .Birch , Inc , & 

Gr , , Agg .Surf . ,PMS 

3/28/62 

2.50  Cal. 

4/30/62 

Completed 

Geraldine-Ft.  Benton 

S. Birch  & Son 

& Dr. 

Days 

10/13/62 

$366,571.90 

S 316  (7) 

0.437 

Gr. , Agg. Surf , , PI. Mix 

Bids  opened  in  Cutbank  9/27/62  but  not 

to 

be 

Central  Ave.-Cutbank 

Bit.  Surf,  &.  Dr. 

awarded 

until  Spring 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr , ,Agg , Surf , ,PMS 

4/25/62 

220  Cal. 

8/22/62 

Good 

28 

50 

Fort  Benton-Chester 

$421,229.67 

8 Dr. 

Days 

SMP  2101-62 

0.565 

Nault  Plumbing 

8"  asbestos- cement 

6/25/62 

9/30/62 

9/4/62 

Completed 

Havre , Montana 

$12,292.90 

water  pipe  line 

10/9/62 

V 
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MONTHLY  (^.^TfiTRUCTION  REPORT  ♦ } 

Month  Ending  October  31,  1962 

DISTRICT  FOUR  - GLENDIVE 


Division  410  - Glendive 


I 94=6  (4)216,  F 246  (10,22,517 

Loftus  Landsc  . 

Seeding 

in5i62 

4/30/63 

10/29/62 

Good 

4 

21 

F 391  (14)  , Glendive-E.  , 

$15,761.87 

Circle-Glendive ,Circ le-Si 

dney 

I 94-7  (3)  240 

Otto  J,  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

-- 

99 

Wibaux-East  & West 

$169,195.29 

I 94-7  (4)  233  U- 1 

6.169 

A.  Lalonde 

Gr , , Agg . Surf . jPMS , 

10/25/61 

300  Cal. 

11/14/61 

Good 

81 

89 

Wibaux-West 

$1,054,732.96 

Fencing  b Dr. 

Days 

I 94-7  (4)  233  U-2 

8.105 

A.  Lalonde 

Gr, jAgg.Surf . jPMS, 

10/25/61 

300  Cal. 

11/14/61 

Good 

99 

Wibaux- East 

$1,113,399.82 

Fencing  b Dr, 

Days 

I 94-7  (5)  233 

15.220 

Tschache  Bros. 

Signing  b Delineation 

10/24/62 

100  Cal. 

Not  Started 

Wibaux-East  & West 

$27  ,438.29 

Days 

F 213  (4) 



N. A, Nelson  Const. 

Repair  of  3 piers 

bllllbl 

12/31/62 

8/29/62 

Good 

25 

24 

Towne  St.  Br. 

$117  ,500.00 

S 238  ( 1)  U=1 

6,586 

Joe  Mayo  b Son 

Gr ., Agg .Surf . b Dr. 

1/24/62 

200  Cal. 

3/29/62 

Poor 

89 

Gircle-So.  h East 

$164,483.25 

Days 

S 238  (1)  U-2 

Otto  J.  Eickhof 

S tructures 

12/20/61 

10/31/62 

4/4/62 

Completed 

Circle-So.  b.  East 

$68  ,834.04 

10/29/62 

S 258  (4) 

7.820 

O'Neil  Const. 

Gr , ,Surf , 8 Dr . 

9/21 fbl 

240  Cal. 

10/16/61 

Good 

*7 

/ 

95 

Rock  Springs-Van  Norman 

$184,266.53 

Days 

S 264  (3) 

5.290 

Joe  Mayo  b Son 

Gr ,, Agg . Surf . b Dr, 

10/24/62 

200  Cal. 

Not  Started 

Van  Norman-North 

$121,214.44 

Days 

F 315  ( 16)  U- 1 

11.42 

Baltrusch  b Affil 

. Gr Agg .Surf . b Dr. 

9/25/62 

250  Cal. 

Not  Started 

Van  Norman-Glasgow 

$828,674.45 

Days 

F 315  (16)  U-2 

Walter  Mackin 

133.0'  Prestress.  Br. 

l0/2h/bl 

10/31/63 

Not  Started 

Van  Norman-Glasgow 

$46,935.42 

SMP  1101-62 

Morgen  b Oswood 

Addition  to  Office  Bldg. 

6/25/62 

12/31/62 

7/13/62 

Good 

4 

85 

Glendive -Mon tana 

$25,991,00 

SMP  4299-62 

A.  LLaonde 

Cr . b Stockpiling 

7/25/62 

250  Cal. 

10/29/62 

.. 

24 

5 

Richland  8 Dawson 

$117,120.00 

Days 

Division  420  - Wolf  Point 

F 84(31)  , F 189(7)  , 

26,370 

Loftus  Landsc. 

Seeding 

7/25/62 

4/30/63 

10/16/62 

Completed 

F 232  (4)  b F-FG  273  ( 12) 

$8  ,028,82 

10/27/62 

Nashua- W . Point ,W . of  W. 

Point-No.  Dak. 

F 144  (6)  U-2 

— 

Watters  Const. 

Traffic  Signals 

12/20/61 

450  Cal. 

4/30/62 

99 

1st  Ave o -No , Glasgow 

$14,881.22 

Days 

F 153  (8) 

8,990 

Baltrusch  b Affil 

.Gr . ,Agg.Surf , ,P1 . Mix 

9/25/62 

270  Cal. 

10/9/62 

Good 

23 

8 

Dodson-Malta 

$647,911.87 

Bit. Surf,  b Dr. 

Days 

F 193  (12) 

11.592 

Richardson  Const. 

Gr.  , Agg. Surf . ,PM 

8/29/62 

220  Cal. 

10/23/62 

Fair 

8 

1 

Culbertson- Plenty wood 

$703,716.82 

Bit. Surf,  b Dr. 

Days 

S 239  (2)  U-1 

13.422 

Richardson  Const. 

Agg . Surf . ,PMS  b Minor 

4/25/62 

220  Cal. 

5/11/62 

Completed 

Nashua- No . 

$290,595.16 

Surf.  Prep, 

Days 

10/3/62 

MONTHLY  ASi'^ST RUCTION  REPORT 
Month  Ending  October  31  ■■  1962 

Division  420  - Continued 


F 315  ( 15) 

12.052 

Wickens  Bros . 

Gr . 

jSurf,  Dr, 

8/30/61 

330  Cal. 

10/9/61 

Good 

16 

85 

Van  Norman- Glasgow 

$565,457.30 

Days 

S 402  (3) 

00 

Hilling  Const. 

Gr. 

, Agg , Surf . jPMS  & Dr, 

7/2/62 

240  Cal. 

8/22/62 

Good 

18 

25 

Cu Iber t son- McCabe- Bainvi lie 

$294,423.63 

Days 

Division  430  - Lewistown 

F 28  (4) 

5.833 

S . Arkwri ght 

Gr, 

,Agg,Surf , jPl.Mix 

9/25/62 

250  Cal. 

10/12/62 

Good 

„„ 

5 

Roundup- Grass  Range 

$551  ,587.84 

Bit 

.Surf.  8 Dr. 

Days 

S 68  (5)  U-1 

13.011 

Gus  M.  Albert 

Agg 

. Surf.  8 PMS 

7/2/62 

120  Cal, 

8/9/62 

Good 

35 

66 

Hi Iger-Winif red-Big  Sandy 

$327,341,54 

Days 

F 103  ( 10)U1  & F 333(28) 

11.452 

NW  Engr , Co , 

Gr, 

,Cem .Stab .Base ,PMS 

7/5/61 

220  Cal. 

8/17/61 

Good 

1 

99 

Ul,  Lewi s town- Roy , Grass 

$688 ,619. 11 

8 Dr. 

Days 

Range-Malta 

U 112  (3)  , U 229  ( 15) 

1.976 

Robertson  8 

Gr , 

,Agg,Surf . ,PMS, 

4/30/62 

140  Cal, 

5/14/62 

Fair 

7 

86 

U 235  (23)  , Main  St. 

B lossom 

Days 

Lewistown 

$319,924.89 

F 333  (31) 

Morgen  8 Oswood 

173 

, 0 ' Cone . Br . 

8/29/62 

12/31/62 

9/13/62 

Fair 

9 

22 

Grass  Range-Malta $86,411.44 


DISTRICT  FIVE  - BILLINGS 


Division  510  - Billings 

I 90-7  (8)  387  U-1  6 

5.915 

S .Arkwri ght 

Gr . ,Agg . Surf , ,PMS 

8 

Dr. 

kibibl 

380  Cal. 

5/21/62 

Poor 

55 

27 

I-  IG  90-8  ( 12)  388  U-  1 

$1,004,665.33 

Days 

Reed  Point-East  & West 

I 90-7  (8)  387  U-2  & 

Strandberg  8 

7 Structures 

U/6/62 

5/31/63 

6/12/62 

Good 

15 

70 

I-IG  90-8  (12)  388  U-3 

Associates 

Reed  Point-East  & West 

$251 ,586,34 

I 90-7  (8)  387  U-3  & 

10,547 

Clair  Boulet 

Fencing 

4/6/62 

300  Cal, 

5/8/62 

Fai  r 

2 

42 

I- IG  90-8  ( 12)  388  U-4 

$81,017.00 

Days 

Reed  Point-East  8 West 

I 90-8  ( 11)  444 

0.071 

W,  P.  Roscoe 

Structures 

9l25lbl 

11/30/63 

Not  Started 

West  Billings  Interchange 

$249  ,092.12 

I-IG  90-8  (12)  388  U-2 

4.633 

S .Arkwright 

Gr. ,Agg,Surf , ,PMS 

& 

Dr. 

4/6/62 

200  Cal. 

6/4/62 

Fair 

15 

30 

Reed  Point-East 

$1,046,792.32 

Days 

IG  90-8  (13)  395 

Waddell  Const. 

248.5'  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Good 

16 

86 

Reed  Point-East 

$92,851.18 

I 90-8  ( 16)  437  U-2 

F,  L.  Flynn  Co. 

73.94'  Cone.  Br. 

5/23/62 

5/31/63 

Not  Started 

Mossmain-Bi 1 lings 

$43,334.44 

I 94-1  (5)  51 

Husman  Bros. 

580.25'  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Good 

9 

56 

Yellowstone  Co.  Interstate 

$294,400.62 

I 94- 1 (6)  50  U- 1 8 

5.477 

S .Arkwri ght 

Gr.  ,Agg.Surf . ,PMS 

& 

Dr. 

6/25/62 

350  Cal. 

7/10/62 

Good 

71 

42 

I 94-2  (4)  51  U- 1 

$1,034,576.96 

Days 

Custer-E . ,Big  Horn-E.  £>t  W. 


MONTHLY  t4i^STRUCTI0N  REPORT 
Month  Ending  October  31,  1962 


Division  510  - Continued 


I 94-  1 (6)  50  U-2  & 

5.477 

Bohleen  Const, 

Fencing 

6/25/62 

200  Cal. 

7/27/62 

Fair 

2 

27 

I 94-2  (4)  51  U-3 

$35,843.50 

Days 

Custer-E = ,Big  Horn-E„  & 

W. 

I 94-2  (4)  51  U-2 

Schultz  8 Lindsay 

178.0'  Prestress. 

6/25/62 

12/31/62 

7/13/62 

Good 

10 

40 

Big  Horn-E,  & W, 

$53  ,881.70 

Cone.  Beam  Underpass 

I 94-2  (5)  55  U-1 

6.434 

S .Arkwright 

Gr. ,Agg.Surf . jPl.Mix 

9/25/62 

400  Cal. 

10/27/62 

Fair 

10 

i 

Big  Horn-East 

$1,663,818.19 

Bit.  Surf. 

Days 

I 94-2  (5)  55  U-2 

6,434 

Walter  Mackin 

Fencing 

9/25/62 

250  Cal. 

10/26/62 

Fair 

5 

3 

Big  Horn-East 

$40,494.50 

Days 

S 192  (3) 

0,033 

W,  P.  Roscoe 

Dual  174.5*  Structure 

9/25/62 

9/30/63 

Not  Started 

Kings  Ave . Road-West 

$90  ,768,90 

S 207  (3) 

3.900 

Empire  Sand  8 Grav .Gr . ,Agg.Surf . jPM  Bit, 

8/29/62 

200  Cal. 

10/15/62 

Fair 

15 

15 

Busby-Wyo.  Line 

$247 ,377.39 

Surf,  8 Dr. 

Days 

U-FG  228  ( 16) 

1.466 

Schultz  8 Lindsay 

Gr . ,Agg . Surf . ,C . S , Base, 

11/29/61 

11/30/63 

1/29/62 

Fair 

22 

32 

Laure 1-Bi 1 lings 

$1,043,348.05 

Cone .Pave . ,PMS  8 Pr, 

F-FG  258  (12) 

12,924 

Schultz  8 Lindsay  PI.  Mix  Bit,  Surf, 

10/12/62 

150  Cal, 

Not  Started 

Wyo .Line-Bridger 

$186  ,808.40 

Days 

U-F  296  (15)  U-1 

4.181 

NW  Engr.  Co, 

Gr . ,Agg , Surf . ,PMS  8 Dr. 

825/62 

300  Cgl. 

10/1/62 

Fair 

26 

4 

Bi 1 lings-Lavina 

$1,333,453.44 

Days 

U-F  296  (15)  U-2 

Walter  Mackin 

35,0’  TT  Br. 

5/23/62 

12/31/62 

Not  Started 

Bi llings-Lavina 

$17,742.20 

Division  520  - Miles 

Ci  ty 

S 45  (6),  Brandenberg- 

F,  L,  Flynn  Co. 

214.5'  Br. 

10/24/62 

9/30/63 

Not  Started 

Garland-Miles  City 

$79,284.96 

I 94-3  (3)  114  U-1 

6,246 

Schultz  8 Lindsay  Gr , ,Surf . ,PMS  8 Dr. 

7/19/61 

350  Cal, 

9/28/61 

Fair 

37 

93 

8 I 94-4  (9)  119  U-1 

$829,372.47 

Days 

Hathaway- East  8 West 

I 94-3  (3)  114  U-3  8 

6.246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal. 

4/18/62 

... 

91 

I 94-4  (9)  119  U-2 

$31  ,598.00 

Days 

Hathaway-East  8 West 

I 94-3  (7)  114,  I 94-4 

33.646 

E lec .Prod , Cor p . 

Signing  8 Delineation 

6/25/62 

120  Cal. 

11/1/62 

3 

1 

(10)  127,  I 94-4  (12) 

$74,736,69 

Days 

T19,  Hathaway-East  8 West 

Miles  City-East  8 West 

I 94-4  (6) 136U1  8 

12.442 

Peter  Kiewit 

Gr  . ,Surf . , Cone. Pave. , 

4/19/61 

400  Cal. 

6/18/61 

Good 

30 

92 

F 86  (20)U1, Miles  City- 

East 

$2  ,849,375.73 

PMS  8 Structures 

Days 

I 94-4  (6)  136  U-2 

11.597 

W. Mackin  8 Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

98 

Mi  les  Ci ty-East 

$62,799.00 

Days 

I 94-4  (8)  120  U- 1 

7.308 

Schultz  8 Lindsay 

Gr.  ,Surf , ,PMS  8 Dr. 

7/19/61 

400  Cal. 

8/17/61 

Good 

67 

90 

Hathaway- East 

$1,302,022.13 

Days 

MONTHLY  Jti^STRUCTION  REPORT 
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I 94-4  (8)  120  U-3 

7.308 

W.Mackin  St  Son 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

94 

Hathaway-East 

$47,215.00 

Days 

F 157  (16)  U-1 

5.000 

Hi  lling  Const , 

Gr  , ,Agg  .Surf  . ,PMS  St  Dr. 

1/24/62 

200  Cal. 

4/10/62 

Winter 

75 

Miles  City- Jordan 

$296,315.69 

Days 

Shutdown 

10/15/62 

S 259  (2)  U-1 

9.033 

Weaver  Const. 

Gr . ,Agg,Surf , ,PMS , 

3/28/62 

200  Cal. 

4/17/62 

Fair 

24 

63 

Rosebud-Cartersvi 1 le-E . 

$418,119.38 

Dr.  St  38'  TT  Br, 

Days 

S 333  (2) 

5.260 

Hilling  Const. 

Gr  . ,Surf  . St  Dr  . 

11/29/61 

200  Cal. 

3/12/62 

Fair 

20 

96 

Say le-East 

$185,758.38 

Days 

S 398  (2) 

9.640 

Joe  Mayo  St  Son 

Gr  . ,Agg . Surf  , St  Dr. 

5/15/62 

250  Cal. 

5/30/62 

Fair 

15 

93 

Plevna-Baker 

$237  ,417.75 

Days 

SMP  0999-62,  Custer 

Schultz  St  Lindsay 

Cr.  St  Stockpiling 

6/27/62 

180  Cal, 

Not  Started 

Fallon  Rosebud 

$95,102.85 

Days 

4^ 


STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


’) 


MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  November  30,  1962 

Project  Number  Contractor  and  Contract 

CLocation  Mileage  Bid  Price Type  Awarded 

DISTRICT  ONE  - MISSOULA 
Division  110  - Missoula 

I 90-1(16)43,  I 90-3(11)  23.720  Tschache  Bros.  Seeding  C Mulching  7/25/62 

180,  F 184(15)  & F 191(22)  $30,067.43 

Superior-E.  6 W.,  Deer  Lodge- 

No.  6 So.,  Bearmouth- Deer  Lodge 

Pablo- Kali s pel 1 


Date  of  Work  Pro- 

Completion  Began ^_gr e s s 

4/30/63  10/29/62  Fair 


Men  % 
Emp.Cqmp^ 

2 21 


I 90-  1 (17)  75  U-1  & 

4.958 

Ni Ison- Smi th 

Gr , ,Agg . Surf . ,P1 .Mix 

8/29/62 

350  Cal, 

9/18/62  Fair 

20 

13 

I 90-2  ( 13)  78  U- 1 

$1,304,345.01 

Bi t , Surf , , 17 .25 ’ Jr, 

Days 

Alberton- - East  6 West 

Gr . Sep. 

I 90-1  (17)  75  U-2  & 

Pew  Bridge  Co. 

219.5'  Cone,  UP 

8/29/62 

8/31/63 

10/15/62  Fair 

9 

10 

I 90-2  (13)  78  U-2 

$115,982.81 

123,0'  Cone.  OP 

Alberton- East  & West 

I 90-1  ( 17)  75  U-3  & 

4.958 

Tschache  Bros, 

Fenci ng 

8/29/62 

200  Cal. 

10/2/63  Poor 

2 

I 90-2  (13)  78  U-3 

$47,093,50 

Days 

Alberton- East  6 West 

i-iG  90-2  ( 10)  no  U-  1 

4,291 

Murphy  Bros , 

Gr , ,Agg,Surf , ,P1 .Mix 

10/24/62 

450  Cal, 

10/31/62  Fair 

15 

3 

Bonner-Pi Itzvi lie- East 

$1,519,876,19 

Bit, Surf.  G Dr, 

Days 

I-IG  90-2  ( 10)  no  U-2 

4.291 

Boulet  Const, 

F enci ng 

10/24/62 

250  Cal, 

Not  Started 

Bonner- Pi Itzvi lie- East 

$41 ,234,55 

Days 

I-  IG  90-2  ( 10)  no  U-3 

Sletten  Const, 

8 Structures 

10/24/62 

7/31/64 

11/20/62  Fair 

11 

1 

Bonner-Pi Itzville-East 

$572 ,720.04 

I 90-2  (11)  114-  U-  1 

4.799 

King  G McLaughlin 

Gr , ,Agg.Surf , , PI, Mix 

11/28/62 

400  Cal. 

Not  Started 

Pi Itzvi lie- E , to  Clinton-W. 

$2,017,291.61 

Bit, Surf,  G Dr, 

Days 

I 90-2  (11) 114  U-2 

4.799 

Strandberg  6 Asso- 

. - Fencing 

11/28/62 

200  Cal. 

Not  Started 

Pi  1 tzvi lie- E . to  Clinton-W, 

Senecal  & Mininger 

Days 

$23,741.70 

I-IG  90-2  (12)  118  U-1 

Watters  Const, 

Dual  353.0'  OP 

2/21/62 

6/30/63 

3/21/62  Fair 

-- 

63 

Pi  Itzvi  lle-Clinton- 

$233,014.57 

I-  IG  90-2  ( 12)  118  U-2 

A G B Const, 

284,5'  Cone,  Br, 

4/25/62 

6/30/63 

8/14/62  Fair 

4 

30 

Pi  1 tzvi lie- Clinton 

$91  ,717.05 

F-FG  215  (7) 

0.252 

Sletten  Const, 

Gr , ,Agg , Surf . ,PMS , Dr, 

9/27/61 

6/30/63 

10/16/61  Good 

6 

97 

Higgins  Ave.-Msla.  Rd . 

$988,381.36 

G 972.0'  Str. 

F-FG  219  ( 16)  U- 1 

9.781 

S , Birch  , Inc , G 

Gr . ,Agg,Surf , ,PMS  G Dr, 

7/25/62 

300  Cal. 

8/14/62  Fair 

21 

24 

Missoula- Ar lee 

S.  Birch  G Sons 

Days 

$997,276.53 

F-FG  219  ( 16)  U-2 

Riklin  Const. 

173.0'  Cone,  Beam 

3/28/62 

10/31/62 

7/3/62  Fair 

5 

51 

Mi ssoula- Ar lee 

$61  ,618.24 

Highway  over  RR  OP 
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Month  Ending  November  30, 

1962 

Division  110  - Continued 

S 221  (2) 

5,189 

Bud  King  Const. 

Thompson  Falls-West 

$224,289.40 

SMP  3299-62,  Granite,  Lake 

9 

Mountain  Const, 

Missoula, Ravalli , Sanders 

$225,445,00 

Division  120  - Kalispell 

F 191  (19)  U-1 

5,548 

FES  Const. 

Pablo-Kalispell 

$968,935.33 

U 257  (14)  U-2 

1.068 

Hollingsworth  & 

Idaho  St. -Kalis pell 

$34,321,80 

S 325  ( 1)  U-1 

3.358 

Walter  Laas 

Libby-Fish  Hatchery 

$217,754.21 

S 377  (2) 

4.021 

Murphy  Bros . 

Whi tefi sh- Nor th 

$455,814.70 

SMP  2799-62,  Missoula, 

Chas,  Shannon 

Lincoln , Flathead ,Lake 

$158,800.00 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

I 15-1  (15)  37 

1 .115 

Elec.  Prod.  Co. 

Armstead-No,  E So. 

$20,838.81 

I 15-2  (14)  127  U-1, 

3.361 

Bud  King  Const, 

F 207  (8)  & F 279  (4) 

$1,726,608.52 

Butte  Streets 

I 15-2  (14)  127  U-2 

2.708 

U,  S, Steel  Corp. 

Butte  Urban 

$62,087.38 

I-IG  15-2  (16)  126  U-1 

2.554 

Kiely  Const. 

& I 115-2  (2)  126  U-1 

$1,826,707.87 

Butte  Streets 

I- IG  15-2  ( 16)  126  U-2 

W.  R,  Cahoon 

& I 115-2  (2)  126  U-2 

$556,921,56 

Butte  Urban 

I-IG  15-2  ( 16)  126  U-3 

2,554 

U.S. Steel  Corp. 

8 I 115-2  (2)  126  U-3 

$26,008.46 

Butte  Urban 

T-IG  15-2  ( 16)  126  U- 4 

— 

W,  R,  Cahoon 

Butte  Urban 

$345,958.00 

I-  IG  15-2  ( 17)  130  U- 1 

1.296 

King  8 McLaughli 

8 S 213  (4),  Butte  Sts, 

$732,528.92 

I-IG  15-2  (17)  130  U-2 

Waddell  Const. 

E.  Butte  Interchange 

$227  ,822.62 

I-IG  15-2  (17)  130  U-3 

1.470 

U.S. Steel  Corp. 

E.  Butte  Interchange 

$18,124.79 

I- IG  90-6  (5)  276  U- 1 

5.495 

Earl  L.  McNutt 

Three  Forks-Logan 

$1,202,853.72 

Gr . ,Agg . Surf . 8 Dr. 

Cr.  & Stockpiling 

2/21/62 

8/29/62 

Gr . ,Agg . Surf . ,PMS  8 Dr. 

4/23/62 

Traffic  Signals,  Signs 

7/25/62 

& Lighting 

Gr . ,Agg . Surf , ,PMS  L Dr. 

7/25/62 

Gr . ,Agg . Surf . ,PMS  8 Dr. 

6/28/62 

Cr . 8 Stockpiling 

4/23/62 

200  Cal. 

2/20/62 

... 

99 

Days 

250  Cal, 
Days 

10/17/62 

Fai  r 

13 

21 

250  Cal. 

5/10/62 

Fair 

30 

58 

Days 

60  Cal. 

8/17/62 

Fai  r 

2 

40 

Days 

140  Cal. 

8/14/62 

Fai  r 

2 

28 

Days 

220  Cal. 

7/16/62 

Winter 

23 

Days 

Shut , 

10/16/62 

130  Cal. 
Days 

5/7/62 

Good 

12 

93 

Signing  & Delineation 

6/25/62 

Gr , ,Surf . , Cone. Pave. ,PMS, 
Seal  Coat  6 Dr, 

8/30/61 

Fencing 

8/30/61 

Gr , ,Agg,Surf . ,PMS, 

Cone.  Pave.  & Dr. 

5/23/62 

5 Structures 

5/23/62 

Fencing 

5/23/62 

Dual  462.5'  Steel  OP 

5/23/62 

Gr . ,Agg.Surf . , Gem. Stab. 
Base  , Cone .Pave , ,PMS  & Dr. 

4/25/62 

3 Structures 

4/25/62 

Fencing 

4/25/62 

Gr,  ,Dr . 8 234,5'  UP 

9/25/62 

90  Cal. 

10/2/62 

-- 

99 

Days 

400  Cal. 

9/26/61 

Winter 

60 

Days 

Shut . 

11/21/62 

200  Cal. 

7/6/62 

Fai  r 

3 

53 

Days 

400  Cal. 

6/18/62 

Fair 

53 

30 

Days 

9/30/63 

7/12/62 

Good 

20 

17 

200  Cal. 

Not  Started 

Days 

9/30/63 

7/10/62 

Fair 

4 

5 

300  Cal, 

5/7/62 

Winte  r 

30 

Days 

Shut . 

11/16/62 

6/30/63 

5/28/62 

Good 

9 

93 

150  Cal. 

7/9/62 

52 

Days 

400  Cal. 
Days 

10/15/62 

Fair 

24 

4 
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Division  210  - Continued 

T=IG  90-6  (5)  276  U-2  5,495 

J ,C .Denton 

F enci ng 

9/25/62 

200  Cal, 

10/29/62  Fair 

3 

22 

Three  Forks 

$31,899.35 

Days 

T 90-6  (7)  278  

Haggerty- Messmer 

Structures 

9/25/62 

9/30/63 

11/29/62 

6 

0 

Three  Forks- Logan 

$181,131.02 

T 90-6  (8)  277  

Haggerty- Messmer 

Structures 

9/25/62 

8/31/63 

10/26/62  Fair 

7 

5 

Three  Forks- Logan 

$159,278.88 

I-IG  90-6  (9)  276  

A & B Const, 

679.25*  Cone.  OP 

11/28/62 

5/31/64 

Not  Started 

Three  Forks-Logan 

$472-,077.33 

SMP  4799-62,  Silver  Bow,  

Walter  Laas 

Cr . & Stockpiling 

7/25/62 

150  Cal. 

8/13/62  Fair 

8 

62 

Madi son , Beaverhead  ^ Jefferson 

$80,500.00 

Days 

Division  220  - Bozeman 

F 13(6)U2,  F 43(15)U2,  69.841 

United  Paving 

Seal  Coat 

4/23/62 

60  Cal. 

7 727/62  Winter 

73 

F 217( 12)U2,  F 217( 13)U2, 

$131 ,985.62 

Days 

Shutdown 

S 9(9)U2,  S 66(2)U2,  S 273(3)U2 

9/6/62 

Livi ngs ton- So . ,Wi sdom- Divide , 

Gardiner- Livings ton ,Cardwel 1- 

Boulder,  Emigrant  Br.  & App, , 

Pray  Siding-Mill  Creek 

F 76  (7)  20.553 

Schultz  E Lindsay  Plant  Mix  Bit,  Surf, 

11/28/62 

180  Cal. 

Not  Started 

Gallatin  Gateway-So. 

$383,231 .00 

Days 

I-IG  90-6  (2)  309  U- 1 5.275 

Goodfellow  Bros. 

Gr . ,Surf . ,PMS , Dr.  8 

5/24/61 

420  Cal. 

6/15/61  Winter 

89 

Rocky  Canyon  Road 

$4,058,435.93 

3 Structures 

Days 

Shut . 

11/13/62 

I-IG  90-6  (2)  309  U-2  5.275 

Tschache  Bros. 

Fencing 

6/5/61 

150  Cal. 

6/22/61  Winter 

93 

Rocky  Canyon  Road 

$39,885.60 

Days 

Shut , 

10/26/62 

I 90-6  (6)  309  5.275 

Elec .Prod . Corp. 

Signing  8 Delineation 

6/25/62 

90  Cal, 

Not  Started 

Rocky  Canyon  Road 

$20,838.81 

Days 

I 90-7  (10)  327  11.823 

Natl .Adv . Co . 

Signing  & Delineation 

6/25/62 

90  Cal. 

10/3/62  Fair 

4 

98 

Livingston- So . 6 East 

$68,540.90 

Days 

ROW  S 370  (13)  

Bohleen  Const. 

Resetting  of  Fence 

10/24/62 

40  Cal. 

Not  Started 

Bozeman- Wi Isal 1 

$635.05 

Days 

S 370  ( 15)  6.736 

R.  J.  Bundling 

Gr , ,Cem , Stab .Base , PI. 

10/24/62 

220  Cal. 

Not  Started 

Bozeman-Wi  Is  all 

$386,262.07 

Mix  Bit.  Surf.  8 Dr. 

Days 

DISTRICT  THREE  - GREAT  FALLS 

Division  310  - Great  Falls 

I 15-4  (6)  186  U-1  9.994 

Zook  Bros . 

Gr , , Agg . Surf , ,PMS  & Dr. 

4/25/62 

400  Cal. 

5/16/62  Good 

30 

68 

8 S 2 (15)  U-1,  Helena-No. 

$1,924,473.59 

Days 

Lake  Helena-West 

I 15-4  (6)  186  U-4  8.170 

Strandberg  & 

Fencing 

4/25/62 

250  Cal. 

5/16/62  -- 

69 

Helena- No . 

Senecal  & Mininger 

Days 

$40,106.15 

I 15-4  (9)  194  U-1  12.663 

McNutt  & Baulne 

Gr . ,Surf , ,PMS , Dr.  & 

6/14/61 

400  Cal. 

7/19/61  Fair 

45 

80 

Helena  Hill-Sieben 

$3,788,848.75 

Dual  118.0*  Str. 

Days 

v'i. . 
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MONTHLY ^vNSTRUCTI ON  REPORT  ^ ) 

Month  Ending  November  30,  1962  

Division  310  - Continued 


I 15-4  (9)  194  U.2  12,663 

Tschache  Bros, 

Fencing  6 Cattle  Gd. 

6/14/61 

150  Cal. 

6/28/61 

Fair 

93 

Helena  Hill-Sieben 

$79,149.25 

Days 

T 15-4  (12)  207  U-1  3,388 

King  8 McLaughlin 

Gr , ,Surf . ,PMS , Fencing  6 

10/25/61 

300  Cal, 

11/6/61 

-- 

18 

80 

Sieben-No,  & So, 

$2,110,638.04 

6 Dr , 

Days 

I 15-4  (14)  185  1.248 

Skinner  Enter, 

Signing  h.  Delineation 

4/25/62 

60  Cal. 

5/21/62 

__ 

99 

Helena-No. 

$18,975.37 

Days 

I 15-5  (13)  239  U-1  9.702 

Baltrusch  Const, 

Gr  , 5 Surf  . ,PMS  hi.  Dr. 

3/22/61 

420  Cal, 

4/24/61 

Winter 

92 

Hardy  Creek-Cascade 

$1,741,788.17 

Days 

Shut , 

10/25/62 

I 15-5  (13)  239  U-3  9.702 

Boulet  Const. 

Fencing 

3/22/61 

200  Cal. 

5/2/61 

Fair 

4 

88 

Hardy  Creek-Cascade 

$60,050.85 

Days 

T 15-5  (17)  239  9.702 

Skinner  Enter. 

Signing  L Delineation 

4/25/62 

100  Cal. 

9/27/62 

Poor 

4 

38 

Hardy  Creek-Cascade 

$21 ,450,14 

Days 

T 15-6  (5)  311  U-1  6 11.565 

Hilde  Const,  Co. 

Gr,  ,Agg,Surf , , PI, Mix 

10/24/62 

350  Cal, 

11/9/62 

Poor 

15 

1 

I 15-7  (3)  312  U-1, 

$1,299,692,36 

Bi t .Surf . & Dr , 

Days 

Brady- No.  6 Pershing- So. 

T 15-6  (5)  311  U-2  8 11.565 

Joseph  Yurek 

Fencing 

10/24/62 

250  Cal. 

Not  Started 

T 15-7  (3)  312  U-2 

$51,803,10 

Days 

Brady-No.  & Pershing-So. 

T 15-7  (3)  312  U-2  

Lewis  Const. 

Structures 

10/24/62 

9/30/63 

Not  Started 

Brady-No.  6 So, 

$86  ,408,23 

F 67  (9)  1.615 

Robertson  6 Cave 

Gr,  ,Agg . Surf , Stab .Base 

10/24/62 

11/5/62 

Not  Started 

Conrad- Shelby 

$486,194.42 

Surf., PI, Mix  Surf.  L Dr, 

S 77  (6)  0.595 

Watters  Const. 

Gr.  ,Dr.  6 141.5' 

6/27/62 

11/30/62 

7/26/62 

Good 

12 

99 

Cascade-Ulm 

$84,652,20 

Prestress , Gone ,Br . 

S 131  (3)  U-1  6,526 

Schultz  6 Lindsay 

Gr , ,Agg,Surf , ,PMS  6 Dr. 

7/25/62 

2-^0  Cal. 

10/11/62 

Good 

48 

31 

Brady- East 

$297,051,15 

Days 

U 149  (15)  h U-FG  395  (6)  0.361 

Sletten  Const. 

Gr.  ,Agg,Surf , ,Cem,Stab. 

11/28/62 

350  Cal, 

Not  Started 

Great  Fal Is-Ft .Benton  1.495 

Roberton  6 Cave 

BaseSurf . ,P1 .Mix  Bit, Surf ^ 

Days 

6 14th  6i  15th  St, -Gt. Falls 

$891 ,230.63 

Cone  , Pave  ., Dr  , h.  72.8'  Steel 

UP  and  109,0'  Cone,  UP 

F 149  (16)  9,726 

Schultz  6 Lindsay  Gr , ,Agg . Surf , ,PMS  & Dr. 

5/23/62 

280  Cal. 

8/21/62 

Winter 

58 

Gt.Falls-Ft.Benton 

$603,123,97 

Days 

Shut . 

11/28/62 

F 238  (8)  U-1  8,476 

Ni Ison- Smi th 

Gr.  ,Agg.Surf . ,PMS  6 Dr. 

1/18/62 

200  Cal. 

4/16/62 

Winter 

82 

Wolf  Creek-Augusta 

$736,044.20 

Days 

Shut . 

10/31/62 

F 238  (8)  U-2  

Watters  Gonst, 

294.0'  Steel  Br. 

1/18/62 

10/31/62 

3/6/62 

Good 

3 

94 

Wolf  Creek—  Augusta 

$133,734,30 

U 249  (14)U2  6 U-UG  376  (3) 

Allen  Electric 

Traffic  Signals 

11/29/62 

45  Cal. 

6/29/62 

Completed 

Helena  Sts, 

$15,540.92 

Days 

11/8/62 

SMP  2599-62, Lewis  6 Clark, 

Ghas.  Shannon= 

Cr . 6 Stockpiling 

7/25/62 

250  Cal. 

11/8/62 

Winter 

6 

Cascade .Pondera  6 Teton  Cos, 

$135,846.66 

Days 

Shut . 

11/21/62 
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monthlI'sxonstruction  report 

Month  Ending  November  30,  1962 


Division  320  - Havre 


S 12  (9) 

4.866 

Richardson  Gonst. 

Gr . ,Agg. Surf . ,PMS  G Dr. 

4/25/62 

150  Cal. 

7/2/62 

Winter 

82 

Harlem- Turner- Can o Line 

$288,159.83 

Days 

Shut.  11/7/62 

S 188  (4) 

10.095 

O'Neil  Const, 

Gr  . ,Agg.Surf . G Dr. 

7/2/62 

250  Cal. 

8/13/62 

Good  3 i 

92 

Galata-No . 

$246,315.18 

Days 

F 210(3) ,F  277(4)  8 F 227 

18.572 

Schultz  G Lindsay 

Gr . ,Agg . Surf . ,P1 .Mix  Bit. 

10/12/62 

250  Cal. 

11/8/62 

-- 

(6)5Babb=So.  & Kiowa  June. 

-Babb 

$615,929.12 

Surf.  G Dr. 

Days 

F 260  (7)  6 F 353  (8) 

5.761 

S. Birch,  Inc.  G 

Gr . ,Agg . Surf . ,PMS  G Dr. 

4/20/62 

250  Cal. 

5/14/62 

Winter 

69 

W,Glacier-E, Glacier  G 

S .Birch  G Sons 

Days 

Shut,  11/6/62 

E .Glacier- Browning 

$794,267.45 

ROW  S 266  (2) 

10.464 

Senecal  G Mininger-Fencing 

Subj . to 

150  Cal, 

Days 

Browni ng-Babb 

$7,900.10 

Further  Study 

S 266  (4) 

10.464 

Naranche  G Konda 

Gr. ,Agg.Surf . , PI. Mix 

10/24/62 

250  Cal. 

11/9/62 

Good  35 

8 

Browni ng-Babb 

$544,706.74 

Bit. Surf.  G Dr. 

Days 

S 290  (12) 

1.688 

N, A. Nelson  Const. 

Gr. ,Surf . ,PMS,  Dr.  G 

7/19/61 

7/31/63 

8/16/61 

Good  18 

68 

Gera Idi ne- Ft . Benton 

$526,260.65 

708.0'  St.  Br. 

S 316  (7) 

0.437 

Interstate  Cont. 

Gr . ,Agg . Surf . ,P1 .Mix  Bit. 

11/16/62 

220  Cal. 

Not  Started 

Central  Ave.-Cutbank 

$70,708.70 

Surf.  G Dr, 

Days 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr . ,Agg . Surf . ,PMS  G Dr. 

4/25/62 

220  Cal. 

8/22/62 

Winter 

74 

Fort  Benton-Chester 

$421,229.67 

Days 

Shut.  11/20/62 

SMP  1899-62,  Blaine 

Schultz  G Lindsay 

Cr.  G Stockpiling 

11/28/62 

250  Cal. 

Not  Started 

Chouteau .Glacier, Hill, Toole 

$110,702.00 

Days 

DISTRTGT  FOUR  - GLENDIVE 

Division  410  - Glendive 

I 94-6  (4)216,  F 246  (10) 

22.517 

Loftus  Landsc. 

Seeding 

7/25/62 

4/30/63 

10/29/62 

Completed 

G F 391  (14),  Glendive-E,, 

$15,761.87 

11/13/62 

Circ le- Glendive ,Circ le- Sidney 

I 94-7  (3)  240 

Otto  J.  Eickhof 

Structures 

10/25/61 

11/10/62 

3/8/62 

99 

Wibaux-East  G West 

$169,195.29 

I 94-7  (4)  233  U-1 

6.169 

A.  Lalonde 

Gr . ,Agg.Surf . ,PMS , 

10/25/61 

300  Cal, 

11/14/61 

Winter 

92 

Wibaux- West 

$1,054,732.96 

Fencing  G Dr. 

Days 

Shut.  11/5/62 

I 94-7  (4)  233  U-2 

8.105 

A.  Lalonde 

Gr.  ,Agg.Surf . ,PMS, 

10/25/61 

300  Cal, 

11/14/61 

Completed 

Wibaux-East 

$1,113,399.82 

Fencing  G Dr. 

Days 

11/5/62 

T 94-7  (5)  233 

15.220 

Tschache  Bros. 

Signing  G Delineation 

10/24/62 

100  Cal. 

11/26/62 

2 

0 

Wibaux-East  G West 

$27,438.29 

Days 

F 213  (4) 

N. A. Nelson  Const. 

Repair  of  3 piers 

6/27/62 

12/31/62 

8/29/62 

Good  29 

60 

Towne  St.  Br. 

$117,500.00 

S 238  ( 1)  U-1 

6.586 

Joe  Mayo  G Son 

Gr . ,Agg . Surf . G Dr. 

1/24/62 

200  Cal. 

3/29/62 

Good 

98 

Gircle-So.  G East 

$164,483.25 

Days 

S 258  (4) 

7.820 

0 ' Nei  1 Const . 

Gr . ,Surf , G Dr . 

9/27/61 

240  Cal, 

10/16/61 

Completed 

Rock  Springs-Van  Norman 

$184,266.53 

Days 

11/9/62 

S 264  (3) 

5.290 

Joe  Mayo  G Son 

Gr , , Agg . Surf . G Dr. 

10/24/62 

200  Cal. 

11/14/62 

Good  19 

16 

Van  Norman-North 

$121,214.44 

Days 

MONTHLY  .cI'STRUCTION  REPORT  ^ 

Month  Ending  November  30,  1962 , 


Division  410  - Continued 

• 

F 315  (16)  U-1 

11.42 

Baltrusch  8 Aff. 

Gr . ,Agg, Surf , G Dr. 

9i25fb2 

250  Cal. 

Not  Started 

Van  Norman-Glasgow 

$828,674.45 

Days 

F 315  (]6)  U-2 

— 

Walter  Mackin 

133.0'  Prestress,  Br, 

10/24/62 

10/31/63 

Not  Started 

Van  Norman-Glasgow 

$46,935.42 

SMP  1101-62 

Morgen  & Oswood 

Addition  to  Office  Bldg, 

6/25/62 

12/31/62 

7/13/62 

Completed 

Glendive- Mon tana 

$25,991,00 

11/26/62 

SMP  4299-62 

A.  Lalonde 

Cr , & Stockpiling 

7/25/62 

250  Cal, 

10/29/62 

Good  24 

25 

Richland  6 Dawson 

$117,120.00 

Days 

Division  420  - Wolf  Point 

F 144  (6)  U-2 

Watters  Const. 

Traffic  Signals 

12/20/61 

450  Cal, 

4/30/62 

_ = 

99 

1st  Ave.-Noo  Glasgow 

$14,881.22 

Days 

F 153  (8) 

8.990 

Baltrusch  & Aff, 

Gr,  ,Agg.Surf , , PI, Mix 

9/25/62 

270  Cal. 

10/9/62 

Good  29 

20 

Dodson-Malta 

$647,911.87 

Bit, Surf.  & Dr, 

Days 

F 193  (12) 

11.592 

Richardson  Const, 

Gr,  ,Agg,Surf , , PI. Mix 

8/29/62 

220  Cal. 

10/23/62 

Fair  12 

9 

Culbertson- PI entywood 

$703,716.82 

Bit. Surf.  & Dr, 

Dgy  s 

F 315  ( 15) 

12.052 

Wickens  Bros. 

Gr  . ,Surf , 6 Dr . 

8/30/61 

330  Cal. 

10/9/61 

Good  14 

98 

Van  Norman-Glasgow 

$565,457.30 

Days 

S 402  (3) 

7,778 

Hilling  Const. 

Gr , ,Agg . Surf . ,PMS  & Dr, 

7/2/62 

240  Cal. 

8/22/62 

Fair  51 

44 

Culbertson-McCabe-Bainvi  He 

$294,423.63 

Days 

Division  430  - Lewistown 

ROW  F 28  (3) 

5.833 

Senecal  & Mininger-Fencing 

11/28/62 

150  Cal. 

Not  Started 

Roundup- Grass  Range 

$13,031.18 

Days 

F 28  (4) 

5.833 

S .Arkwright 

Gr,  ,Agg.Surf , , PI. Mix 

9/25/62 

250  Cal, 

10/12/62 

Poor 

13 

Roundup- Grass  Range 

$551,587.84 

Bit, Surf,  & Dr. 

Days 

S 68  (5)  U-1 

13,011 

Gus  M.  Albert 

Agg.Surf.  6 PMS 

7/2/62 

120  Cal, 

8/9/62 

Wi nter 

67 

Hi Iger-Winif red-Big  Sandy 

$327,341.54 

Days 

Shut.  11/2/62 

F 103(  10)U1  & F 333(38)U1 

11=452 

NW  Engr . Co , 

Gr,  , Cem. Stab, Base , PMS 

l!5/ei 

220  Cal, 

8/17/61 

Completed 

Lewi s town- Roy , Grass 

$688,619.11 

& Dr. 

Days 

11/6/62 

ERange-Malta 

U 112  (3) , U 229  ( 15) 

1.976 

Robertson  8 

Gr.  ,Agg,Surf . ,PMS, 

4/30/62 

140  Cal, 

5/14/62 

Winter 

86 

& U 235  (23)  , Main  St. 

B losson 

& Dr, 

Days 

Shut.  10/26/62 

Lewi s town 

F 333  (31) 

$319,924,89 

Morgen  & Oswood 

173.0'  Cone . Br , 

8/29/62 

12/31/62 

9/13/62 

Good  19 

59 

Grass  Range-Malta 

$86,411.44 

DISTRICT  FIVE  - BILLINGS 


Division  510  - Billings 


I 90-7  (8)  387  U-1  & 

I-IG  90-8  (12)  388  U-1 
Reed  Point-East  G West 

5.915  S. Arkwright 

$1,004,665.33 

Gr ., Agg.Surf ., PMS  G Dr. 

4/6/62 

380  Cal, 
Days 

5/21/62 

Fair 

23 

31 

I 90-7  (8)  387  U-2  & 

I-  IG  90-8  ( 12)  388  U- 3 
Reed  Point-East  G West 

Strandberg  G 

Associates 

$251,586,34 

7 Structures 

4/6/62 

5/31/63 

6/12/62 

Fair 

12 

81 
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MONTHLY  .CONSTRUCTION  COMPANY  1) 

Month  Ending  November  30,  1962 


D i vision  510  - Continued 


I 90=7  (8)  387  U=3  8 

10,547 

Clair  Boulet 

Fencing 

4/6/62 

300  Cal, 

5/8/62 

Poor 

43 

1=  TG  90=8  ( 12)  388  U-4 

$81,017.00 

Days 

Reed  Point-East  h West 

I 90=8  (11)  444 

0.071 

W.  P.  Roscoe 

Struc  tures 

9/25/62 

11/30/63 

11/6/62 

Good 

7 

4 

West  Billings  Interchange 

$249,092,12 

I- IG  90=8  ( 12)  388  U- 2 

4.633 

S , Arkwri ght 

Gr , ,Agg , Surf , ,PMS  8 Dr. 

4/6/62 

200  Cal. 

6/4/62 

Fai  r 

39 

40 

Reed  Point-East 

$1,046,792.32 

Days 

IG  90-8  (13)  395 

Waddell  Const. 

248.5'  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Good 

9 

99 

Reed  Point-East 

$92,851.18 

I 90-8  ( 16)  437  U-2 

F„  Lc  Flynn  Co, 

73.94'  Cone.  Br. 

5/23/62 

5/31/63 

11/6/62 

Fair 

6 

28 

Mossmain-Bi 1 lings 

$43,334.44 

I 90-8  (23)  447  U- 1 

Peter  Kiewit 

Approaches  8 Riprapping 

Subj . to 

4/30/63 

Yellowstone  River  Bridge 

$49,343.80 

BPR  Cone , 

I 94-1  (5)  51 

Husman  Bros , 

580,25'  St.  Br. 

12/20/61 

7/31/63 

3/19/62 

Good 

5 

71 

Yellowstone  Co.  Interstate 

$294,400.62 

I 94-  1 (6)  50  U-1  & 

5.477 

S .Arkwri ght 

Gr . ,Agg . Surf . ,PMS  8 Dr. 

6/25/62 

350  Cal, 

7/10/62 

Good 

71 

56 

I 94-2  (4)  51  U-1 

$1,034,576.96 

Days 

Custer-E . ,Bi gHorn- E , 8 W. 

I 94-  1 (6)  50  U-2  & 

5.477 

Bohleen  Const. 

Fenci ng 

6/25/62 

200  Cal, 

7/27/62 

Fair 

2 

39 

I 94-2  (4)  51  U-3 

$35,843.50 

Days 

Cus ter- E , ,Bi g Horn-E.  8 W. 

I 94-2  (4)  51  U-2 

Schultz  8 Lindsay 

178,0'  Prestress, 

6/25/62 

12/31/62 

7/13/62 

Good 

10 

76 

Big  Horn-E,  8 W, 

$53,881.70 

Cone.  Beam  Underpass 

I 94-2  (5)  55  U-1 

6.434 

S .Arkwright 

Gr,  ,Agg.Surf , ,PMS 

9/25/62 

400  Cal. 

10/27/62 

Fair 

10 

2 

Big  Horn-East 

$1,663,818.19 

8 Dr , 

Days 

I 94-2  (5)  55  U-2 

6.434 

Walter  Mackin 

Fencing 

9/25/62 

250  Cal. 

10/26/62 

Good 

10 

10 

Big  Horn- East 

$40,494.50 

Days 

S 192  (3) 

0,033 

W,  P.  Roscoe 

Dual  174,5’  Structure 

9/25/62 

9/30/63 

11/2/62 

Good 

3 

16 

Kings  Ave.  Road- West 

$90,768.90 

S 207  (3) 

3.900 

Empire  Sand  8 Grav . - Gr , ,Agg . Surf , ,PMS 

9/29/62 

200  Cal. 

10/15/62 

Good 

15 

27 

Busby- Wyo.  Line 

$247,377.39 

8 Dr. 

Days 

U-FG  228  (16) 

1,466 

Schultz  8 Lindsay 

Gr.  ,Agg.Surf , ,C.S.Base, 

11/29/62 

11/30/63 

1/29/62 

Fai  r 

18 

36 

Laure l-Bi 1 lings 

$1,043,348.05 

Cone .Fave , ,PMS  8 Dr. 

S 236  (8) 

1 . 156 

W,  P.  Roscoe  Co, 

Gr . ,Agg,Surf . ,Dr.  8 

11/28/62 

6/30/64 

Not  Started 

Cus ter- Musselshell 

$374,088.35 

562.0'  Steel  Br, 

F-FG  258  ( 12) 

12,924 

Schultz  8 Lindsay 

PI , Mix  Bit,  Surf , 

10/12/62 

150  Cal, 

Not  Started 

Wyo ,Line-Bridger 

$186,808.40 

Days 

U-F  296  ( 15)  U-1 

4.181 

NW  Engr.  Co. 

Gr . ,Agg , Surf , ,PMS  8 Dr. 

8/25/62 

300  Cal. 

10/1/62 

Fai  r 

40 

11 

Bi 1 lings-Lavinga 

$1,333,453.44 

Days 

U-F  296  (15)  U-2 

Walter  Mackin 

35.0'  TT  Br. 

5/23/62 

12/31/62 

11/9/62 

Good 

7 

34 

Bi  1 lings-Lavinga $17,742.20 


. . iW.  r . 


MONTHLY  -Ci^NSTRUCTION  REPORT 
Month  Ending  November  30,  1962 
Division  520  - Miles  City 


S 45  (6)5  Brandenberg- 

F.  L,  Flynn  Co, 

214,5'  Br, 

10/24/62 

9/30/63 

Not  Started 

Garland-Miles  City 

$79,284.06 

T 94-3  (3)  114  U-1 

6,246 

Schultz  & Lindsay 

Gr. 3 Surf , ,PMS  8 Dr, 

7/19/61 

350  Cal, 

9/28/61 

Completed 

S I 94-4  (9)  119  U-1 

$829,372,47 

Days 

11/20/62 

Hathaway- East  & West 

T 94-3  (3)  114  U-3  & 

6.246 

Hout  Fencing 

F enci ng 

7/19/61 

150  Cal. 

4/18/62 

91 

I 94-4  (9)  119  U-2 

$31,598.00 

Days 

Hathaway- East  G West 

T 94-3  (7)  114,  I 94-4 

33.646 

Elec ,Prod , Corp, 

Signing  8 Delineation 

6/25/62 

120  Cal. 

11/1/62 

Good  10 

36 

(10)  127,  I 94-4  (12) 

$74,736,69 

Days 

119m  Hathaway- East  & West 

Miles  City-East  & West 

T 94-4  (6)  136  U-1  & 

12,442 

Peter  Kiewit 

Gr . ,Surf . ,Conc . Pave , , 

4/19/61 

400  Cal. 

6/18/61 

Good  15 

99 

F 86  (20)U1, Miles  City-East 

$2,849,375,73 

PMS  8 Structures 

Days 

I 94-4  (6)  136  U-2 

11.597 

W.Mackin  8 Sons 

Fencing 

4/19/61 

200  Cal, 

6/13/61 

98 

Miles  City- East 

$62,799,00 

Days 

T 94-4  (8)  120  U-1 

7,308 

Schultz  8 Lindsay 

Gr,  ,Surf , ,PMS  8 Dr. 

7/19/61 

400  Cal. 

8/17/61 

Good  10 

94 

Hathaway- East 

$1,302  ,022,13 

Days 

I 94-4  (8)  120  U-3 

7,308 

W,  Mackin  8 Son 

Fencing 

8/7/61 

150  Cal, 

9/21/61 

Good  2 

99 

Hathaway- East 

$47  ,215.00 

Days 

F 157  (16)  U-1 

5,000 

Hilling  Const, 

Gr . ,Agg , Surf ,, PMS  8 Dr, 

1/24/62 

200  Cal, 

4/10/62 

Winter 

75 

Miles  City- Jordan 

$296,315.69 

Days 

Shut. 10/15/62 

S 259  (2)  U-1 

9,033 

Weaver  Const, 

Gr.  ,Agg,Surf . ,PMS, 

3/28/62 

200  Cal. 

4/17/62 

Winter 

73 

Rosebud- Cartersvi lle-E, 

$418,119,38 

Dr,  8 38'  TT  Br, 

Days 

Shut, 11/27/62 

S 333  (2) 

5,260 

Hi  1 li ng  Const , 

Gr . ,Surf , 8 Dr , 

11/29/61 

200  Cal, 

3/12/62 

Completed 

Say le- East 

$185,758.38 

Days 

11/5/62 

S 398  (2) 

9,640 

Joe  Mayo  8 Son 

Gr , , Agg , Surf , 8 Dr. 

5/15/62 

250  Cal, 

5/30/62 

Winter 

93 

Plevna-Baker 

$237,417,75 

Days 

Shut.  11/6/17 

SMP  099-62,  Custer, 

Schultz  8 Lindsay 

Cr,  8 Stockpiling 

6/27/62 

180  Cal. 

Not  Started 

Fallon  & Rosebud 

$94,102.85 

Days 

! 

I 


I 

I 

I 
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STATE  HIGHWAY  COMMISSION 
CONSTRUCTION  DEPARTMENT 


MONTHLY  CONSTRUCTION  REPORT 
Month  Ending  December  31  ■>  1962 


00.6.  ivp 


Project  Number 
and  Location 


Mi 


Contractor  and 
leage  Bid  Price 


Contract  Date  of  Work  Pro-  Men  % 

Awarded Completion  Began  gress Emp.Comp 


IH STRICT  ONE  - MISSOULA 

Division  1 10  - Missoula 


23 


I 90-1(16)43,  I 90-3(11) 

180,  F 184(15)  L F 191(22) 
Superlor-E.  L W, , Deer  Lodge 
& So . ,Bearmouth-Deer  Lodge, 
Pab  lo-  Ka  1 i s pe  1 1 


.720  Tschache  Bros. 
$30,067.43 

■No. 


Seeding  L Mulching 


7/25/62  4/30/63 


10/29/62  -• 


I 90-1  ( 17)  75  U- 1 L 4.958 

I 90-2  (13)  78  U-1 

Alberton-East  L West 

Ni  Ison-Smith 
$1,304,345.01 

Gr . ,Agg.Surf  . , PI. Mix 

Bi t .Surf , , 17 . 25 ' Jr, 

Gr.  Sep. 

8/29/62 

350  Cal. 
Days 

9/18/62  -- 

I 90-1  (17)  75  U-2  L ----- 

I 90-2  (13)  78  U-2 

Alberton-East  L West 

Pew  Bridge  Co. 
$115,982.81 

219,5*  Cone.  UP 

123.0*  Cone.  OP 

8/29/62 

8/31/63 

10/15/62  Fair 

9 

I 90- 1 (17)  75  U-3  6 4.958 

I 90-2  ( 13)  78  U-3 

Alberton-East  L West 

Tschache  Bros. 
$47,093.50 

Fencing 

8/29/62 

200  Cal, 
Days 

10/2/63  -- 

I-IG  90-2  ( 10)  110  U-1  4.291 

Bonner- Pi Itzvi 1 le-East 

Murphy  Bros. 
$1,519,876.19 

Gr , ,Agg.Surf . , PI. Mix 

Bit, Surf.  L Dr, 

10/24/62 

450  Cal. 
Days 

10/31/62  Good 

33 

I-IG  90-2  ( 10)  110  U-2  4.291 

Bonner- Pi Itzvi lie- East 

Boulet  Const. 

$41 ,234  55 

Fencing 

10/24/62 

250  Cal. 
Days 

Not  Started 

I-IG  90-2  ( 10)  110  U-3  

Bonner- Pi Itzvi 1 le-East 

Sletten  Const. 

$572  ,720.04 

8 Structures 

10/24/62 

7/31/64 

11/20/62  Good 

13 

I-IG  90-2  (10)  110  U-4  

Bonner- Pi Itzvi 1 le-East 

Pew  Const,  & 

Pew  Bridge  Cos . 
$217,461.94 

Dual  341,5"  Steel  OP 

12/19/62 

5/31/64 

Not  Started 

I 90-2  (11)  114  U- 1 4.799 

Pi Itzvi 1 le-E . to  Clinton-W. 

King  6 McLaughlin 
$2  ,017  ,291.61 

Gr , jAgg.Surf . , PI. Mix 

Bit .Surf . L Dr . 

11/28/62 

400  Cal. 
Days 

12/10/62  -- 

3 

I 90-2  (11)  114  U-2  4.799 

Pi Itzvi 1 le-E . to  Clinton-W. 

Strandberg  6 Asso. 
Senecal  L Mininger 
$23,741.70 

Fencing 

11/28/62 

200  Cal. 
Days 

Not  Started 

I-IG  90-2  ( 12)  118  U-  1 

Pi  Itzvi  lle-Clinton 

Watters  Const. 
$233,014.57 

Dual  353,0'  OP 

2/21/62 

6/30/63 

3/21/62  -- 

— 

I-IG  90-2  (12)  118  U-2  

Piltzvi  lle-Clinton 

ALB  Const. 

$91  ,717.05 

284.5'  Cone.  Br, 

4/25/62 

6/30/63 

8/14/62  Good 

5 

F-FG  215  (7)  0.252 

Higgins  Ave.-Msla.  Rd . 

Sletten  Const, 
$988,381.36 

Gr . ,Agg . Surf . ,PMS , Dr. 

L 972  0*  Str. 

9/27/61 

6/30/63 

10/16/61  Good 

6 

F-FG  219  ( 16)  U- 1 9.781 

S .Birch , Inc , L 

Gr . ,Agg , Surf . ,PMS  L Dr  . 

7/25/62 

300  Cal. 

8/14/62  Winter 

Missoula- Ar lee 

S .Birch  L Sons 
$997,276.53 

Days 

Shutdown 

11/28/62 

2( 
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MONTHLY  cIjSTRUCTI ON  REPORT  I 

Month  Ending  12/31/62  

division  110  - Continued 


F-FG  219  (-16)  U-2 

. . „ _ _ 

Riklin  Const, 

173,0®  Cone,  Beam 

3/28/62 

10/31/62 

7/3/62 

Winter 

51 

Mi s sou la- Ar lee 

$61,618,24 

Highway  over  RR  OP 

Shut. 12/5/62 

S 221  (2) 

5.189 

Bud  King  Const,  Co 

, Gr . , Agg . S urf , & Dr 

2/21/62 

200  Cal . 

2/20/62 

Completed 

Thompson  Falls-West 

$224,289,40 

Days 

12/8/62 

SMP  3299-62,  Grani te ,Lake , 

Mountain  Const, 

Cr  & Stockpiling 

8/29/62 

250  Cal. 

10/17/62 

Fair  6 

33 

Missoula  ,Raval li , Sanders 

$225,445,00 

Days 

Division  120  - Kali  spell 

S 65  (6) 

4 . 864 

Bud  King  Const, 

Gr  , Sc  Dr  , 

12/19/62 

5/31/64 

Not  Started 

Clearwater-Blgf ork 

$608,969.45 

F 191  (19)  U-1 

5,548 

F & S Const, 

Gr,  , Agg,  Surf  , ,PMS  Sc  Dr 

4/23/62 

250  Cal, 

5/10/62 

Fair  25 

63 

Pablo- Kalispe 11 

$968,935,33 

Days 

U 257  (14)  U-2 

1,068 

Hollingsworth  & 

Traffic  Signals,  Signs 

7/25/62 

60  Cal, 

8/17/62 

Fair  2 

80 

Idaho  St „ -Kalispe 1 1 

Skinner  Enter 

Sc  Lighting 

Days 

$34,321,80 

S 325  (1)  U-1 

3.358  "Waltei  Laas 

Gr  , Agg  , Surf , ,PMS  & Dr  , 

7/25/62 

140  Cal, 

8/14/62 

Fair  7 

28 

Libby-Fish  Hatchery 

$217,754,21 

Days 

S 377  (2) 

4,021 

Murphy  Bros, 

Gr,  ,Agg.,  Surf  , ,PMS  Sc  Dr  , 

b/28/b2. 

220  Cal, 

7/16/62 

Winter 

33 

Whitefish- North 

$455,814,70 

Days 

Shut  10/16/62 

SMP  2799-62,  Missoula, 

= _ = 

Chas .Shannon 

Cr  , Sc  Stockpiling 

hllilbl 

130  Cal 

5/7/62 

Completed 

Lincoln,  Flathead,  Lake 

$158  ,800  00 

Days 

12/14/62 

DISTRICT  TWO  - BUTTE 

Division  210  - Butte 

I 15-1  (15)  37 

7,775 

Elec  Prod,  Co 

Signing  Sc  Delineation 

b/2b/b2 

90  Cal, 

10/2/62 

99 

Armstead-No„  So, 

$20  ,838  81 

Days 

I 15-2  ( 14)  127  U- 1 , 

3,361 

Bud  King  Const, 

Gr „ ,Surf  . ,Conc  Pave  ,PMS 

, 8/30/61 

400  Cal 

9/26/61 

Winter 

60 

F 207  (8)  6 F 279  (4) 

$1,726  ,608,52 

Seal  Coat  S Dr. 

Days 

Shut  11/21/62 

Butte  Streets 

I 15-2  (14)  127  U.2 

2,708 

U,S  Steel  Corp, 

Fencing 

8/30/61 

200  Cal, 

7/6/62 

84 

Butte  Urban 

$62  ,087,38 

Days 

I-IG  15-2  ( 16)  126  U- 1 

2,554 

Kiely  Const, 

Gr , ,Agg  Surf , ,PMS , 

5/23/62 

400  Cal 

6/18/62 

Wi nter 

32 

Sc  I 115-2  (2)  126  U-1 

$1,826,707.87 

Cone  Pave  . Sc  Dr  . 

Days 

Shut  1 1/26/62 

Butte  Streets 

I-IG  15-2  (16)  126  U-2 

= _ _ . . 

W,  R.  Cahoon 

5 Structures 

5/23/62 

9/30/63 

7/12/62 

Good  17 

20 

6 I 115-2  (2)  126  U-2 

$556,921.56 

Butte  Urban 

I-IG  15-2  ( 16)  126  U-3 

2.554 

U . S , S tee  1 Corp 

Fencing 

5/23/62 

200  Cal, 

Not  Started 

& I 115-2  (2)  126  U-3 

$26 ,008,46 

Days 

Butte  Urban 

I-IG  15-2  ( 16)  126  U-4 

W.  R Cahoon 

Dual  462.5“  Steel  OP 

5/23/62 

9/30/63 

7/10/62 

2 

7 

Butte  Urban  $345,958,00 


• 1 w 


' ■ ,1'. 


' .-wv 

• . J '"l  iwe.4r' 


:;  iJir  I 3 H 
-.-.'■U  :3.~:toS  ., 


^ -2ri  *r  Z' 


r 


<^IF 


MONTHLY  cl^ISTRUCTION  REPORT 
Month  Ending  December  31,  1962 

Division  210  - Continued 


I-TG  15-2  (17)  130  U-1  1,296 

Ec  S 213  (A)  , Butte  Sts, 

I-IG  15-2  (17)  130  U-2  

E.  Butte  Interchange 

I-IG  15-2  (17)  130  U-3  1.470 

E.  Butte  Interchange 

F-FG  68  ( 12)  U-2 

Anaconda- East 

I-IG  90-4  (7)  205  U- 1 4.493 

E F-FG  68  ( 12)  U- 1 2.684 

Opportunity  Junc.-E.  E W. 

I-IG  90-4  (7)  205  U-2  

Opportunity  Junc.-E,  E W. 

T-IG  90-4  (7)  205  U-3  4,493 

Opportunity  Junc.-E.  E W. 

I-IG  90-6  (5)  276  U- 1 5.495 

Three  Forks-Logan 

I-IG  90-6  (5)  276  U-2  5.495 


Three  Forks-Logan 

I 90-6  (7)  278  

Three  Forks-Logan 
I 90-6  (8)  277 
Three  Forks-Logan 
I-IG  90-6  (9)  276 
Three  Forks-Logan 
S 304  (8)  0.765 

Galen- Anaconda  7.408 

SMP  4799-62,  Silver  Bow,  ----- 

Madi son , Beaverhead  E Jefferson 

Division  220  - Bozeman 
F 13(6)U2,  F 43(15)U2,  69.841 

F 217(12)U2,  F 217(13)U2, 

S 9(9)U2,S  66(2)U2,  S 273(3)U2 
Livingston-So . ,Wi sdom-Divide , 
Gardi ner-Livi ngs ton ,Cardwe 11- 
Boulder  , Emigrant  Br.  E App.  , 

Pray  Siding-Mill  Creek 
F 76  (7)  20.553 

Gallatin  Gateway- So. 

I-IG  90-6  (2)  309  U-1  5,275 

Rocky  Canyon  Road 


King  E McLaughlin 

$732,528.92 

Waddell  Const, 

$227,822.62 

U ,S  . S teel  Corp . 

$18,124,79 

Cahi 1 1-Mooney  Con 

$158,716.79 

Peter  Kiewit  Co. 

$1,988,113.75 

Cahi 1 1-Mooney 
$313,870.40 
Skinner  Enter, 
$24,711.48 
Earl  L,  McNutt 
$1,202,853.72 
J . C , Denton 
$31,899.35 
Haggerty-Messmer 
$181,131.02 
Haggerty-Messmer 
$159,278.88 
A E B Const. 
$472,077.33 
Ni Ison-Smi th 
$194,766,69 
Walter  Laas 
$80 ,500.00 


United  Paving 
$131,985.62 


Schultz  E Lindsay 
$383,231.00 
Goodfellow  Bros, 


$4,058,435.93 


Gr,  ,Agg,Surf . , Gem, Stab, 
Base jConc .Pave . >PMS  E Dr, 

4/25/62 

3 Structures 

4/25/62 

Fencing 

4/25/62 

: .Structures 

12/19/62 

Gr , jAgg.Surf . , Gem. Stab. 
Base,  PM  Bit. Surf.,  Dr., 

12/27/62 

Signing  E Delineation 
Structures 

12/19/62 

F enc ing 

12/19/62 

Gr.  ,Dr . E 234.5'  UP 

9/25/62 

Fencing 

9/25/62 

Structures 

9/25/62 

Struc  tures 

9/25/62 

679.25'  Cone.  OP 

11/28/62 

Gr . ,Agg , Surf . ,PM  Bit. 
Surf.  E Dr. 

12/19/62 

Gr.  E Stockpiling 

7/25/62 

300  Cal. 

5/7/62  Winter 

31 

Days 

Shut. 11/16/62 

6/30/63 

5/28/62  Winter 

95 

Shut. 12/14/62 

150  Cal. 
Days 

7/9/62 

52 

10/31/63 

Not  Started 

400  Cal. 
Days 

Not  Started 

5/31/64 

Not  Started 

200  Cal. 

Not  Started 

Days 

400  Cal. 

10/15/62  Fair 

24 

9 

Days 

200  Cal. 

10/29/62  Winter 

24 

Days 

Shut. 11/30/62 

9/30/63 

11/29/62  -- 

1 

8/31/63 

10/26/62  Fair 

10 

12 

5/31/64 

Not  Started 

150  Cal. 
Days 

Not  Started 

150  Cal. 
Days 

8/13/62  -- 

- - 

69 

Seal  Coat 

4/23/62 

60  Cal. 
Days 

7/27/62 

Winter  73 

Shutdown 

9/6/62 

PI . Mix  Bit. Surf . 

11/28/62 

180  Cal. 
Days 

Not  Started 

Gr . ,Surf . ,PMS , Dr.  E 

3 Structures 

5/24/61 

420  Cal. 
Days 

6/15/61 

Winter  87 

Shut.il/13/62 

MONTHLY  CcJ^TRUCTION  REPORT 
Month  Ending  December  31,  1962 


Wvision  220  - Continued 


T-IG  90-6  (2)  309  U-2 

5.275 

Rocky  Canyon  Road 

I 90-6  (6)  309 

5,275 

Rocky  Canyon  Road 

I 90-7  (10)  327 

11.823 

Livingston-So , 8 East 

ROW  S 370  (13) 

Boz^eman-Wi  Isall 

S 370  (15) 

6.736 

Bozeman- Wi Isal 1 

DISTRICT  THREE  - GREAT 

FALLS 

Division  310  - Great 

Falls 

I 15-4  (6)  186  U-1 

9.994 

8 S 2 (15)  U-1,  Helena- 

No. 

8 Lake  Helena-West 

1 15-4  (6)  186  U-4 

8.170 

Helena- No . 

I 15-4  (9)  194  U-1 

12.663 

Helena  Hill-Sieben 

I 15-4  (9)  194  U-2 

12.663 

Helena  Hill-Sieben 

I 15-4  ( 12)  207  U-1 

3.388 

Sieben-No.  8 So, 

I 15-4  ( 14)  185 

1,248 

He  lena-No , 

I 15-5  (13)  239  U-1 

9,702 

Hardy  Greek- Cascade 

1 15-5  (13)  239  U-3 

9.702 

Hardy  Creek-Cascade 

I 15-5  ( 17)  239 

9.702 

Hardy  Creek-Cascade 

I 15-6  (5)  311  U-1  8 

11.565 

I 15-7  (3)  312  U-1, 

Brady-No.  8 Pershing-So 

I 15-6  (5)  311  U-2  8 

11.565 

I 15-7  (3)  312  U-2 

Tschache  Bros o 

$39,885o60 

Elec  ..Prod  .Corp. 

$20,838.81 

Nat 1 . Adv . Co , 

$68,540.90 

Bohleen  Const. 

$635.05 

R. J .Bundling 

$386,262.07 


Brady-No.  8 Pershing-So. 
I 15-7  (3)  312  U-2 
Brady-No.  8 So. 

F 67  (9) 

Conrad- Shelby 


Zook  Bros . 
$1,924,473.59 

Strandberg  &£ 
Senecal  8 Mininger 
$40,106. 15 
McNutt  8 BauTne 
$3,788 ,848 .75 
Tschache  Bros , 
$79,149.25 
King  8 McLaughlin 
$2,110  ,638,04 
Skinner  Enter. 
$18,975.37 
Baltrusch  Const. 
$1,741,788 , 17 
Boulet  Const. 
$60,050.85 
Skinner  Enter , 
$21,450.14 
Hilde  Const.  Co. 

$1 ,299,692  36 

Joseph  Yurek 
$51,803.10 


-----  Lewis  Const. 

$86 ,408.23 

1.615  Robertson  & Cave 
$486,194.42 


X 


F encing 

Signing  8 Delineation 

Signing  8 Delineation 

Resetting  of  Fence 

Gr  . ,Gem Stab  .Base  , PI . 

Mix  Bit. Surf,  8 Dr. 

6/5/61 

6/25/62 

6/25/62 

10/24/62 

10/24/62 

150  Cal. 
Days 

90  Cal. 
Days 

90  Cal, 
Days 

40  Cal. 
Days 

220  Cal. 
Days 

6/22/61  Winter  93 

Shut . 10/26/62 

Not  Started 

10/3/62  Completed 

12/7/62 

Not  Started 

Not  Started 

Gr , , Agg . Surf . ,PMS  8 Dr. 

4/25/62 

400  Cal. 

5/16/62 

Winter 

71 

* 

Days 

Shut  11/30/62 

F encing 

4/25/62 

250  Cal. 

5/16/62 

Winter 

84 

Days 

Shut. 12/10/62 

Gr , ,Surf . ,PMS , Dr.  8 

6/14/61 

400  Cal. 

7/19/61 

Fair  20 

81 

Dual  118.0“  Str. 

Days 

Fencing  8 Gattle  Gd . 

6/14/61 

150  Cal, 

6/28/61 

93 

Days 

Gr  . ,Surf . ,PMS , Fencing 

10/25/61 

300  Cal 

11/6/61 

Fair  26 

90 

8 Dr. 

Days 

Signing  8 Delineation 

4/25/62 

60  Cal. 

5/21/62 

_ = 

99 

Days 

Gr . ,Surf . ,PMS  8 Dr. 

3/22/61 

420  Cal. 

4/24/61 

Winter 

93 

Days 

Shut  10/25/62 

F encing 

3/22/61 

200  Cal. 

5/2/61 

88 

Days 

Signing  8 Delineation 

4/25/62 

100  Cal 

9/27/62 

Winter 

92 

Days 

Shut. 12/8/62 

Gr  0 ,Agg .Surf . ,P1 .Mix 

10/24/62 

350  Cal. 

11/9/62 

Winter 

1 

Bit. Surf.  8 Dr. 

Days 

Shut . 12/3/62 

Fenc ing 

10/24/62 

250  Cal. 

12/15/62 

Winter 

18 

Days 

Shut. 11/28/62 

Structures 

10/24/62 

9/30/63 

Not  Started 

Gr. , Agg. Surf . , Stab. Base 

10/24/62 

11/5/62 

12/4/62 

13 

3 

Surf,, PI. Mix  Surf.  8 Dr, 


MONTHLY  L'sprSTRUCTTON  REPORT 


Month  Ending  December  31, 

1962 

Division  310  - Continued 

S 77  (6) 

0.595 

Watters  Const. 

Gr,  ,Dr.  A 1A1.5' 

6/27/62 

11/30/62 

7/26/62 

Completed 

Cascade- Ulm 

$8A,652.20 

Prestress ,Conc ,Br . 

11/30/62 

S 131  (3)  U-1 

6,526 

Schultz  Lindsay 

Gr , ,Agg . Surf . ,PMS  A Dr 

7/25/62 

2A0  Cal, 

10/11/62 

Winter 

35 

Brady-East 

$297,051.15 

Days 

Shut. 11/29/62 

U 1A9  ( 15)  h,  U-FG  395  (6) 

0.361 

Sletten  Const, 

Gr,  ,Agg.Surf . ,Cem.Stab 

11/28/62 

350  Cal, 

12/5/62 

.. 

1 

Great  Falls-Ft.  Benton 

1.A95 

Robertson  &£  Cave 

Base  Surf., PI. Mix  Bit.i 

Surf  . 

Days 

E lAth  & 15th  St, -Gt, Falls 

$891,230.63 

Cone , Pave ., Dr , A 72.8’ 

Steel 

UP  and  109.0'  Cone.  UP 

F 1A9  (16) 

9,726 

Schultz  & Lindsay 

Gr . , Agg . Surf . ,PMS  A Dr 

5/23/62 

280  Cai, 

8/21/62 

Winter 

58 

Gt , Fal Is-Ft ,Benton 

$603,123.97 

Days 

Shut, 11/28/62 

F 238  (8)  U-1 

8,A76 

Nilson-Smith 

Gr . ,Agg . Surf , ,PMS  A Dr 

1/18/62 

200  Cal, 

A/16/62 

Winter 

82 

Wolf  Creek-Augusta 

$736,0AA.20 

Days 

Shut, 10/31/62 

F 238  (8)  U-2 

Watters  Const, 

29A.0'  Steel  Br. 

1/18/62 

10/31/62 

3/6/62 

. . 

9A 

Wolf  Creek-Augusta 

$133,73A.30 

SMP  2599-62,  Lewis  Clark 

> 

Chas,  Shannon 

Cr.  A Stockpiling 

7/25/62 

250  Cal. 

11/8/62 

Winter 

6 

Cascade,  Pondera  & Teton  Cos, 

$135,8A6,66' 

Days 

Shut, 11/21/62 

Division  320  - Havre 

S 12  (9) 

A. 866 

Richardson  Const. 

Gr  . ,Agg . Surf . ,PMS  A Dr 

A/25/62 

150  Cal. 

7/2/62 

Winter 

85 

Harlem- Turner -Can .Line 

$288,159,83 

Days 

Shut. 11/7/62 

S 188  (A) 

10.095 

O'Neil  Const. 

Gr . ,Agg , Surf . A Dr, 

7/2/62 

250  Cal. 

8/13/62 

Fair  9 

83 

Galata-No , 

$2A6,315. 18 

Days 

F 210(3) , F 277(A)  & 

18.572 

Schultz  6 Lindsay 

Gr . ,Agg.Surf . , PI. Mix 

10/12/62 

250  Cal. 

11/8/62 

F 227 ( 6) ,Babb-So ,8  Kiowa 

$615,929.12 

Bit. Surf.  A Dr. 

Days 

Junction-Babb 

F 260  (7)  F 353  (8) 

5.761 

S, Birch,  Inc. 

Gr . ,Agg.Surf . ,PMS  A Dr 

A/20/62 

250  Cal, 

5/1A/62 

Winter  69 

W,Glacier-E, Glacier  & 

S. Birch  &.  Sons 

Days 

Shut . 11/6/62 

E .Glacier -Browning 

$79A,267.A5 

ROW  S 266  (2) 

10,A6A 

Senecal  & Mininger 

Fencing 

11/29/62 

150  Cal, 

Not  Started 

Browning- Babb 

$7,900,10 

Days 

S 266  (A) 

10,A6A 

Naranche  6 Konda 

Gr . ,Agg.Surf . , PI, Mix 

10/2A/62 

250  Cal, 

11/9/62 

33 

2A 

Browning- Babb 

$5AA,706 .7A 

Bit. Surf.  A Dr. 

Days 

S 290  (12) 

1.688 

N , A .Nelson 

Gr , ,Surf . ,PMS , Dr,  A 

7/19/61 

7/31/63 

8/16/61 

68 

Geraldine-Ft .Benton 

$526,260.65 

708,0’  St.  Br. 

S 316  (7) 

0.A37 

Interstate  Cont. 

Gr , ,Agg.Surf . , PI. Mix 

11/16/62 

220  Cal. 

Not  Started 

Central  Ave,-Cutbank 

$70  ,708,70 

Bit. Surf,  A Dr. 

Days 

S 339  (9)  U-1 

6.500 

Richardson  Const. 

Gr . ,Agg . Surf , ,PMS  A Dr 

A/25/62 

220  Cal. 

8/22/62 

Winter  12 

76 

Fort  Benton-Ches ter 

$A21 ,229.67 

Days 

Shut. 11/20/62 

SMP  1899-62,  Blaine 

Schultz  6 Lindsay 

Cr . A Stockpiling 

11/28/62 

250  Cal. 

Not  Started 

Choteau,  Glacier,  $110,702,00  Days 

Hill  and  Toole  Cos. 
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MONTHLY  '^STRUCTION  REPORT 
Month  Ending  December  31 ^ 1962 

DISTRICT  FOUR  - GLENDIVE 


Division  410  - Glendive 


I 94-7  (3)  240 

Otto  J.  Eickhof 

Struc  tures 

10/25/61 

11/10/62 

3/8/62 

Completed 

99 

WLbaux-East  G West 

$169,195.29 

11/30/62 

I 94-7  (4)  233  U- 1 

6.169 

A.  Lalonde 

Gr . , Agg . Surf . , PMS , 

10/25/61 

300  Cal. 

11/14/61 

Winter 

94 

Wibaux-West 

$1,054,732,96 

Fencing  G Dr, 

Days 

Shut. 11/5/62 

I 94-7  (5)  233 

15.220 

Tschache  Bros . 

Signing  G Delineation 

10/24/62 

100  Cal. 

11/26/62 

Winter  -- 

21 

Wibaux-East  & West 

$27,438.29 

Days 

Shut ,11/23/62 

F 213  (4) 

N , A. Nelson 

Repair  of  3 piers 

6/27/62 

12/31/62 

8/29/62 

Good  17 

96 

Towne  St»  Br. 

$117,500,00 

S 238  ( 1)  U-1 

6.586 

Joe  Mayo  G Son 

Gr ,, Agg . Surf . G Dr. 

1/24/62 

200  Cal. 

3/29/62 

Completed 

Circle-So.  & East 

$164,483.25 

Days 

12/5/62 

S 264  (3) 

5.290 

Joe  Mayo  4 Son 

Gr ., Agg . Surf . G Dr. 

10/24/62 

200  Cal. 

11/14/62 

Winter 

25 

Van  Norman-No, 

$121,214.44 

Days 

Shut , 12/5/62 

F 315  (16)  U-1 

11.42 

Baltrusch  & Aff. 

Gr ., Agg , Surf . G Dr. 

9/25/62 

250  Cal. 

Not  Started 

Van  Norman-Glasgow 

$828,674.45 

Days 

F 315  ( 16)  U-2 

Walter  Mackin 

133.0'  Prestress,  Br. 

10/24/62 

10/31/63 

Not  Started 

Van  Norman-Glasgow 

$46,935.42 

S 398  (2) 

9.640 

Joe  Mayo  G Son 

Gr ., Agg , Surf . G Dr  . 

4/25/62 

250  Cal. 

5/30/62 

Winter 

93 

No,  of  Plevna-Baker 

$237,417.75 

Days 

Shut. 11/7/62 

SMP  4299-62 

Ti. ’Lalonde’'  ' ■ 

Cr.  G Stockpiling 

7/25/62 

250  Cal. 

10/29/62 

Good  24 

50 

Richland  G Dawson 

$117,120,00 

Days 

Division  420  - Wolf  Point 

F 144  (6)  U-2 

Watters  Const, 

Traffic  Signals 

12/20/61 

450  Cal. 

4/30/62 

-- 

99 

1st  Ave,-No.  Glasgow 

$14,881.22 

Days 

F 153  (8) 

8.990 

Baltrusch  G Affil. 

Gr , ,Agg , Surf . ,P1 .Mix 

9/25/62 

270  Cal. 

10/9/62 

Winter 

23 

Dodson-Mal ta 

$647,911.87 

Bit, Surf.  G Dr. 

Days 

Shut, 12/7/62 

F 193  (12) 

11.592 

Richardson  Const. 

Gr  . , Agg, Surf  . ,'  PI, Mix 

8/29/62 

220  Cal. 

10/23/62 

Fair  10 

9 

Culbertson-Plentywood 

$703,716.82 

Bit, Surf,  G Dr. 

Days 

F 315  ( 15) 

12.052 

Wickens  Bros. 

Gr  . ,Surf  . G Dr . 

8/30/61 

330  Cal. 

10/9/61 

Completed 

Van  Norman-Glasgow 

$565,457.30 

Days 

12/4/62 

S 402  (3) 

7.778 

Hi  1 ling  Cons t . 

Gr  .,  Agg . Surf ., PMS  G Dr. 

7/2/62 

240  Cal. 

8/22/62 

Wi  nter 

58 

C ulbert son- McCabe -Bainvi  He 

$294,423.63 

Days 

Shut. 12/10/62 

Division  430  - Lewistown 

ROW  F 28  (3) 

5.833 

Senecal  G Mininger 

Fencing 

11/28/62 

150  Cal. 

Not  Started 

Roundup-Grass  Range 

$13,031.18 

Days 

F 28  (4) 

5.833 

S .Arkwright 

Gr . , Agg. Surf . , PI. Mix 

9/25/62 

250  Cal. 

10/12/62 

Winter 

17 

Roundup-Grass  Range 

$551,587.84 

Bit. Surf . G Dr . 

Days 

Shut. 12/10/62 

S 68  (5)  U-1 

13.011 

Gus  M.  Albert 

Agg . Surf . G PMS 

7/2/62 

120  Cal. 

8/9/62 

Winter 

67 

Hi Iger-Winif red-Big  Sandy 

$327,341.54 

Days 

Shut. 11/2/62 

U 112(3)  ,U  229(  15)  & U 235 

1.976 

RobertsonG  Blossom 

Gr ., Agg . Surf ., PMS  G Dr. 

4/30/62 

140  Cal. 

5/14/62 

Winter 

86 

(23),  Main  St . -Lewi stown 

$319,924.89 

Days 

Shut. 10/26/62 

MONTHLY  C •t  RUCTION  REPORT 
Month  Ending  December  31,  1962 


Division" 430' - 'Continued" 

F 235(25)  & F 235(31)  11.467 


Armington-Lewi stown 


S.  Birch,  Inc.  6 
S .Birch  &i  Sons 
$835,388.26 


Or. ,Agg.Surf . , PI. Mix 
Bit. Surf.,  Dr,  ^ 81.5  Br. 


12/19/62 


240  Cal. 
Days 


Not  Started 


F 333  (31) 

Grass  Range-Malta 



Morgen  6 Oswood 
$86  ,411.44 

173.0*  Cone,  Br. 

8/29/62 

12/31/62 

9/13/62 

Good 

13 

90 

INADVERTENTLY  OMITTED  FROM 

DIVISION  420: 

S 159  (4) 

7.445 

O’Neil  Const.  Co. 

Gr . ,Agg , Surf , ,P1 . Mix 

12/19/62 

220  Cal. 

Not  Started 

Dodson-South 

$250  ,801.70 

Bit.  Surf.  6 Dr. 

Days 

DISTRICT  FIVE  - BILLINGS 

Division  510  - Billings 

I 90-7  (8)  387  U-1  & 

5.915 

S .Arkwright 

Gr . jAgg . Surf . ,PMS  & Dr. 

4/6/62 

380  Cal. 

5/21/62 

Fair 

30 

37 

I-IG  90-8  (12)  388  U-1 

$1,004,665.33 

Days 

Reed  Point-East  G West 

I 90-7  (8)  387  U-2  6 

Strandberg 

7 Structures 

4/6/62 

5/31/63 

6/12/62 

Fair 

5 

92 

I-IG  90-8  (12)  388  U-3 

Associates 

Reed  Point-East  & West 

$251,586.34 

I 90-7  (8)  387  U-3  G 

10.547 

Clair  Boulet 

Fencing 

4/6/ 62 

300  Cal. 

5/8/62 

43 

I-IG  90-8  ( 12)  388  U-4 

$81,017.00 

Days 

Reed  Point-East  8 West 

I 90-8  (11)  444 

0.071 

W . P , Roscoe 

Structures 

9/25/62 

11/30/63 

11/6/62 

Fair 

5 

9 

West  Billings  Interchange 

$249,092.12 

I-IG  90-8  ( 12)  388  U-2 

4.633 

S .Arkwright 

Gr . ,Agg. Surf . ,PMS  6 Dr. 

4/6/62 

200  Cal, 

6/4/62 

Fai  r 

39 

45 

Reed  Point-East 

$1,046,792.32 

Days 

IG  90-8  (13)  395 

...... 

Waddell  Const. 

248.5*  Steel  OP 

1/24/62 

11/30/62 

3/27/62 

Completed 

Reed  Point-East 

$92,851.18 

11/29/62 

I 90-8  ( 16)  437  U-2 

_____ 

F , L , F lynn  Co . 

73.94’  Cone.  Br. 

5/23/62 

5/31/63 

11/6/62 

Fair 

4 

49 

Mossmain-Bi 1 lings 

$43,334.44 

I 90-8  (23)  447  U-1 

Peter  Kiewit 

Approaches  G Riprap 

12/4/62 

4/30/63 

12/12/62 

Fair 

11 

14 

Yellowstone  River  Bridge 

$49,343  80 

I 94-1  (5)  51 

_____ 

Husman  Bros 

580,25*  St,  Br. 

12/20/61 

7/31/63 

3/19/62 

75 

Yellowstone  Co,  Interstate 

$294,400.62 

I 94-  1 (6)  50  U-1  6 

5.477 

S .Arkwright 

Gr.  ,Agg,Surf  . ,PMS  L Dr. 

6/25/62 

350  Cal. 

7/10/62 

Fair 

68 

69 

I 94-2  (4)  51  U-1 

$1,034,576,96 

Days 

Custer-E . ,Big  Horn-E.G  W. 

I 94-1  (6)  50  U-2  6 

5.477 

Bohleen  Const. 

Fencing 

6/25/62 

200  Cal. 

7/27/62 

Fair 

2 

60 

I 94-2  (4)  51  U-3 

$35,843.50 

Days 

Custer-E ., Big  Horn-E.G  W. 

I 94-2  (4)  51  U-2 

Schultz  &.  Lindsay 

178.0*  Prestress. 

6/25/62 

12/31/62 

7/13/62 

84 

Big  Horn-E.  & W. 

$53,881.70 

Cone . Beam  Underpass 

I 94-2  (5)  55  U-1 

6.434 

S .Arkwright 

Gr . ,Agg,Surf . ,PMS 

9/25/62 

400  Cal. 

10/27/62 

Poor 

2 

3 

Big  Horn-East 

$1,663,818.19 

6 Dr. 

Days 

I 94-2  (5)  55  U-2 

6.434 

Walter  Mackin 

Fencing 

9/25/62 

250  Cal. 

10/26/62 

Fair 

5 

34 

Big  Horn-East 

$40 ,494.50 

Days 

r'i  (*.4.. 
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MONTHLY  O^PSTRUCTION  REPORT 
Month  Ending  December  31 . 1962 


Division  510  - Continued 


S 192  (3) 

0,013 

W.E^Roscoe 

Dual  174.5'  Structure 

9/25/62 

9/30/63 

11/2/62 

15 

Kings  Ave . Road-West 

$90,768.90 

S 207  (3) 

3.900  Empire  Sand  St  Grav 

, Gr . ,Agg . Surf . ,PMS  S Dr. 

9/29/62 

200  Cal. 

10/15/62 

46 

Busby- Wyo.  Line 

$247,377.39 

Days 

U-FG  228  (16) 

1.466 

Schultz  St  Lindsay 

Gr, ,Agg.Surf , ,C.S,Base, 

11/29/62 

11/30/63 

1/29/62 

Fair  23 

39 

Laurel-Bil lings 

$1,043,348.05 

Cone  , Pave  , jPMS  St  Dr. 

S 236  (8) 

1.156 

W.P.Roscoe  Co, 

Gr . ,Agg . Surf . ,Dr . S 

lL/28/62 

6/30/64 

Not  Started 

Cus ter- Mussel she 1 1 

$374,088.35 

562.0”  Steel  Br. 

F-FG  258  (12) 

12.924 

Schultz  St  Lindsay 

PI,  Mix  Bit.  Surf. 

10/12/62 

150  Cal. 

Not  Started 

Wyo .Line-Bridger 

$186,808.40 

Days 

U-F  296  ( 15)  U- 1 

4.181 

NW  Engr . Co  , 

Gr . , Agg , Surf  , ,PMS  &.  Dr. 

8/25/62 

300  Cal. 

10/1/62 

Fair  40 

16 

Bi 1 lings-Lavina 

$1 ^333, 453. 44 

Days 

U-F  296  (15)  U-2 

Walter  Mackin 

35,0'  TT  Br, 

5/23/62 

12/31/62 

11/9/62 

Good  10 

99 

Bil lings-Lavina 

$17  ,742,20 

Division  520  - Miles  City 

S 45  (6)j  Brandenberg- 

----- 

F . L . F lynn  Co , 

214.5”  Br, 

10/24/62 

9/30/63 

Not  Started 

Garland-Miles  City 

$79,284.06 

I 94-3  (3)  114  U-3  6 

6 . 246 

Hout  Fencing 

Fencing 

7/19/61 

150  Cal. 

4/18/62 

91 

I 94-4  (9)  119  U-2 

$31,598  00 

Days 

Hathaway-East  &£  West 

I 94-3  (7)  114,  T 94-4 

33.646 

Elec .Prod.Corp. 

Signing  St  Delineation 

6/25/62 

120  Cal. 

11/1/62 

Winter 

75 

(10)  127,  T 94-4  ( 12) 

$74,736.69 

Days 

Shut . 12/14 

/62 

119,  Hathaway-East  West 

Miles  City-East  G West 

I 94-4  (6) 136  U- 1 G F 84 

12.442 

Peter  Kiewic 

Gr. jSurf . ,Conc , Pave , , 

4/19/61 

400  Cal. 

6/18/61 

Completed 

(20)  U-1,  Miles  City-E. 

$2,849,375.73 

PMS  S Structures 

Days 

11/30/62 

T 94-4  (6)  136  U-2 

11  597 

W Mackin  St  Sons 

Fencing 

4/19/61 

200  Cal. 

6/13/61 

Completed 

Miles  City-East 

$62,799.00 

Days 

12/ 12/62 

1 94-4  (8)  120  U-1 

7.308 

Schultz  St  Lindsay 

Gr  Surf ., PMS  S Dr, 

7/19/61 

400  Cal. 

8/17/61 

Completed 

Hathaway- East 

$1,302  ,022. 13 

Days 

11/30/62 

I 94-4  (8)  120  U-3 

7 308 

W .Mackin  St  Sons 

Fencing 

8/7/61 

150  Cal. 

9/21/61 

Completed 

Hathaway-East 

$47,215.00 

Days 

11/30/62 

F 157  (16)  U-1 

5,000 

Hilling  Const. 

Gr  . ,Agg  , Surf  ., PMS  St  Dr, 

1/24/62 

200  Cal. 

4/10/62 

Winter 

75 

Miles  City-Jordan 

$296,315.69 

Days 

Shut . 10/15/62 

S 259  (2)  U-1 

9,033 

Weaver  Const. 

Gr , ,Agg . Surf , ,PMS , 

3/28/62 

200  Cal. 

4/17/62 

Winter 

73 

Rosebud-Cartersvi 1 le-E , 

$418,119.38 

Dr,  S 38'  TT  Br. 

Days 

Shut. 11/27/62 

SMP  0999-62,  Custer, 

Schultz  S Lindsay 

Cr,  St  Stockpiling 

6/27/62 

180  Cal. 

12/4/62 

Fair  27 

46 

Fallon  St  Rosebud 

$94,102.85 

Days 

tri 
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